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RETURN showing (1) For England and Wales, as regards each County 
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Rural District Council, and Board of Guardians; (2) for Scotland, 
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District Committee; and (3) for Ireland, as regards each County 
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the Contracts entered into by the Authority for the execution of 
works specify any conditions as to the Wages to be paid by the 
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ENGLAND AND WALES. 


Part I. 


Local Authorities whose Contracts for the Execution of Works specify 
Conditions as to the Wages to be paid by the Contractor, or other 
Conditions with regard to the Persons employed by him ; and the 
Conditions specified in each Case. 


1 

Name of Local Authority, i 

Conditions. 

County Councils. j 


Durham - - [ 

All building contracts contain the following : — • 

The contractor shall pay such rates of wages and observe such hours 
of labour as are generally accepted as fair iu the various trades in 
the county. 

The contractor shall not assign his contract to any other person 
without the consent of the County Council, nor shall he underlet 
the works or make any sub-contract without the consent of the 
county engineer and architect, nor shall he under any circumstances 
do other than pay day wages to his own immediate workmen for 
the execution of any work in the contract. 

Ely, Isle op - 

Wages shall be paid weekly. The contractor shall employ skilled 
workmen in their respective trades ; for instance, slaters’ work is to 
| he done by slaters, and not by bricklayers ; plumbers’ work is to be 
i done by plumbers, and not by painters ; plasterers’ work is to be done 
' by plasterers, and not by bricklayers. Boys and labourers are not to 
be employed in the place of skilled workmen. 

Glamorgan 

The work shall be performed by proper workmen paid by the contractor 
| the acknowledged rate of wages for similar work done in the 
surrounding district. 

1 No part of the works shall be. underlet without the previous consent in 
I writing of the county surveyor. 

The county surveyor, or, in his absence, the clerk of the works, shall 
have full power and is hereby authorised to dismiss from the work 
I any workman who shall misconduct himself, or in his opinion may be 
1 incompetent, whether such workman was employed by the contractor 
| or any sub-contractor under liim. 

0.190. 

A 2 
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CONTRACTS OF LOCAL AUTHORITIES (WAGES) RETURN. 


Name of Local Authority. Conditions. 


County Councils — cont. 

Gloucester - - The contractor shall give all necessary superintendence during the 

execution of the works, and shall at all times keep on the ground 
, a competent person as general foreman to represent him in his 

absence. 

The conti actor shall employ in and about the execution of the works, 
or any of them, only such: foremen and workmen as are careful and 
skilled in their various trades and callings, and the surveyor shall be 
at full liberty to object to, and to require the removal of, any person 
employed by the contractor in or about the execution of the works 
who shall, in the opinion of the surveyor, misconduct himself, or be 
incompetent, or not sufficiently competent to perform, or who shall 
be negligent in the due and proper performance of his duties, or any 
of them. 


Huntingdon - 


The contractor shall pay all workmen employed by him in carrying out 
the works, wages at the rates, and (subject to the provisions of the 
contract) observe the hours of labour, respectively, for the time being 
current for competent workmen in each trade in the Urban District 
of Watford.* 


No conditions as to wages to be paid by contractor. 

Other conditions : — 

That the contractor shall keep a proper and competent foreman on 
the works to act as his fully authorised agent for the purposes 
thereof in his absence therefrom, and shall, if and whenever the 
county surveyor shall so direct, discharge any foreman or work- 
man, and immediately and permanently exclude him from the 
works and the premises connected therewith. Should any work 
be performed by any foreman or workman after his discharge 
shall have been directed as aforesaid, the contractor shall take 
up or take down and remove such work and make no claim in 
respect thereof. 

Workmen shall be skilled in their respective trades. No workman 
belonging to one trade shall do work in another trade without the 
written consent of the architect. 

A foreman shall be kept constantly on the works, and shall not be 
dismissed without the written consent of the architect. 

The architect has power to dismiss the foreman or any workman or 
other person engaged upon the works. 

r A. The contractor shall at all times during the continuance of the 
contract abide by, perform, observe, fulfil and keep all and singular 
the stipulations following, that is to say — 

(1) The contractor shall pay all workmen (except a reasonable 
number of his legally bound apprentices) employed by him in 
and about the execution of llie contract, or any part thereof, 
wages and wages for overtime respectively, at rates Dot less 
than the rates prescribed in the Fifth Schedule hereto, f and for 
each and every breach by the contractor of this stipulation, and 
notwithstanding the condonation of any prior or other breach, 
the contractor shall on demand pay to the Council as liquidated 
damages, and not as a penalty, the sum of 51. 

(2) The contractor shall observe, and cause to be observed by all 
such workmen, hours of labour not greater than the hours of 
labour prescribed in the (said) Seventh Schedule, and for each and 
every breach by the contractor of this stipulation, and notwith- 
standing the condonation of any prior or other breach, the 
contractor shall on demand pay to the Council as liquidated 
damages, and not as a penalty, for each day on which any such 
breach shall be committed, and for each workman in respect to 
whom it shall be committed, the sum of o.s. per hour for every 

I hour during which on each day each such workman shall be 

employed by the contractor beyond the maximum number of 


* Tlie Council staled that these were conditions to he inserted in a contract ahont to be entered into for the 
erection of a school, partly because of the terms of the agreement under which the Watford Education Authority 
relinquished their powers in favour of the Council. As a general rule, the Council do not insert in contracts entered 
into by them conditions with regard to the persons to be employed. 

f Schedules setting out the particulars indicated as regards the various trades, are included in the contracts. 
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CONTRACTS OF LOCAL AUTHORITIES (WAGES) RETURN. 


Nome of Local Authority. I Conditions. 


County Councils — cont. 

London— cont. I hours prescribed in the (said) Seventh Schedule, provided that 

this stipulation shall not be construed to prohibit overtime, if 
such overtime be in accordance with the rules of the trades 
unions concerned. 

(3) The contractor shall at all times during the continuance of 
the contract display and keep displayed upon the site of the 
work and in every factory, workshop or place occupied or used 
by the contractor in or about the execution of the contract, in a 
position in which the same may be easily read by all workmen 
employed by the contractor in or about the execution of the 
contract, a clearly printed or written copy of the (said) Seventh 
Schedule hereto. 

(4) The contractor shall at any time and from time to time during 
the continuance of the contract, whenever called upon so to do 
by the clerk for the time being of the Council, produce to such 
officer or officers of the Council as the clerk may direct, the time 
and wages books and sheets of the contractor, in order to show to 
the satisfaction of such officer or officers whether or not the 
stipulations contained in this clause have been and are being 
complied with. 

(o) Should, from time to time, any workman in the employment of 
the contractor be not paid the scheduled rate of wages, the 
Council may pay to any workman who may have been under- 
paid the difference between the amount of wages which he may 
have been paid by the contractor and the amount which he 
would have been paid if the stipulation as to wages had been 
observed, and may deduct from any moneys due or to become 
due to the contractor under the contract the amount of the said 
difference so paid to such workman. 

I B. The contractor shall not, without the written consent of the Council 
! under the hand of their clerk, which consent may be given subject to 
l such conditions (if any) as the Council may think fit to impose, 
j assign or underlet the contract or any part thereof, or make any 
' sub-contract for the execution or performonce of the said work or 
any part thereof. For each and every breach by the contractor of 
this clause the contractor shall, notwithstanding the condonation of 
| any prior or other breach, on demand pay to the Council, as liqui- 
i dated damages, and not as a penalty, the sum of 200L 

I In case of any breach by the contractor of any one or more of the 
stipulations aforesaid, or of any one or more of the provisions 
contained in the schedule, it shall be lawful for .the Council (and 
instead of claiming payment to them by the contractor of the 
liquidated damages payable by the contractor as aforesaid in respect 
of such breach) to determine the contract in the same manner and 
« to the same extent as they have power to determine the same under 
I clause * in the events therein mentioned, and if the contract shall 
I be determined under this present power, then all the provisions of 
I that clause shall apply as if the contract had been determined under 
| that clause. 


Schedule as to rates of wages and hours of labour. 

[Here follow Tables.] 

. . . this schedule is believed to include all the trades which the 

contractor may require to employ in or about the execution of the 

contract If, however, he should employ .... 

any workman or workmen in any trade not included in the foregoing 
list, the rate of wages and rate of wages for overtime to be paid to 
such workman or workmen are not to be less, and his or their hours 
of labour are not to be more, than the rate of wages and rate of wages 
for overtime and hours of labour respectively, which at the date of the 
contractor’s tender were recognised by associations of employers and 
trades unions, and in practice obtained in London [or, in the district 
in which the work is done, as the case may require.] 


* TJijs is the general clause in the contract giving the Council power to determine it or to 
ip the hands of other contractors at the cost of the originial contractor, 
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CONTRACTS OF LOCAL AUTHORITIES (WAGES) RETURN. 


Name of Local Authority. 


County Councils — cont, 

London- — cont. Clause inserted in contracts token contractors have obtained sanction 

to sublet. 

The contractor notwithstanding clause may sub-contract for all 

or any of the portions of the work to be executed by him under the 
contract which comprise — 


subject to the following conditions and provisions which the contractor 
hereby agrees to observe, perform and fulfil, viz. : — 

(1) That sub-contracts shall be made with the (above-mentioned) 
firms or with such other persons or firms only as shall have been 
first approved by the 

(2) That no sub-contract shall operate to relieve the contractor 
from any of his liabilities or obligations, and that the contractor 
shall be responsible for all the acts, defaults, and neglects of the 
sub-contractors as fully as if they were the acts, defaults, and 
neglects of the contractor. 

(3) That there shall be inserted in each sub- contract a covenani 
by the sub-contractor — (I.) That he will pay all workmen 
employed by him in or about the execution of such sub-contract 
rates of wages not less, and observe and cause to be observed by 
such workmen hours of labour not greater, than the rates of 
wages and hours of labour following, that is to say — as regards 
all work done upon the site or within the radius of 20 miles, 
measured in a straight line from (Jharing Cross, the rates of 
wa<res and hours of labour set out in the first part of the 
schedule hereto, and as regards all other work such rates of 
wao'es and hours of labour as at the date of the sub-contract are 
recognised by associations of employers and trades unions and 
in practice obtained in the several districts where the work is 
done, and that such rates of wages and hours of labour be 
inserted in a Schedule to the sub-contract, but in no case shall 
such rates of wages be less, or hours of labour be greater, than those 
set out or referred to in the Schedule hereto ; and — (II.) That 
such sub-contractor will at all times during the continuance of the 
sub -contract, display and keep displayed on the works and in 
every factory or workshop or place occupied or used by the. 
sub-contractor in or about the execution of the sub-contract, in a 
position in which the same may be easily read by all workmen 
employed by the sub-contractor in or about the execution of 
the sub-contract, a clearly printed or written copy of the said 
schedule to the sub-contract, and that the sub-contractor shall, 
at any time, and from time to time during the continuance of the 
sub-contract, whenever called upon so to do by the clerk to the 
Council, produce to such officer or officers of the Council, as 
the clerk may direct, the time and wages books and sheets of 
the sub-contractor to show whether or not this stipulation has 
been and is being complied with. 

(4) That in case of any breach by the sub-contractor of the 
covenant as regards rates of wages and hours of labour to be 
inserted in any sub-contract (and, notwithstanding the connivance 
of the contractor in or condonation by the contractor of such 
breach or any prior breach), the contractor shall, for every such 
breach as regards the rates of wages, on demand, pay to the 
Council, as liquidated damages and not as a penalty, the sum of 
5/., and shall for every such breach as regards the hours of 
labour, on demand, pay to the Council, as liquidated damages and 
not as a penalty, for each day on which such breach shall be 
committed, and for each workman in respect to whom it shall 
have been committed, the sum of 5s. per hour for every hour 
during which such workman shall have been employed by the 
sub-contractor beyond the maximum number of hours during 
which, under the terms of the said covenant, lie ought to have 
been employed, 
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Name of Local Authority. 


County Councils — cont. 
London— co«i. 


Monmouth 


Northampton 


Southampton 


Stafford 


Wight, Isr.E of- 


Conditious. 


The following provision is inserted in contracts when it is considered 
desirable, but it is not inserted unless expressly directed by a 
Committee : — 

The lists of wages and hours of labour in this schedule are severally 
to be binding on the contractor, subject to the following proviso 
which is to be considered as included in each part of the schedule, 
that is to say — • 

Provided always that if at any time or times and so often as 
the same may happen during the continuance of this contract 
in any trade mentioned or referred to in this part of this 
schedule a different rate of wages or different hours of labour 
from the rate of wages or hours of labour respectively provided 
for in this part of this schedule shall after the date of this 
contract be agreed to between the associations of employers and 
the union of workmen in such trade in the district in which the 
work is being or is to be done, then, from the date of any such 
agreement and so long only, and to such extent only as the 
same shall be in force, the rate of wages or hours so agreed 
upon shall be considered as substituted in this part of the 
schedule for the rate of wages or hours provided for in this 
part of this schedule for the same class of labour, and stipulations 
1 and 2 in clause A. of this contract shall be construed and 
have force and effect in all respects as if the substituted rate of 
wages or hours had originally been provided for in this part of 
the schedule instead of the rate of wages or hours therein 
provided for, and for this purpose any such agreement as 
aforesaid between the associations of employers and the union 
of workmen in any trade in the London district shall be con- 
sidered as applying to all work done in that trade at the site 
mentioned in the specification in the First Schedule. 


The rate of wages to be paid, and the hours of labour as well as the 
rules imposed upon the artificers, workmen, and others, shall be such 
as are recognised in the town of Newport (Mon.). 


The contracts entered into by the Council for the execution of works 
contain one or other of the following conditions : — 

The contractor shall observe such hours of labour and pay the 
workmen employed by him in carrying out the works, not less 
than the minimum local standard rate of wages, as settled from 
time to time between the local masters’ associations and trades 
unions respectively, in each branch of the trade at the date of 
the contract, and when no masters’ association and trade union 
exist, then such hours of labour and rates of wages as are 
generally accepted as fair in the trades of the district where such 
work is being done. 

The contractor shall pay his workmen engaged in the execution 
of the contract such wages as are generally accepted as current, 
and actually in operation in the trade or respective trades for 
competent workmen in the district. 


No conditions are specified as to wages to be paid by the contractor, 
but power is reserved for the county surveyor to dismiss from the 
works any workman employed by the contractor on or about the 
works who shall, in his opinion, misconduct himself or be incompetent. 


The wages to be paid in the execution of the contract shall be those 
generally accepted as current in the trade for competent workmen in 
the district in which the work is carried on. 


The contractor shall, on the request of the architect, immediately dismiss 
from the works any person employed thereon by him who may, in 
the opinion of the architect, be incompetent or misconduct himself, 
and such person shall not be again employed on the works without 
the permission of the architect. 

The contractor shall permit the execution of work by any other artists 
I or tradesmen who may be engaged by the employers. 

A 4 
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Name of Local Authority. 

Conditions. 

County Councils — eont. 
York, West Riding - 

(1) ’ The contractor shall pay his workmen engaged in the execution of 
his contract such wages as are generally accepted as current and 

1 actually in operation in their trade or respective trades for competent 
j workmen in the district. 

(2) The contractor shall not assign, or make over, or underlet the work 
or any part thereof to any person, nor make any sub-contract for its 
execution except with the prior consent or authorisation in writing of 
the architect. 

Where practicable, a clause is inserted to the effect that the contractor 
shall so provide that the goods, &c. shall be made up and completed 
in the contractor’s own factory or premises, which shall at all times be 
open to the inspection of the employer. 

Councils of 
County Boroughs. 
Barrow-in-Furness - 

The contractor, in carryiug out the contract, shall pay the rate of 
wages and observe the hours of labour recognised and agreed upon 
between the trades unions and the employers respectively in the 
locality in which the work for carrying out the contract is to be 
performed, or such rate of wages and hours as are equivalent or 
approximate thereto; and the contractor shall not transfer, assign, 
or underlet, directly or indirectly, the contract, or any part, share, 
or interest therein, without the written consent of the Corporation 
under the hand of the town clerk. 

Bath - 

All workmen employed upon the works shall be paid not less than the 
minimum standard rate of wages agreed upon by the representatives 
of the masters and men in the city of Bath, or, if there is no 
formal agreement, such a fair rate of wages 'as shall for the time 
being be usual and generally paid in the city to workmen engaged 
in similar employment. 

Birkenhead - ! 

• j 

The contractor in carrying out the contract shall pay the rate of 
wages and observe the hours of labour recognised and agreed upon 
between the trades unions and the employers in the locality in which 
the work for carrying out the contract is to be performed; and the 
contractor shall not transfer, assign, or underlet, directly or 
indirectly, the contract or any part, share, or interest therein without 
the written consent of the Corporation under the hand of the town 
clerk, and in case such consent is given the person or firm to whom 
the contract is transferred, assigned, or underlet, shall enter into a 
similar undertaking before such transfer, assignment, or underletting 
is made. 

1 

Birmingham 

The contractor shall, during the continuance of the contract, pay or 
cause to be paid, to all workmen engaged upon the works the subject 
of the contract, not less than the recognised minimum standard rate of 
wages current in the district or districts where such work shall be 
carried out, and if it shall be proved to the satisfaction of the Cor- 
poration that the contractor or sub-contractor or sub-contractors (if 
any) have paid less than the minimum standard rate of wages as 
aforesaid, the contractor shall pay to the Corporation as and for 
liquidated damages, a sum of 20s. for each and every case in which 
such underpayment shall be proved, and it shall be lawful for the 
Corporation to deduct any such sum or sums from any moneys due or 
to become due to the contractor under the contract. 

Blackburn 

The contractor undertakes that in carrying out the contract,' all work- 
people employed on or in connection with the work shall be paid the 
regular standard rate of wages as recognised by the various trades 
unions and employers’ associations in the borough of Blackburn or 
the district in which the work is being carried out as the case may 
be and that the hours and conditions of labour as recognised by 
such trades unions and employers’ associations shall be observed. 
Should the contractor commit a breach of any of the conditions of 
this clause he shall not be asked to tender again for Corporation work 
unless and untd the Council otherwise decide. Any question arising 
as to what are the standard rate of wages and the hours and conditions 
of labour, to be settled between the trades unions and the masters’ 
associations concerned. 
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Name of Local Authority. 

Conditions. 

Councils of County 
Boroughs — cont. 
Blackpool - 

One of the following three clauses is usually inserted in Corporation 
contracts according to the nature of such contracts ; — 


(1) The contractor shall observe and cause to be observed the 
recognised customs and conditions as to standard rate of wages 
and working hours which prevail in the district from which the 
materials are to be supplied. 


(2) The contractor shall observe and cause to be observed the 
recognised customs and conditions as to standard rate of wages 
and working hours which prevail in each particular trade 
in the borough of Blackpool, both as regards material and 
labour. 


(3) The contractors shall pay to every mechanic, artisan, craftsman, 
and labourer employed by them in the performance of this con- 


tract, wages at a rate not less than the minimum standard rate of 
wages in force in the district in their several trades at the date 
of their tender ; and in case of any breach of this condition the 
contractors shall pay to the Corporation by way of liquidated 
damages a sum equivalent to the difference between the aggre- 
gate amount of the wages actually paid by the contractors to 
their aforesaid workmen or any of them, and the aggregate 
amount which, by this condition, the contractors are required to 
pay to such workmen on account of the same services, and 
such sum may he deducted by the Corporation from any moneys 
which may become payable to the contractors under this con- 
tract, or may be recovered by them by action at law. The 
contractors shall, with respect to each class of labour employed in 
the performance of this contract, observe the recognised hours of 
labour usual in the district in respect of that class, and in case of 
any breach of this condition the contractors shall pay to the Cor- 
poration by way of liquidated damages a sum equivalent to the 
difference between the aggregate amounts of the wages actually 
paid by the contractors to their aforesaid workmen or any of 
them, and the aggregate amounts which they would have paid 
to such workmen had they conformed to the requirements of this 
condition, and such sum may be deducted by the Corporation 
from any moneys which may become payable to the contractors 
under this contract, or may be recovered by them by action 
at law. 


Bolton - - The contractors shall pay to the workmen employed by them for the 

purposes of the contract the standard rate of wages for the time being 
I payable in respect of such or the like employment within the town or 
other place where that employment takes place, and in case there be 
any default on their part or on the part of any sub-contractor in this 
respect, the contractor shall forfeit and pay to the Corporation the 
[ sum of 501. as liquidated damages. 


Bootle 


Bournemouth - 


o.i so. 


In the carrying out of the contract the contractor shall be bound 
by the following conditions, except so far as the contract relates to the 
supply of raw materials, patent articles, and natural products : — 

(a) The contractor shall not sublet the contract, except such 
portions of the work as would not be produced or executed 
by him in the ordinary course of the trade or business, and 
which may be sublet by hitn to any person or firm approved by 
the Corporation, subject to the provisions hereinafter contained. 

(b) The contractor and every such sub-contractor shall pay to 
all their employees engaged in carrying out the contract the 
standard rate of wages recognised in the Liverpool District by 
the trade union of the particular trade affected, and shall observe 
the hours of labour recognised by the trade union for the 
Liverpool District, or if any portion of the contract be executed 
outside the Liverpool District, then the wages and hours of the 
district in which the work is executed. 


The contractors shall only employ competent workmen, and shall pay 
during the execution of the works the rate of wages prevailing in the 
borough at the date of the contract, and in the event of any sub- 
contracting the contractors shall be responsible to the employers that 
this condition is observed by the sub-contractor. 


B 
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Name of Local Authority. 


Councils of County 
Boroughs — cont. 


Bradford 


07 
OllJ 
KOI DO. 
Oil! lo 


vr.q Ilfirfg Lii 
oill ni gniliavs 
-iiua \iu-. - lo Jao 
Icilj siOYoIqins 9t. 


Tlie following is the form of fair contracts clauses adopted as a Standing 
order of the Council, vis. !•“ 

The contractor hereby gives an assurance that during the three 
months immediately preceding the date of his tender for this 
contract he has paid the whole of his workmen not less than the 
standard rate of wages as hereinafter defined, and he undertakes 
that he will continue to pay that rate of wages to all his workmen 
employed thereon during the existence of the present contract ; 
such standard rate of wages to be deemed to be the rate mutually 
agreed upon by the Masters’ Association and the trade unions 
respectively concerned, or in case there should, at any relevant 
time, be no such rate as aforesaid, then such rate of wages to be 
deemed to be that last mutually agreed upon by the Masters’ 
Association and the trade unions respectively concerned. Provided 
that in the case of engineers, founders, and metal workers the 
rate of wages and conditions of employment last agreed upon as 
between the Federated Engineering Employers and the Allied 
Trade Unions shall be observed. And in the event of his 
assurance aforesaid being false in any particular, or in the event 
of the contractor committing any breach of bis undertaking 
aforesaid, the Corporation may, if they think fit, after giving him 
notice in writing of their intention so to do, forthwith enter upon 
and take possession of the works and site and of all such materials 
and plant upon the site or on any ground contiguous thereto 
intended to be used for the works, and all such materials there- 
after used in or about the completion of the said works shall 
become the property of the Corporation absolutely, and the 
Corporation shall retain and hold all such plant until the wbrks 
shall have been completed under the powers hereinafter conferred 
upon them. And if the Corporation shall exercise the above 
power they may complete the contract themselves by direct 
labour or engage any other person to complete the contract, and 
may exclude the contractor, his agents, and servants from entry 
upon or having access to the works, the Corporation or such 
other person, as the case may be, using for that purpose the 
plant and materials above-mentioned in so far as they are suitable 
and adapted to such use. Upon the completion of the works the 
architect shall certify the sum paid to such person as aforesaid, 
or expended by the Corporation in completing the works as 
aforesaid. Should the amount so certified exceed the amount 
which would have been due to the contractor upon the comple- 
tion of the works by him the difference shall be payable by the 
contractor to the Corporation, and may be retained out of any 
moneys in their hands due to the contractor, or if no such moneys 
exist, or shall be insufficient, the difference shall be paid by the 
contractor to the Corporation on demand, and the Corporation 
shall be entitled to sue the contractor for such difference. The 
Corporation shall not be liable to make any payment or compen- 
sation to the contractor for or on account of the use of the plant 
and materials aforesaid for the completion of the works under the 
provisions hereinbefore contained. After the works shall have 
been so completed as aforesaid, the Corporation shall give notice 
to the contractor of Such completion, and may require him from 
time to time, before and after such completion, to remove from 
the site his plant and all such materials as aforesaid as may not 
have been used or be required in or for the completion of the 
works. If such plant and materials, or any of them, are not 
removed within 21 days after notice shall have been so given, 
the Corporation may remove and sell the same, holding the 
proceeds, less the cost of the removal and sale, to the credit of 
the contractor. Any notice to be given to the contractor under 
this clause may be given by leaving the same at his address 
above stated, or by registered letter sent to him at that address. 

That for the purpose of ascertaining whether the contractor is or 
has been paying the standard rate of wages, the contractor shall, 
whenever called upon by the town clerk of Bradford, submit his 
wage-books to such accountant as the town clerk shall direct 
for examination at such time or times as the town clerk may 
think fit. 

Provided always that if the completion of the said works shall be 
interrupted by frost or continued wet or bad weather, or by 
a strike or lock-out of the Workmen in any particular trade 
employed thereupon by the contractor, not being a strike or 
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Name of Local Authority. 


Conditions. 


Councils of Count y 
Boroughs — cont. 


Bradford — cont. 


lock-out due directly or indirectly to the contractor neglecting 
or refusing to pay the standard rate of wages as defined in the 
foregoing clause, or by any other cause which in the opinion of 
the architect shall be unavoidable by the contractor, of which 
interruption, frost, bad weather, strike, lock-out, or other cause 
the architect shall be the sole judge, or in case the building shall 
be destroyed or damaged by fire, storm, or inevitable accident, 
the period (or any portion thereof, as the architect in his 
discretion may think reasonable and proper) during which the 
works shall be interrupted by such frost, bad weather, strike, 
lock-out, or other cause, or by destruction or damage, according 
to the certificate of the architect, shall not be reckoned within 
the time allowed for completion. 


The Council have also adopted the following standing order, viz. : — 
That in the event of any person or firm acting in contravention of 
the fair contracts clauses when carrying out any work for the 
Council, no further tender from such person or firm shall be 
considered for a period of five years. 

Every contract for work with the Corporation will be let subject to the 
various points named in the above standing orders, which will apply 
as the circumstances of each contract may require. 

The contractor shall pay to every mechanic, artisan, craftsman and 
labourer employed by him in the performance of the contract, wages 
| at a rate not less than the standard rate of wages in force in the 

j county borough of Brighton in their several trades at the date of his 

I tender, such standard to mean the rate agreed upon by the Masters’ 

and Workmen’s Associations in Brighton ; and in case of any breach 
! of this condition the contractor shall pay to the Corporation, by way 

| of liquidated damages, a sum equivalent to the difference between 

i the aggregate amount of the wages actually paid by the contractor to 

| his aforesaid workmen, or any of them, and the aggregate amount 

! which, by this condition, the contractor is required to pay to such 

workmen on account of the same services, and such sum may be 
deducted by the Corporation from any moneys which may become 
I payable to the contractor under the contract, or may be recovered by 
j them by action. 

' The contractor shall, with respect to each class of labour employed in 
the performance of the contract, observe the recognised hours of 
labour usual in the borough in respect of that class, and in case of 
I any breach of this condition the contractor shall pay to the Corpora- 
t tion, by way of liquidated damages, a sum equivalent to the difference 
between the aggregate amount of the wages actually paid by the 
! contractor to his aforesaid workmen, or any of them, and the aggregate 

j amount which he would have paid to such workmen had he 

conformed to the requirements of this condition ; and such sum may 
j be deducted by the Corporation from any moneys which may become 
! payable to the contractor under the contract, or may be recovered by 
I them by action. \ 

In case of any difficulty or dispute arising between the Corporation 
and the contractor concerning any of the matters mentioned in or 
arising out of the preceding conditions, the same shall be referred 
to arbitration. 


Bristol - 


- I The contractor shall pay his workmen the rate of wages generally 
1 accepted as current in the district for a competent workman in his 
| trade, and shall observe the agreed hours and conditions of labour of 
the said trade in the district, under a penalty of 50/. which sum shall 
be taken to be the actual amount of damage sustained by the Cor- 
I poration by a breach of this condition, or under pain of forfeiting the 
j contract, at the option of the Corporation. 

The contract is made on the express condition that the contractor shall 
pay all workmen employed by him in and about the execution of the 
contract or any part thereof, wages at not less than the minimum 
! standard rate paid, and shall observe and cause to be observed by 
| such workmen the recognised hours and conditions of labour, in each 

' branch of the trade in the district, and upon any breach by the 

! contractor of this stipulation and notwithstanding the condonation of 
! any prior or other breach, the Corporation may determine the contract, 

b a 
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Name of Local Authority. 

Conditions. 

Councils of County 
Boroughs — cont. 
Burton-upon-Trent - 

The contractor shall at all times during the continuance of the contract 
pay to his employees, whether artisans or labourers, not less than the 
minimum standard rate of wages paid for the time being in each 
branch of industry in the borough of Burton-upon-Trent, and shall 
conform to the hours and proper conditions of labour generally 
recognised in such industry, and he shall not sub-let the contract, or 
any part thereof, except on the terms that the sub-contractor shall 
enter into a contract similar to the contract, and on the further terms 
that the contractor shall be responsible for the terms of his contracl 
being carried out by such sub-contractor, and in case of auy breach 
of this condition the contractor shall pay to the corporation the sum 
of 100/. as and for liquidated damages in respect of such breach. 

Bury - 

The contractor is required to pay to his workmen the regular standard 
rate of wages and observe the recognised hours and conditions 
of labour obtaining in the several districts where the plant is 
manufactured, and to provide that, if any part of the work be 
assigned to sub-contractors, they also shall comply with these 
conditions. 

Cardiff 

In all work executed under contract, the rate of wages to be paid and 
the hours of labour as well as the rules imposed upon the artificers, 
workmen, and others, who shall be engaged or employed in carrying 
out the contract, shall be such as are recognised by the respective 
trades unions and the employers in the town and district where the 
contract is to be executed. 

Chester 

The contractor, or any sub-contractor, shall pay his workpeople not less 
than the minimum standard rate of wages paid iu the district in 
which the contract is to be executed, and also observe the recognised 
hours and conditions of labour in the respective trades. The standard 
rate of wages shall be the rate for the time being agreed upon 
between employers and representatives of the various trades unions, 
and every breach of this clause shall subject the contractor to a 
penalty of 1/. per day. 

Coventry - » 

The contractor is not allowed to sublet in any contract under the 
Council ; and in contracts under the Education Authority a clause is 
also inserted that he must observe the recognised conditions and 
customs as to rates of wages and working hours in each particular 
branch of the building trades. 


Croydon 


Derby - 


- i No conditions as to wages. 

! The contractor shall so far as is reasonably practicable employ work- 
men residing within the borough of Croydon for all work involved in 
the carrying out of the contract. 

- The contractor and any sub-contractor shall, subject to the proviso 

herein contained, pay to all workpeople employed on Corporation 
work, whether in' or outside of the borough of Derby, not less than 
the standard rate of wages applicable to the respective classes of 
workpeople recognised by the respective workpeople’s trade societies in 
the borough of Derby, and in practice obtained by them at the date of 
the contract, and shall observe the hours and conditions of labour so 
recognised and obtained at such date, provided that in the ease of 
workpeople employed outside the borough of Derby, in so far as there 
shall be any standard rate of wages or hours or conditions of labour 
recognised by the respective workpeople’s trade societies in the 
district where such work is done and in practice obtained by them 
at the date of the contract, such last-mentioned rate, hours, and 
conditions shall be paid and observed instead of those applicable to 
the borough of Derby. The term “work” shall not include any 
work done in the production or manufacture of any materials or 
goods which have not been produced or manufactured specially for 
the purpose of being used in or about the execution of the contract 
or any sub contract. The contractor, in the event of any breach of 
these conditions by himself or any sub-contractor, shall pay to the 
corporation such sum of money as represents the advantage which 
the contractor and sub-contractor or either of them has or have 
obtained by such breach, and such sum of money shall be deducted 
by the corporation from any moneys due to the contractor under his 
contract, and shall be recoverable by the Corporation against the 
contractor as liquidated damages. 
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Name of Local Authority. 

Conditions. 

Councils of County 
Boroughs — cont. 
Devonpokt 

The contractor shall pay his workpeople at least the standard rate 
of wages. The contractor failing to observe the standard rate of 
wages and hours of labour customary in the neighbourhood shall, 
on the offence being proved, be mulcted in a penalty of 51. for 
every 100/. value of contract up to 1,000/. In no case shall such 
penalty exceed 50/. 

Dudley - 

The wages to be paid by the contractor shall be such as are gene- 
rally accepted as current wages of the district. 

Exeter 

The contractor shall at all times during the continuance of the contract 
pay to his employees, whether artisans or labourers, not less than the 
standard rate of wages paid for the time being in each branch of the 
industry in the city of Exeter, and shall conform to the hours and 
proper conditions of labour generally recognised in such industry, and 
he shall not sublet the contract or any part thereof except on the 
express consent in writing of the engineers ; and in the event of such 
consent being given on the terms that the sub-contractor shall enter 
into a contract similar to this contract, and on the further terms that 
the contractor shall be responsible for the terms of his contract being 
carried out by such sub-contractor, and in case of any breach of this 
condition the contractor shall pay to the Corporation the sum of 100/. 
as and for liquidated damages in respect of each such breach. 

Gateshead 

The contractor shall not sublet or cause to be sublet any portion of the 
labour to any workman or workmen, and in default of compliance with 
this condition the Corporation may at once terminate the contract. 

The contractor shall, in respect of all work performed under the 
contract, pay the wages generally accepted in the trade as current for 
workmen where such work is carried out. 

Gloucester - - j 

Corporation contracts or the general conditions of the specifications 
referred to therein always include clauses or provisions for giving 
effect to the following resolution, which was adopted by the Council 
on the 27th October 1891 : — 

That, in future, in all contracts or work required for this Council, 
preference be given whenever practicable to local tradesmen. 

That no contractor be employed unless he undertakes to pay his 
workmen not less than the minimum standard rate of wages paid 
in the city of Gloucester for the time being in each branch of 
trade and to observe the recognised hours of employment adopted 
in the city for each class of labour respectively; and that no 
contractor employed by this Council shall be allowed to sublet 
any of the work contracted for without special permission of 
the Council or the Committee having charge of the work con- 
tracted for. 

That this Council pay their workmen the recognised rate of waees, 
and conform to the working hours in the various trades to which 
they belong. 

Grimsby - = 

The contractors shall at all times pay their workmen not less than the 
minimum standard rate of wages paid for the various classes of work 
in this district and shall forfeit and pay to the (said) Urban Authority 
the sum of fifty pounds as and for liquidated damages every time thev 
shall fail so to do after notice in writing from the engineer notifying 
them of their default in so doing. 

Halifax - - j 

The contractor shall pay all average workmen employed by him in or 
about the execution of the contract, or any part thereof, wages and 
wages for overtime respectively at rates not less than the minimum 
standard rate of wages in each branch of the trade in the district 
in which the work is carried out. An average workman shall be 
understood to be a man able to compete with his fellow-workmen ; 
but if, by reason of old age, infirmity of mind or body, or bodily 
deformity, he is unable so to do, then it shall be competent for the 
employer and employee to agree upon a fair rate of remuneration. 

The contractor shall observe, and cause to be observed by such workmen, 
hours of labour not greater than the hours of labour usually observed 
in the district in which the work is carried out. 

The standard rate of wages and the usual hours of labour in any trade 
shall be understood to mean such wages and hours as have been 
mutually agreed upon by the associations of employers and employees 
in such trade, or such wages and hours as having been formerly 
claimed by the employees, have been accepted by the majority of the 
employers in such trade in the district concerned. 
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Name of Local Authority. Conditions. 


Councils of County 
Boroughs — cont. 

Hastings - - The contractor and any person to whom the contractor (with the. 

consent of the Council or the engineer as hereinafter provided), 

I underlets any part of the work shall pay to all workmen employed in 

! and about the contract, wages at a rate not less than the minimum 

standard rate of wages applicable to the case and in force in the borough 
I of Hastings at the time the contract is entered into. The contractor 
or person aforesaid shall keep, and, whenever required, produce and 
| show to the engineer and any other person appointed by the Council 

j for the purpose, proper and correct wages and time books or sheets 

j relating to the contract work. For each and every breach of either of 

| the foregoing stipulations, whether by the contractor or person afore- 

j said, the contractor shall forfeit to the council the sum of l. which 

} shall be deemed to be liquidated and ascertained damages and not a 

penalty, and may be recovered by action or deducted by the Council 
from any sum due or to become due to the contractor under the 
contract, or otherwise howsoever. 

Ipswich - - The contractor shall under penalty of 50 1. observe the customs and 

conditions as to rates of wages and working hours recognised by the 
trades unions in the district, and the contractor shall under the same 
penalty be prohibited from sub-letting any [portion of his contract, 
except where the department concerned specifically allows the sub- 
letting of such special portions of the work as would not be produced 
or carried out by the contractor in the ordinary course of his 
business. 

Kingston-upon-Hu cl - The contractor shall pay his workmen not. less than the minimum 
standard rate of wages in the district for each class of labour 
! respectively, and shall observe the recognised hours and conditions 
of labour generally, and shall forfeit to the Corporation the sum of U. 
for each infringement of this condition, and a further sum of If . for 
each day such infringement continues after his attention has been 
called to it. 

In scavenging contracts a minimum wage of 21s. per week of 53 hours 
is specified, provision being made for aged men to be employed in 
certain cases at reduced rates. 

Leeds - - The contractor shall at all times during the continuance of the contract 

abide by, perform, observe, fulfil, and keep all and singular the 
stipulations following, that is to say : — 

(а) The contractor shall pay every workman employed by him, 
whether in or about the execution of the contract or otherwise, 
wages, and wages for overtime respectively, at a rate not less than 
that recognised in the district where the work or any part, of it 
may be done, as the standard rate of wages in such workman’s 
trade, provided always : — 

(1) The rate of wages for ordinary and unskilled labour to be 
paid by the contractor shall not be less than the average 
paid by other contractors and the Corporation for similar 
classes of work. 

(2) When men are employed during any portion of a day 
waiting on bricklayers, the contractor will be required to 
pay such men for the whole of that day at the standard rate 
of wages for bricklayers’ labourers. 

(б) The contractor shall observe and cause to be observed by each 
workman hours of labour not greater than the hours of labour, 
and also the conditions of labour (other than any condition 
that union men only shall be employed), usually observed in the 
trade of such workman in such district. 

(c) The foregoing conditions shall not apply to any trade or trades 
during the existence of a general lock-out in such trade or trades. 
The Corporation shall be the sole judges as to whether such 
a general lock-out exists. 

(d) The contractor shall not transfer, assign, or under-let, directly 
or indirectly, the contract, or any part, share, or interest therein, 

j without the written consent of the Corporation, under the hand 

I of the town clerk, which consent may either be withheld or given 

subject to such terms and conditions as the Corporation may 
determine, and particularly that the person to whom such 
contract, or any part, share, or interest therein may be trans- 
ferred, assigned, or underlet, shall abide by, perform, observe, 
fulfil, and keep the stipulations on the part of the contractor 
i herein contained. 
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Name of Local Authority. 

Conditions. 

Councils of County 
Boroughs — coni. 


Leeds— tout . 

(e) The contractor shall, to the satisfaction of the Council, provide 
and keep proper books, in which shall be correctly and promptly 
entered from time to time the names of, the wages paid to, and 
the hours of labour observed by, all workmen employed by him, 
Whether in or about the execution of the contract, or otherwise 
and shall from time to time when required by notice in writing 
under the hand of the town clerk produce the same or any of 
them to him or the deputy town clerk, who shall be at liberty 
to inspect and take copies of or extracts therefrom. 

(/) The contractor shall, whenever required so to do by notice in 
writing under the hand of the town clerk or deputy town clerk, 
attend himself and procure the attendance of anyone employed 
by him before the Council or any committee thereof, to give such 



• 

explanations and information with regard to the observance or 
non-observance of the stipulations herein contained as may be 
required of him or them, but it shall not be necessary for such 
Council or committee to require such attendance, explanations, 
or information before determining the contract, if they decide 
to do so, in the manner hereinafter mentioned. 

(ff) In case of any breach by the contractor or by any person to 
whom the contract or any part thereof or interest thereiu may 
be transferred, assigned, or underlet, of any one or more of the 
stipulations in this clause contained, it shall be lawful for the 
Council to determine the contract in the same manner and to the 
same extent as they have power to determine the same under 
a clause in the contracts specifying; conditions for determining 
contracts; and if the contract shall be determined under this 
present power then all the provisions of that clause shall apply 
as if the contract had been determined under that clause. 


Leicester - • The contractor shall not, without the previous consent in writing of the 

I Council, assign the contract, or the benefits, or the burdens thereof, 
or any part thereof, nor shall he, without the previous consent in 
1 writing of the surveyor, make any sub-contract for the construction, 
completion, or maintenance of the works, or any part thereof, and 
the names of the firms from whom the contractor proposes to obtain 
i materials or manufactured articles, together with a list of the articles 
which he proposes they should supply, shall be submitted to the 
surveyor for approval before any order is placed. The rates of 
wages to be paid to, and the houi-3 of labour, as well as the rules 
and conditions regulating the employment of workmen and others 
engaged or employed in carrying out the contract shall be such as 
are recognised by the employers and the respective trades unions in 
the town or district where such contract is to be executed; and 
where no such organisation or organisations exists or exist, such rates 
of wages, hours of labour, and conditions of employment as are, for 
similar work to that specified in the contract, generally paid or 
observed in the organised trades in the town or district, nearest to 
the place in which the contract is to be executed. The contractor or 
any sub-contractor approved as aforesaid, or anyone employed by 
them respectively, shall attend when so required befoi'e the Council 
or any committee of the Council to give explanations and informa- 
tion. In case of any breach of these provisions by the contractor 
or any sub-contractor, the Council shall be at liberty ,to deter- 
mine the contract. If the contractor or any sub-contractor shall 
I be proved, to the satisfaction of the Council or any of its com- 

i mittees, to have made to any workman employed in the completion or 

j maintenance of the works any payment less than the said rate of 

i wages, or to have failed to observe the hours of labour and con- 

I ditions of employment as aforesaid, the contractor shall pay to the 
Council a sum of 10A as and for liquidated damages for each and 
I every such payment or failure to observe the conditions. 

i The contractor is required during the continuance of the contract to 
i pay all workpeople (whether artisan or labourer) employed on or 
in connection with the work or things which he undertakes to do 

j and provide, not less than the regular standard rate of wages of 

[ the district where the work is performed and shall observe the 

recognised hours and conditions of labour. 

| The contractor in carrying out the contract shall pay the rate of 
wages and observe the hours of labour recognised and agreed upon 
between the trades unions and the employers in the locality in which 
I the work for carrying out the contract is to be completed and shall 

B 4 


Lincoln 


Liverpool 
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Name of Local Authority. 


Councils of County 
Boroughs — cont. 
Liverpool— cont. 


Manchester 


Middlesbrough - 


N EWCASTLE-UPON- 

Tynk. 


Conditions. 


not transfer, assign, or underlet directly or indirectly the contract 
or any part, share, or interest therein, -without the written consent 
of the Corporation under the hand of the town clerk, and in case 
such consent is given, the person or firm to whom the contract 
is transferred, assigned, or underlet shall enter into a similar under- 
taking before such transfer, assignment, or underletting is made. 

The contractor shall employ, in and about the execution of the 
several works, only sucli foreman, agents, and workmen as are 
careful and skilled in their various trades and callings ; and the sur- 
veyor shall have full power to object to and dismiss any person 
employed by the contractor in or about the works, who shall, in his 
opinion, misconduct himself, or be incompetent for the due and proper 
performance of his duties. 

Standing Order adopted by the City Council, Is/ April, 1903. 

Contractors tendering for or executing work under this Council must be 
paying to the whole of their workpeople (except such as may be em- 
ployed under special provisions agreed upon by the employers and the 
| organised bodies of workers) the standard rate of wages in the several 
! districts where their workpeople are actually engaged in the execution 
of work, and must also be observing the hours of labour as well as 
the aforesaid rate of wages recognised by the associations of employers 
and the local organised bodies of workers in the various trades in 
the several districts where the work is being done, and must not 
; prohibit their workpeople from joining trade societies or continuing 
I members of such societies. 

I Should the Council have, in its opinion, reasonable grounds for 
I believing that the above conditions are not being complied with, the 
I contractor shall be required to produce proof (to the satisfaction of 
| the Council) of his compliance with the said conditions. 

The contractor shall not assign or underlet the contract, or any part of 
it, or sub-contract, except with the consent of the Council and upon 
such conditions as it may think fit ; but if the tenderer at the time 
of tendering states his desire to sub-let any portions of the work not 
usually done by him, the Council will consent provided that the sub- 
contractor is a person approved by it ; the principal contractor shall 
be responsible, however, for all work done by such sub-contractor, 
and for its being carried out under the same conditions as if executed 
by himself. 

Clauses embodying the various points herein named shall be inserted in 
all contracts for work, and contractors shall be required to signify 
their assent to them in writing. Failure to comply with any of the 
conditions set forth in such clauses shall, at the option of the Council, 
leave it within the power of the Council to cancel the contract, or to 
call upon the contractor to pay to the Council the sum of 100/. as 
liquidated damages. 

I This Standing Order shall not apply to purchases of materials or 
j patented articles, or of stores and miscellaneous articles. 

I The contractor shall pay all workmen employed, whether artisans or 
labourers, the recognised standard rate of wages in their respective 
trades. 

I The contractor in carrying out the contract shall pay the rate of wages 
! and observe the hours of labour recognised and agreed upon between 
j the trades unions and the employers in the locality in which the 
work for carrying out the contract is to be performed; and shall 
not transfer, assign or underlet, directly or indirectly, the contract 
or any part, share, or interest therein, without the written consent 
of the Corporation under the hand of the town clerk, and in case 
such consent is given, the person or firm to whom the said contract 
is transferred, assigned or underlet shall enter into a similar under- 
taking before such transfer, assignment or underletting is made, 
I nor shall the contractor or sub-contractor directly or indirectly 
I give or offer any gratuity, gratification, reward, remuneration or 
advantage of any .kind whatever to any person employed by or for 
the Corporation, or by or for any person acting on their behalf. 

In the case of the Education Committee’s contracts : — 

The contractor shall not assign or make over the contract or any part 
of it to any other person or persons nor make a sub-contract with 
any workman or workmen for the execution of any part of the work 
appertaining to the contract, but shall employ his own workmen for 
the labour thereof. 
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Name of Local Authority. 


Councils of County 
Boroughs — cont. 


Newcastle-upon- 
Tyne — cont. 


In case the contractor shall assign or make over the contract or make a 
sub-contract contrary to these conditions he shall in each such case 
pay to the Corporation the sum of 20/., such sum to be deducted from 
any moneys due or to become due to the contractor or to be recoverable 
as liquidated damages, and in addition the Corporation shall have the 
power of dismissing the contractor and his assignee or sub -contractor. 

The conditions of labour which prevail, and not less than the trades 
union rate of wages which are for the time being paid in the various 
trades of the district, shall be observed and paid by the contractor. 


Newport (Mon.) 


The contractor shall pay the trades union rate of wages aud observe 
the recognised hours, and where practicable the other conditions of 
labour prevailing in the district, and mutually recognised or agreed 
upon between the employers and the workmen’s trade union in the 
place where such contract or portion of contract is executed, and shall, 
if required, give satisfactory evidence to the Corporation thereof. The 
contractor shall also require any person or persons with whom he 
may sub-contract for the execution of any part of the contract to 
agree to carry out these conditions, and shall also post up a copy of 
these conditions in the place or places where the contract or any part 
thereof is being carried out. The contractor shall pay to the Corpora- 
j t ' on a sum of 51. as liquidated aud ascertained damages for every 

j breach of these conditions. J 


Northampton - 


Nottingham 

O.iSO. 


- J The contractor shall employ in the execution of the works skilled 
| workmen in their various trades and callings and the borou<>h 

engineer shall have full power to dismiss or discharge from the work 
j any man or men.for incompetence or misconduct, and the contractor 
J shall not re-engage such men without the authority and consent of 
the borough engineer. 

| The contractor shall observe such hours of labour and pay the workmen 
i employed by him in carrying- out the works not less than the 
minimum local standard rate of wages, as settled from time to time 
j between the local masters’ associations and the trades unions respec- 
tively, in each branch of the trade at the date of the contract; and 
when no masters’ association and trade union exist then such hours 
i of labour and rates of wages as are generally accepted as fair in the 
trades of the district where such work is being done. And the 
contractor shall when required by the borough engineer produce 
j such evidence and proof as shall satisfy the borough engineer that 
j such rate of wage is paid. 

- The contractor shall pay all workmen (except a reasonable number of 

his legally bound apprentices) employed by him in and about the 
execution of the contract or any part thereof, not less than the 
, standard rate of wages or prices customarily paid at the date to 
workmen engaged in the trade in the district where such work is 
j being performed and shall observe such conditions and hours of 
labour as are current in such district. 

| The standard rate of wages shall be defined as the rate of wa«-es 
j recognised by associations of employers and ih practice obtained °by 
the trade unions in each trade. 

The contractor shall during the continuance of the contract whenever 
called upon so to do by the town clerk produce to such officer or 
officers of the Council as the town clerk may direct, the time aud 
wages book and sheets of the contractor in order to show to the 
satisfaction of such officer or officers whether or not the stipulations 
herein contained have been or are being complied with. 

Should any workmen engaged by the contractor in or about the 
contract be not paid the rate of wages or prices aforesaid, the Council 
may pay to any workman who may have been underpaid, the difference 
between the amount of wages or prices which he may have been paid 
by the contractor and the amount which he would have been paid if 
the stipulation as to wages had been observed, and may deduct from 
any moneys due to or to become due to the contractor under the 
contract the amount of the said difference so paid to any such 
workman. 


The contractors and sub-contractors (if any) shall, during the whole 
period of the continuance of the contract, pay the local standard rate 
| of wages to the workmen employed by them. 

C 
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Name of Local Authority, j 

Conditions. 

Councils of County \ 
Boroughs — cont. 
Ol-DHAM .. - 

All workpeople employed in connection with the work, the subject matter 
of the contract, shall be paid the standard rate of wages; and the 
contractors shall observe the trade customs and regulations current in 
the district. 

Oxford 

The contractor shall not under any circumstances sub-let, relet, or 
assign the contract, or any portion of it, and he shall pay the men 
employed by him in the several departments of the work on a scale 
equal to the present recognised trades union wages in the city of 
Oxford, and if the contractor shall pay less than the present recog- 
nised trades union wages in the city of Oxford he shall forfeit and 
pay to the mayor, aldermen, and citizens of Oxford, as liquidated 
damages, an amount equal to the said deficiency, and the amount shall 
be deducted from the contract price. 

Plymouth 

The following declaration is inserted at the foot of the contracts : 

I (or we) hereby declare that it is my (or our) intention to pay the 
standard rate of wages and to observe the standard hours of labour 
considered fair in the district of the three towns. 

If the works of the contractor are not situate in the three towns, the 
words “ our works ” are substituted for the words “ the three towns.” 

Portsmouth - 

The contractor shall declare that he pays not less than the trades 
union rate of wages and observes the hours of labour and conditions 
recognised and in practice obtained by the trades unionists in the 
borough. 

Preston 

The contractor undertakes that all workpeople employed on or in con- 
nection with the work shall be paid the regular standard rate of 
wages, as recognised by the various trades uuions and employers’ 
associations in the borough of Preston or the district in which the 
work is being carried out, as the case may be, and that the hours and 
conditions of labour as recognised by such trades unions and employers’ 
associations shall be observed. Should the contractor commit a breach 
of any of these conditions he shall not be asked to lender a^ain for 
Corporation work, unless and until the Council otherwise decide. 
Any question arising as to what are the standard rate of wages and 
the hours and conditions of labour, to be settled between the trades 
unions and the masters’ associations. 

Reading 

Only contracts for the execution of building works specify conditions. 
The contractors shall pay to the workmen employed by them in the 
carrying out of the works the local trades union rate of wages, and 
shall also observe the recognised conditions of labour observed by the 
Reading Master Builders’ Association. 

Rochdale ... 

The contractor undertakes that he, the sub-contractors, or any other 
person who may for the time being be bound or authorised to execute 
and perform the obligations under the contract or any part of it, 
shall pay during the subsistence of the contract to his or their 
workpeople the regular standard of wages obtaining in the borough of 
Rochdale. 

Rotherham - 

The contractor shall not pay his workmen less than the standard rate 
of wages paid in the district, but shall execute the works by proper 
| workmen at daily wages and observe the proper conditions of labour, 
j and shall not sub-contract without the permission of the Council, 
under the hand of their town clerk. 

Salford 

1 (a) The contractor shall pay the whole of the workpeople (except such 
as may be employed under special provisions agreed upon by the 
I employers and the organised bodies of workers) the standard rate of 
wages in the several districts where the workpeople of the contractor 
are actually engaged in the execution of work. The contractor shall 
observe the hours of labour, as well as the aforesaid rate of wages, 
recognised by the associations of employers and the local organised 
bodies of workers in the various trades in the several districts where 
the work is being done. The contractor shall not prohibit the work- 
people from joining, trade societies or continuing members of such 
societies. 

(6) Should the Council of the county borough of Salford have, in its 
opinion, reasonable grounds for believing that the conditions of 
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Name of Local Authority. 


Councils of County 
Boroughs — con t. 
Salford — cont. 


I 




clause (a) are not being complied with, the contractor shall be 
required to produce proof (to the satisfaction of the said Council) of 
the contractor’s compliance with the said conditions. 

(c) The contractor shall not assign or underlet the contract or any 
part of it, Or enter into any sub-contract for the performance of the 
whole or any part of the work, except with th.e consent of the said 
Council, and in the event of such consent being granted, then upon 
and subject to such conditions as the said Council may think fit. 
Provided that if the contractor at the time of tendering for the 
work shall have stated his desire to sublet any portions of the work 
not usually done by the contractor, the said Council will consent 
thereto, provided that the sub-contractor is a person approved by the 
said Council. Provided also that the contractor shall be responsible 
for all work done by such sub-contractor, and for its being carried 
out under the same conditions as if executed by the contractor. 

(d) Compliance with the foregoing conditions is of the essence of 
the contract, and in the event of any non-compliance therewith by 
the contractor it shall be lawful for the Corporation, and they 
are hereby expressly authorised, to adopt either of the following 
alternative remedies or provisions, namely : — First, the Corporation 
may by resolution of their Committees, to be confirmed by the 
said Council or by substantive resolution of the said Council, 
absolutely determine the contract, which determination shall take 
effect from and after the date of such confirmation or such 
resolution of the said Council ; or, secondly, the Corporation shall 
and may call upon the contractor to pay to the Corporation for 
or in respect of such non-compliance the sum of 100Z. by way of 
liquidated and ascertained damages and not by way of penalty, which 
sum the contractor shall and will pay to the Corporation ou demand, 
or the same shall and may be deducted by the Corporation from any 
moneys due or to become due from the Corporation to the contractor. 
Provided always, that in the event of the first alternative remedy 
being adopted by the Corporation, the determination of the contract 
shall be without prejudice to all claims either of the contractor or 
the Corporation for or in respect of work executed or materials 
supplied and accepted, or matters arising prior to such determination, 
but such determination shall not entitle the contractor to make any 
claim against the Corporation for damages or otherwise in respect 
thereof, or of any loss or expense which may accrue to the con- 
tractor in consequence thereof. Provided also, that in the event 
of the second alternative remedy being adopted by the Corporation, 
the execution of the contract shall thereafter be continued with the 
same liability of the contractor to observe and perform the provisions 
of the contract, and with the same consequences for any non-com- 
pliance therewith as attached to the original non-compliance, and so 
from time to time. 


I (e) The contract shall not apply to purchase of materials or patented 
articles, or of stores and miscellaneous articles. 

| (/) For the purposes of the contract the expression “ the contractor ” 
; includes the contractor and the successors, executors, administrators, 
and assigns of the contractor . 


Sheffield 


Southampton - 


The contractor shall pay all workmen employed by him not less than 
the minimum standard rate of wages recognised by trade societies 
in the district where such men are employed and shall observe the 
recognised hours arid proper conditions of labour. If there is no 
such standard rale or recognised hours and proper conditions of 
labour in such district then the contractor shall pay to such work- 
i men not less than the minimum standard rate recognised by trade 
societies in Sheffield, and shall observe the recognised hours and 
j proper conditions of labour prevailing there in respect of the particular 
trade in which such men are employed. 

In the event cf breach as to wages the contractor shall pay as liquidated 
damages a sum equal to three times the amount between the actual 
rate of wages paid by him and the said minimum standard rate, and 
in the event of any other breach of the condition the sum of 501. 
as liquidated damages. The condition applies to sub-contractors, 
subject to the Council’s consent in writing to sub-letting. 

The contractor shall pay the workmen employed by him not less than 
I the minimum local standard rate of wages as settled from time to 
j time between the masters’ associations and trades unions, respectively, 
I in each branch of the trade at the date of the contract. 
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Name of Local Authority, j 

Conditions. 

Councils of County 
Boroughs — cont. 
South Shields - 

The contractor shall pay his employees, whether artisans or labourers, 
not less than the minimum standard rate of wages paid for the time 
being in each branch of industry in the district where the various 
portions of the work are respectively executed and shall conform to 
the hours and proper conditions of labour generally recognised in 
such industry. 

A monetary penalty is imposed in case of breach of these conditions 
by the contractor or any sub-contractor. 

Stockport 

The contractors shall pay the trade union rate of wages and observe 
the trade union hours of labour as are usually paid and observed in 
the district where the goods are made or produced. 

Sunderland - 

The contractor shall pay to all employees engaged in carrying out the 
contract, wages according to the scale agreed to by the employers 
and the employees’ representatives in the district in which the 
contract is being executed. The condition is equally binding upon 
a sub-contractor. The corporation reserve the right to determine the 
contract if the condition be not observed. 

Swansea - - j 

The contractor shall pay to all artificers, workmen, and others engaged 
or employed in carrying out the contract, the trades union rate of 
wages and shall conform to the recognised local working rules and 
customs of the various trades. 

Tynemouth 

The following clause is usually inserted in contracts : — 

The contractor is at all times during the continuance of the works to 
pay to his workmen and all others employed upon the works the 
standard trade wages obtainable in the borough of Tynemouth. 

Walsall 

The contractor shall not in the execution of the works pay to the 
workpeople employed thereon less than the rate of wages generally 
accepted as current in each trade for competent workpeople in the 
district where the work is to be carried out, and shall whenever 
required by the committee or surveyor during the progress of the 
works furnish to them or him a true and correct statement of the 
rate of wages paid to the several classes of workpeople employed in 
carrying out the works and in case it shall be proved to the com- 
mittee, after notice in writing to the contractor, and alter hearing 
| him upon the matter (if within seven days from the giving of such 
notice he expresses a desire to be heard in relation to it) that the 
1 contractor has in any respect made default in complying with this 

| condition, the contractor shall forfeit and pay to the Corporation as 

liquidated damages a penalty equal to 2i per cent, on the total 
amount of the contract for every breach of this condition and the 
| same may be deducted from any moneys payable by the Corporation 
to the contractor. 

Warrington- 

The contractor shall pay all persons engaged or employed by him the 
rates of wages recognised in the district and shall observe such hours 
of labour as are generally accepted as fair in each trade, and shall 
from time to time whenever required so to do by the Corporation 
produce to them such evidence as they may deem sufficient that he is 
paying such wages and observing such hours. 

West Ham 

The contractor shall at all times during the continuance of the contract 
abide by, perform, observe, fulfil, and keep all and singular the 
stipulations following, that is to say : — 

(1) The contractor shall pay all workmen (except a reasonable 
number of legally-bound apprentices) employed by him in and 
about the execution of the contract, or any part thereof, wages, 
and wages for overtime respectively, at rates not less than the 
rates stated or provided for in the Schedule hereto,* and for 
each and every breach by the contractor of this stipulation, 
and notwithstanding the condonation of any prior or other 
breach, the contractor shall, on demand, pay to the Council as 
liquidated damages, and not as a penalty, the sum of 51. 

(2) The contractor shall observe, and cause to be observed by such 
workmen hours of labour not greater than the hours of labour 
seated or provided for in the said schedule, and lor each and 

* A schedule setting out the particulars indicated as regards the various trades its included in the contracts. 
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Name of Local Authority. 


Councils of County 
Boroughs — cont. 
West Ham — cont. 


every breach by the contractor of this stipulation, and notwith- 
standing the condonation of any prior or other breach, the 
contractor shall, on demand, pay to the Council as liquidated 
damages, and not as a penalty, for each day or week, as the 
case may be, in which any such breach shall be committed, and 
for each workman in respect to whom it shall be committed, 
the sum of 5s. per hour for every hour during which in each day 
or week, as the case may be, each such workman shall be 
employed by the contractor beyond the maximum number of 
hours stated or provided for in the said schedule, provided that 


this stipulation shall not be construed to prohibit overtime if 
such overtime be in accordance with the rules of the trade unions 
concerned. 

(3) The contractor shall at all times during the continuance of 
the contract display, and keep displayed, upon the site of the 
works, and in every factory, workshop, or place occupied or used 
by the contractor in or about the execution of the contract, in a 
position in which the same may be easily read by all workmen 
employed by the contractor in or about the execution of the 
contract, a clearly printed or written copy of the said schedule 
hereto, and for each and every breach by the contractor of this 
stipulation, and notwithstanding the condonation of any prior 
or other breach, the contractor shall, on demand, pay to the 
Council as liquidated damages, and not as a penalty, for every 
day during which such breach shall be or continue the sum 
of 31. 

(4) A tender shall not be accepted unless it is stated by the 
contractor in the tender, and proved to the satisfaction of the 
Council, that the contractor at the dale of the tender pays to 
the whole of his workmen such rate of wages, and observes 
such hours of labour, as are recognised by the workmen’s trade 
unions in the several localities where his work is done. If after 
the contract is signed it shall be proved that the said statements 
of the contractor in the tender are contrary to fact, the Council 
shall be entitled to rescind the contract, or, at its option, to 
recover from the contractor, as liquidated damages, and not as a 
penalty, the sum of 50/. 

The contractor shall not assign the contract or any part thereof to any 
other person, nor shall he underlet to, or make a sub-contract with 
any other person or persons for the execution of any part of the work 
appertaining to the contract without the consent, in writing, of the 
Council, but shall employ his own workmen thereon, who are to be 
paid by him in wages by the day, and in case the contractor assigns 
or makes over the contract, or, without the consent of the Council, 


underlets or make a sub-contract contrary to the foregoing conditions, he 
shall forfeit to the Council the sum of 100/., which shall be deemed 
liquidated and ascertained damages, and may be recovered by action, 
or deducted by the council from any sum or sums due, or to become 
due to the said contractor under the contract or otherwise howsoever ; 
and should the contractor or his agent give any gratuity to any 
officer of the Council, the Council shall be at liberty to determine 
the contract. 

West Hartlepool - The contractor shall pay the regular standard of wages obtaining in the 
borough of West Hartlepool. The contractor shall not sub-let any 
part of the said works to any other person engaged in the same trade, 
and if it shall be proved to the satisfaction of the Corporation that 
the contractor has made default in compliance with these conditions, 
or any of them, he shall pay to the Corporation as and for liquidated 
damages the sum of 20s. for each and every case in which such breach 
shall be proved, and it shall be lawful for the Corporation to deduct 
any such sum or sums from any moneys due or to become due to the 
contractor under this contract. 

Wigan - - - The contractors shall pay their workmen not less than the minimum 

standard rate of wages in the district for each class of labour 
respectively, and shall observe the recognised hours and conditions of 
labour generally. 

Wolverhampton - Contractors shall pay the rate of wages and observe the hours of 
labour recognised and agreed upon between the trades unions 
and the employers respectively, in the locality in which the 
work for carrying out the contract is to be performed, or such 
I rate of wages and hours as are equivalent or approximate thereto. 
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Name of Loea! Authority. 1 

Conditions. 

Councils of County \ 
Boroughs — cont. 

W OLVERH AMI'TON — COIlt. 1 

The contractors shall not transfer, assign, or underlet, directly or 
indirectly, the contract, or any part, share, or interest therein, 
without the written consent of the Corporation, under the hand of the 
town clerk, which consent the Corporation are entitled to withhold, 
unless such sub- contractors shall enter into an undertaking to the 
same effect as that entered into by the contractors. 

[A special committee of tiie Council have the subject of contracts under 
consideration.] 

Worcester 

The contractor shall declare that he is not paying to his workpeople 
less than the minimum standard rate of wages current in the district 
in which the work contracted for will be constructed or executed ; 
and shall agree that he will not pay the workpeople to be employed 
on the said work less than the minimum standard rate of wages 
current in such district as aforesaid. These conditions shall be con- 
strued to extend to the acts of sub-contractors, but shall not be 
construed to authorise any sub-letting. 


The contractor shall pay his workmen not less than the minimum 
standard rate of wages, and shall observe the recognised hours 
of employment in the district for each class of labour respectively, 
and no contractor shall be allowed to sub-let the work to another 
contractor in the same line of business without the consent of 
the Corporation. Reasonable penalties ax - © attached to insure the 
| carrying out of the above conditions. 

Councils of Boroughs 
not being County ' 
Boroughs. 

AbKRAVON - - I 

The contractor shall pay to all persons engaged by him in carrying out 
the works the standard rate of wages in each trade ; and the minimum 
rate of wages for any kind of labour is not to be less than Qd. per 
hour. The contractor shall, whenever required by the Council so to 
do, produce sufficient evidence that such wages are paid by him, and 
shall forfeit to the Corporation the sum of 1/. for each infringement 
of this condition, and a further sum of 1Z. per day for each day such 
infringement continues after his attention has been called to it. 

Abervstwyth - 

No conditions as to wages are inserted in the contract, but the 
contractor is bound to dismiss immediately any employee at the 
request of the architect for incompetency or misconduct, and such 
employee is not again to be employed on the works without permission 
of the architect. 


Accrington - 


Ashton- un der-Lyne 


I The contractors shall pay their workmen at the rate of wages, and shall 
| observe the recognised hours and conditions or labour, adopted by the 
trades unions for the district. 

The contractors shall not assign, sublet, or make over the contract to 
any person or workman for the execution of any part thereof, but 
must employ his own workmen, and observe the customs and 
conditions as to rates of wages and working hours that prevail in the 
trade in the borough of Accrington. And in case the contractors 
| assign make over, under-let, or make a sub-contract, the Corporation 
I will” not consider any further tender submitted by them for the 
carrying out of any works. 

I The contractor shall pay his workmen not less than the standard rate of 
wages in the district for each class of labour respectively, and shall 
i observe the hours and conditions of labour generally recognised as 
fair. 


Aston Manor - In the execution of the contract the contractor is required in every 

1 respect to comply with a resolution of the Council passed in connection 

| with the payment of the minimum standard rate of wages, which runs 

as follows : — 

Not to accept any tender or to enter into any contract for the 
construction or execution of any work or works from, or with 
any person or firm, unless such tender or contract shall state 
that the person or firm so tendering or contracting do at the date 
of the tender or contract pay to their workpeople the standard 
rate of wages and observe the hours of labour current and 
j recognised in the district in which such work or works may be 

j constructed or executed, and in publishing or issuing any 

advertisement, or application inviting tenders for any work or 
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Name of Local Authority. 

Conditions. 

Councils of Boroughs 
not being County 
Boroughs — cont. 
Aston Manor— cont. 

works, to give notice that the tender of any person or firm paying 
less than such standard rate of wages or not observing the hours 
of labour recognised in the district, will not be accepted. If at 
any time after the signing of the contract it shall be proved to 
the satisfaction of the Council that such standard rate of wages 
is not so paid, or that such hours of labour are not so observed, 
the Council shall be at liberty to rescind the contract or at their 
option to refuse to allow the offending person or firm to again 
tender for any work undertaken by the Council. This condition 
shall form part of the contract and shall be construed to extend 
to the acts of sub-contractors (if any). 

Bacui* - 

The contractors shall pay to the workmen employed by them for the 
purposes of the contract the standard rate of wages for the time being 
payable in respect of such or the like employment within the town or 
other place where that employment takes place, and iu case there be 
any default on their part or on the part of any sub-contractor in this 
respect the contractor shall be held liable for any loss to the 
Corporation caused by the violation of his contract. 

Barnsley 

The contractor shall pay to workmen, whether artisans or labourers, not 
less than the minimum standard rate of wages paid for the time 
being in each branch of trade in the district in which the work the 
subject of the contract is to be done, as accepted by the various 
trades unions, and shall observe the recognised hours and proper 
conditions of labour, and also shall not sub-let the said work or any 
part thereof except on the terms that the sub-contractor or sub- 
contractors shall enter into a contract similar to this contract, and on 
the further terms that the contractor shall be responsible for the 
terms of contract being carried out by such sub-contractor or sub- 
contractors. 

Basingstoke - 

The contractor shall constantly employ on the works a competent 
foreman or agent and such foreman or agent shall on behalf of 
the contractor receive and carry out all such instructions as mav be 
given by the engineer of the Council. 

The contractor shall employ in and about the works only such 
workmen as are competent in the opinion of such engineer. 

Batley - 

The contractor or sub-contractor shall pay his workpeople (whether 
artisan or labourer) not less than the minimum standard rate of 
wages of the district in each branch of trade where the work is 
performed and shall observe the recognised hours and conditions of 
labour in each respective trade. 

Bkwdley 

To pay the usual wages paid for similar work in the district. 

To employ in and about the execution of the works only such 
workmen as are careful and skilled in their various trades and 
callings. 

Bridlington 

The contractor shall at all times during the continuance of the contract 
abide by, perform, observe, fulfil, and keep all and singular the 
stipulations following, that is to say : — 

(а) The contractor shall pay every workman employed by him, 
whether in or about the execution of the contract or otherwise, 
wages and wages for overtime respectively, at a rate not less 
than that recognised in the district where the work or any part 
of it may be done, as the standard rate of wages iu such 
workman’s trade. 

(б) The contractor shall observe and cause to be observed by each 
workman hours of labour not greater than the hours of labour, 
and also the conditions of labour (other than any condition that 
union men only shall be employed), usually observed in the trade 
of such workman in such district. 

(c) The foregoing conditions shall not apply to any trade or trades 
during the existence of a general lock-out in such trade or trades. 
The corporation shall be the sple judges as to whether such a 
general lock-out exists. 

BRiGaousK 

In the contracts for team labour, it is specified that the standard rate 
of wages in force in the borough shall be paid to the drivers, and 
that one driver shall have charge of one cart only. With this 
exception, no conditions are specified in regard to the persons to be 
employed by contractors. 

C 4 


Printed image digitised by the University of Southampton Library Digitisation Unit 



24 CONTRACTS OF LOCAL AUTHORITIES (WAGES) RETURN. 

Name of Local Authority. I Conditions. 


Councils of Boroughs 
not being County 
Boroughs — cont. I 

Bromley - - So far as necessary the contractor shall employ such of the unem- 

ployed workmen residing in Bromley in the execution of the works 
j as are competent to carry out the same ; the proportion of these 

: men being not less than 75 per cent, of the total number employed 

on the works provided such a number of competent unemployed 
workmen residing in Bromley are available. 
i The contractor shall pay such rate of wages and observe such hours of 
labour as are generally accepted as fair in the respective trades. 

Borslem . The contractors shall pay not less than the standard rate of wages to 

I all workmen employed by them, and shall conform to all recognised 
trade rules, and shall not employ or enter into a contract with 
1 any sub-contractor unless such sub-contractor or sub-contractors 
conform to the same conditions ; and also shall from time to time, 

I when called upon by the town clerk, the engineer, or other duly 

I authorised agent of the Corporation, furnish such particulars and 

I produce for inspection such books and documents as the Corporation 

[ or town clerk or the engineer may consider necessary for the purpose 

l of proving compliance with these conditions. 

Carlisle - - The contractor shall pay all workmen employed by him in carrying 

out the contract, not less than the standard rate of wages paid by 
l other employers of labour in the city in each branch of trade, and 
shall observe their recognised hours and conditions of labour. The 
same conditions shall apply to sub-contractors. 

Cheltenham - - The contractors shall pay for all labour employed by them for the 

j execution of the works not less than the standard rate of wages 
prevailing in each branch of the trade at the time of the execution of 
I the contract. 

Chippenham - - : The only condition is, that if the Council are dissatisfied with any work- 

man or foreman, &c., either on the ground of incompetency or miscon- 
I duct, the contractor shall discharge such person within 24 hours after 
j notice in writing. 

Chorley - - - j No conditions specified as a rule, but in one instance the contractor was 

. required to pay to the whole of his workmen such rates of wages, and 
! observe such hours of labour, as are recognised by the Master 
i Builders’ Association of Chorley and trades unions, and also to supply 
| the Council with the schedule rate of wages adopted by him. 

Clifton Dartmouth , All workmen employed to be good mechanics and well-behaved- If the 
Hardness. ■ conduct of any .man should be, in the opinion of the borough surveyor, 

J unsatisfactory in any way, he shall be discharged at the surveyor’s 
■ request. 

Clitheroe - - All contractors doing work for the Corporation are expected to pay 

their workmen engaged on such work, the recognised rate of pay 
ruling for the same in the borough. 

Colchester - - If the surveyor shall at any time consider any foreman, manager, or 

I workman, who may be engaged on or in relation to the works, to be 
objectionable, or in anywise incompetent or acting improperly, he 
may dismiss any such foreman, manager, or workman; and if the 
contractors shall refuse or neglect, for the space of two days, after 
notice of such dismissal, to appoint a foreman, manager, or workman, 
j to be approved by the surveyor in the place of the one dismissed, 

j then in such case the surveyor shall be at liberty to employ some 

other person in the place of the person dismissed at such wages as he 
shall think fit, and the wages of the person to be so employed by 
. j the surveyor shall be paid by the contractors, and if they refuse or 
neglect to pay the same the Council or the surveyor shall be at 
| liberty to pay the same and to deduct the same from any moneys 

! which may then be, or may thereafter become due, to the contractors 

j or to recover the same from them by legal process, and the person 

or persons so employed by whomsoever paid shall not afterwards be 
I discharged without the consent of the surveyor. 

* In the contracts for the erection of a new town hall, and construction 

of tramways respectively, the following clause was inserted, viz. : — 
Rate of Wages . — The wages paid in the execution of this contract 
shall be those generally accepted as current in each trade for 
competent workmen in the district. The contractors shall put 
up and maintain in a conspicuous position on the works a notice 
| to this effect. 
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Name of Local Authority. 


Conditions. 


Councils of Boroughs 
not being County 
Boroughs — cont. 


Colne 


The contractor shall pay the workmen employed by him on the contract 
not less than the local current standard rate of wages in each branch 
of the trade at the date of the contract, and should he sublet any 
portion of his contract, he must see to the sub-contractor adhering to 
i this condition as far as possible. 


Cue we - - - | The contractor shall not, in the execution of the works, purchase from 

I any member of the Council any material whatsoever to be used for the 
j purposes of the works. 

[ The contractor shall pay the workmen engaged on the work not less 
[ than the usual rate of wages for work of a similar nature in the locality, 
j and in the event of the contract or any portion of the same being 

! sublet, the contractor shall agree to bind the sub-contractor in like 

| terms and similar manner. 

| The contractor shall, so far as practicable, employ local labour to carry 
| out the works the subject of the contract. 


Darlington - - The contractor shall pay the rate of wages and observe the hours of 

| labour recognised and agreed upon between the trades unions and 
J employers respectively within the borough of Darlington, or such 
j rate of wages and hours as are equivalent thereto. 


Darwen 


Denbigh 


- | The contractor shall at all times during the execution of the contract 
pay to his employees, whether artisans or labourers, not less than the 
minimum standard rate of wages paid for the time being and recog- 
nised as fair in each branch of industry, and shall conform to the 
| hours and proper conditions of labour generally recognised in such 
industry. Penalty for wilful breach of this contract shall be 2 per 
cent, upon the gross amount of the contract. 

The contractor shall not sublet the contract, or any part thereof, except 
! on the written sanction of the borough engineer, and on the terms 
| that the contractor shall be totally responsible for the terms of the 
contract being carried out by the sub-contractor, and in case of any 
breach of this condition the Corporation may, if they think fit, deter- 
mine the contract and seize the plant and materials for liquidated 
damages in respect of such breach. 

Contractors are required to pay such rates of wages as are current in 
the county of Denbigh. 


Droitwich 


Durham 


0 . 190 . 


The contractor shall pay to the efficient and capable workmen employed 
by him in connection with the' manufacture or preparation of any of 
the goods, not less than the minimum standard rate of wages in each 
branch of the trade. 

The contractor shall employ, both for skilled and unskilled labour, 
workmen (other than foremen and gangers) who have resided in 
Dover for a period of not less than six months immediately preceding 
the commencement of the work, preference being given to married 
men and men with families to support, and the contractor shall on 
the request in writing of the engineer cease to employ any man who 
does not come within this description, and he shall report to the 
engineer any such workman who does not give satisfaction. 

The contractor shall, upon the request in writing of the engineer, 
forthwith dismiss from the works any workman or other servant who 
shall be incompetent or who shall refuse or neglect to observe the 
instructions given from time to time. 

The wages paid in the execution of the contract shall be the trades 
union rate in each trade from time to time paid to competent work- 
men in such trade in the borough. 

There have been no special conditions in the last two contracts, but the 
rate of wages paid by the contractors have been in excess of the 
average rate in the district. A clause is generally inserted binding 
the contractor not to pay a less wage than the average rate in the 
district. 

Contractors are required to pay to the workmen employed on the 
works not less than the minimum standard rate of wages and to 
observe the recognised hours of employment in the district for 
each class of labour, respectively, and may not sub-let the work to 
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Name of Local Authority. Conditions. 


Councils of Boroughs 
not being County 
Boroughs — cont. 

Durham — cont. another contractor in the same line of business without the consent of 

the Council. If the contractor fails to comply with this condition he 
becomes liable to pay the council a penalty of 50 1. which sum they 
may deduct from any moneys due to him under the contract. 

East Ham - - The contractor shall pay to” the whole of his workmen trade union rate 

of wages, and shall observe such hours of labour as are recognised by 
the trades unions in the locality where the work is done. 

Eccles - - The following conditions shall apply to a contract except so far as 

the same relates to the supply of raw materials, patented articles, 
and natural products : — 

(a) The contractor shall pay to his workmen the standard rate of 
wages and observe the hours of labour recognised locally by the 
associations of employers and the organised bodies of workers in 
the various trades engaged in carrying out the contract. In this 
clause the word “ locally ” refers to the respective districts in 
which the work is being done. 

( b ) Should the Corporation have, in their opinion, reasonable 

grounds for believing that the provisions of paragraph (a) of this 
clause are not being complied with, the contractor shall, when 
required by the Committee 

of the Corporation, produce proof (to the satisfaction of that 
Committee) of his compliance with the said provisions. 

(c) If the contractor desires to underlet any portion of the work 
which may not be produced or executed by him in the ordinary 
course of his trade or business, he shall first obtain the consent 
of the Corporation so to do, and every such sub-contract shall be 
subject to the provisions hereinbefore contained. 

(d) The contractor shall, when required by the Corporation so to 
do, submit for their approval the names of his proposed sub- 
contractors, but no such approval by the Corporation shall be 
held to relieve the contractor of his obligations under the 
contract. 

(e) In the event of non-compliance by the contractor with any of 
the provisions of this clause, the Corporation may by resolution 
of the Council (to take effect immediately if the Council so 
decide) absolutely determine the contract, and may proceed to 
complete the works either by contract or otherwise and all and 
any expense or expenses (in excess of the amount payable under 
the contract) which may be incurred by the Corporation by 
reason of the determination of the contract as aforesaid shall be 
borne by the contractor and may be deducted from any moneys 
due or to become due to him under the contract or recovered by 
action as the Corporation may think fit. 

The contractor shall not in any case transfer or assign the contract or 
any part thereof directly or indirectly without the written consent of 
| the Corporation nor shall he sublet the contract or any part thereof 
except in accordance with the foregoing conditions. 

Evesham - _ In any case of contracts the Council would stipulate that standard wages 

in the locality be paid. 

Folkestone - - The contractor shall, as far as possible, employ local workmen in 

executing the works. 

The contractor shall, in the execution of the works, pay to all workmen 
employed by him in connection therewith the standard or recognised 
rate of wages of the district for the particular work in which those 
men are employed. 

Gillingham * - In all cases the contractor shall pay or cause to be paid to all persons 

employed by him in the erection and completion of the works, the 
current rate of wages of the Medway district as recognised by 
the trades unions or the workmen’s and masters’ association of the 
district, and the contractor shall produce, for the inspection of the 
architect, when called upon so to do, his wages sheet or books, in 
proof of the same, and should the contractor refuse to pay such rates 
of wages, the architect shall be empowered to pay any such workman 
or workmen the difference between the rates paid by the contractor 
and the standard rate, and deduct the amount of such costs from any 
sum or sums that may be due to the contractor on account of the 
works. The architect shall, as often as may be required, furnish 
a certificate that the standard rates of wages and hours of labour 
have been observed by the contractor in accordance with these 
conditions, 
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Harrogate 


Hartlepool 
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Authority. Conditions. 


Boroughs 

County 

cont. 


The contractor shall pay the standard rate of wages paid in the district 
of the borough of Glossop to competent workpeople employed by 
the contractor, and observe the hours of labour recognised by local 
authorised bodies of workers in the said district. 

The contractor shall not prohibit his workpeople from joining trade 
societies organised for mutual defence. 

The contractor shall not assign or underlet the contract, or any part 
of it, or sub-contract, except with the consent of the Corporation, and 
upon such conditions as they may think fit. But the contractor at 
the time of tendering, having stated his desire to sublet portions of the 
work not usually done by him, the Corporation would consent thereto 
provided that the sub-contractor was a person approved by them. The 
contractor shall be responsible, however, for all work done, and for 
its being carried out under the same conditions as if executed by 
himself. 


- No conditions as to wages, but a condition that, as far as possible, only 
local men be employed. 

The contractor shall give an assurance that he will pay all com- 
petent workmen employed upon the contract the standard rate of 
wages as hereinafter defined. Such standard rate of wages to be 
deemed to be the rate mutually agreed upon by the masters’ 
association and the trade unions respectively concerned, or in case 
there should at any time be no such rate as aforesaid, then such rate 
of wages to be deemed to be that last mutually agreed upon by the 
masters’ association and the trade unions respectively concerned. 

Should a dispute at any time arise in respect of the above conditions 
or anything therein contained, the same shall be referred to the 
contracts committee for their decision, or to a competent person to 
decide the same. 

The contractors shall pay the standard rate of wages and observe the 
hours of labour for the time being in force in the district. 

No conditions as to wages. Other conditions as to dismissal of workmen 
and subletting are included in the contract as follows : — 

Dismissal of Workmen . — The engineer or his agent shall have full 
liberty and power to discharge or order to be discharged forthwith 
any foreman or any one or more of the workmen or persons 
employed on the works who may appear to him to be incompetent 
or act in an improper manner, and he or they shall not be 
employed on the works again without the permission of the 
engineer. 

Subletting. — All the works shall be done by the contractor and 
with his own men, and the contractor shall not relet, sublet, 
or assign his contract or any portion of it without the express 
and written permission of the engineer. 


The contractor shall pay to his workmen the standard rate of wages in 
the town, and observe the working hours and conditions of labour as 
recognised by the members of the trades unions and employers of the 
town. 

Contractors are required to pay the trades union rate of wages to the 
workpeople in their employ. 

- Contractors are required to pay their workpeople'^ least the standard or 
trade union rate of wages, and observe the trade conditions which 
attach to the various kinds of work. 


The contractor shall employ in the execution of the works a competent 
person, to whom all notices and orders may be given during the 
absence of the contractor, and such a number of workmen as the 
engineer may from time to time deem necessary ; and the engineer 
may discharge from the works any person who, in his opinion, shall 
be incompetent or unfit to perform the work on which he shall be 
I employed. When, in the opinion of the engineer, expedition is oi 
importance, the contractor shall, if and thereunto required by the 
| engineer, provide extra workmen and work overtime. 

D 2 


Printed image digitised by the University of Southampton Library Digitisation Unit 



28 CONTRACTS OF LOCAL AUTHORITIES (WAGES) RETURN. 


Name of Local Authority. 

Conditions. 

Councils of Boroughs 
not being County 
Boroughs — cont. 


Hyde - 

The contractors shall pay not less than the standard rate of wages 
obtained in the district where the work for carrying out the con- 
tract is done, and observe the hours and conditions of labour 
obtaining in such district, or such hours and conditions as are 
equivalent thereto ; provided that where the class of work required 
to be done is a regular industry in the borough of Hyde, the rate of 
wages and hours and conditions of labour to be paid and observed 
shall be not less favourable to the workpeople than those obtaining 
in the borough of Hyde. This condition shall apply to all sub- 
contractors. In towns where for the class of labour to be employed 
there are a rate of wages and conditions of labour recognised by 
associations of employers and trade unions, and in practice obtaining, 
the words “standard rate ” and “conditions of labour” shall mean 
such rate and conditions of labour respectively. Every contract shall 
contain a clause providing for the payment of damages for every 
breach of these conditions. 

Ilkeston - 

That the work be done by means of workmen to whom the standard 
rate of wages (current in the district) is paid. 

Keighley 

The contractor shall pay such rate of wages and observe such hours of 
labour as are generally accepted as fair in this district, and, in the 
event of any charges to the contrary being established against him, 
the contract shall become voidable by the Corporation, and he 
becomes liable to be disqualified from entering into any future con- 
tract with the Corporation. 

Kidderminster 

All work comprised in the contract shall be executed by the contractor 
and his own properly qualified workmen skilled in their respective 
trades or handicrafts, and the contractor must undertake not to pay 
less than the minimum standard rate of wages for the district in 
which the work is done. 

The contractor is also expected to employ local labour, as far as 
possible, in carrying out the works herein specified under the direction 
and sanction of the engineers, and when in their opinion it is advisable 
to do so. 

Lancaster 

The contractor undertakes that in executing the contract all work- 
people employed on or in connection with the work shall be paid 
the regular standard rate of wages as recognised by the various trade 
unions and employers associations in the borough of Lancaster, or in 
the district in which the work is being executed; and that the hours 
and conditions of labour as recognised by such trade unions and 
employers association shall be observed. 

Launceston - 

Ho conditions with regard to the persons to be employed, were inserted 
in the last contract entered into for the construction of works, but 
in a contract dated 10th January 1898, for constructing works of 
sewerage and sewage disposal, the following condition was inserted : — 
The contractor shall pay the standard rate of wages to his 
workmen, and none but properly qualified workmen are to be 
employed upon the works. 

Leigh - 

The contractor shall pay to the workmen employed by him in or 
about the works referred to in the contract the standard rate of wages 
recognised for the time being in their respective employments. 

Loughborough 

The contractor shall, in carrying out the contract, pay or cause to be 
paid not less than the current local standard rate of wages to all 
workmen and labourers employed on the works. In case of any 
breach of this condition, the contractor shall pay to the Council the 
sum of 51. for such breach as and for liquidated damages. 

Lowestoft - 

Ho conditions in contracts entered into with local firms. In contracts 
for electric lighting and tramway work the clause set out below was 
inserted in the contracts. 

Rate of Wages.— The contractor will be required to pay all men 
employed by him upon the works the subject of this contract the 
regular trades union rate of wages for the class of work done by such 
men in force at the date of his tender and to observe the recognised 
trades union number of hours to be worked by them. 
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Name of Local Authority. 

Conditions. 

Councils of Boroughs 
not being County 
Boroughs — cont. 
Lyme Regis 

If any workman or other person employed by the contractor in or about 
the execution of the works shall at any time, in the opinion of the 
said surveyor, be incompetent or conduct himself improperly, and 
the said surveyor shall give notice in writing thereof to the contractor, 
the contractor shall within twenty-four hours from the service of 
such notice, discharge from the works such workman or other person, 
and in default of such discharge it shall be lawful for the said 
surveyor to discharge such workman or other person, and to hire or 
employ any other person in his stead at the expense of the contractor ; 
and such expense, if not previously paid shall be deducted from 
the next payment that may become due to the contractor under this 
contract. 

Macclesfield 

Contractors are required to pay the trade union rate of wages, work 
the recognised number of hours, and observe the accepted conditions 
of employment in the district. 

Maidstone 

The contractor shall pay the trades union rate of wa«es in force in the 
district. 

Mansfield 

The rate of wages to be paid by the contractor to the men employed by 
him in connection with the contract shall be at and after the rate of 
wages paid to workmen employed in a similar capacity in any works 
in the neighbourhood. 

Margate 

The contractor shall pay the standard rate of wages of the different 
trades represented in the district, and shall also observe such 
hours of labour as are the standard of the particular trade in the 
district. 

Middleton 

The contractor shall pay his workpeople the standard or trades union 
rate of wages at least, and observe the trade conditions which attach 
to the various kinds of work contracted for. 

Morecambe 

The contractor shall, in carrying out the contract, pay the rate of wages 
and observe the hours of labour recognised and agreed upon between 
the trades unions and the employers respectively in the district or such 
rate of wages and hours as are equivalent thereto. 

Morley - - j 

The contractor shall at all times during the continuance of the contract 
abide by, perform, observe, fulfil, and keep all and singular the 
stipulations, that is to say : — 

The contractor shall pay every workman employed by him, whether 
in or about the execution of the contract or otherwise, wages and 
wages for overtime respectively, at a rate not less than that 
recognised in the district where the work or any part of it may 
_ be done, as the standard rate of wages in such workman’s trade. 

Hie contractor shall observe and caused to be observed by each 
workman hours of labour not greater than the hours of labour, 
and also the conditions of labour (other than any condition that 
union men only shall be employed), usually observed in the trade 
of such workmen in such district. 

The foregoing conditions shall not apply to any trade or trades 
during the existence of a general lock-out in such trade or 
trades. The Corporation shall be the sole judges as to whether 
such a general lock-out exists. 

Neath 

The following clause is always inserted in the contracts : — 

The contractor in carrying out the contract shall pay the rates of 
wages and observe the hours of labour recognised and agreed upon 
between the trades unions and the employers respectively in the 
locality in which the work for carrying out the contract is to be 
performed, or such rates of wages and hours as are equivalent or 
approximate thereto, and shall, as far as practicable, employ local 
labour ; and the contractor is specially required in employing work- 
men to give reasonable preference to those living in the borough of 
Neath who are unemployed. 

Newark - 

1 

The engineer shall have full power from time to time to object to and 
dismiss any foreman, superintendent, or workman employed by the 
contractor who shall, in the opinion of the engineer, be incompetent, 
or shall misconduct himself, or be negligent in the due and proper 
performance of his duties ; and the contractor shall replace immediately 
any person or persons so discharged. 
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Conditions. 

Councils of Boroughs 
not being County 
Boroughs — con t. 
Newcastle - under - 
Lyme. 

The contractor shall as far as possible employ persons resident within 
the borough. 

Ossett - - ; 

All contracts contain a clause that the contractor shall pay the standard 
rate of wages prevailing in the district. 

Oswestry - - ! 

The contractor shall pay to his various workmen employed in the 
execution of the contract not less than the standard rate of wages 
accepted and agreed upon by the various trade societies and masters’ 
associations of the town. 

Peterborough - 

The wages paid shall be those generally accepted as current in each 
trade for competent workmen in the district where the work is 
carried out. 

Pudsey 

The contractor shall pay his workmen not less than- the minimum 
standard rate of wages in the district for each class of labour 
respectively, and shall observe the recognised hours and conditions 
of labour generally, and shall forfeit to the Corporation the sum of 1/. 
for each infringement of this condition, and a further sum of 11 . for 
each day such infringement continues after his attention has been 
called to it. 

Pwllheli - 

No conditions as to wages. 

The following is an extract from the conditions of the contract for 
improvements to the harbour works : — 

The contractor shall employ in and about the execution of the 
works only such agents, clerks, foremen, superintendents, and 
workmen as are careful, skilled, and experienced in their several 
trades and callings. 

Ramsgate 

The only condition contained in contracts is the power given to the 
borough engineer to have discharged any workman on account of 
misconduct or bad workmanship. 

Rawtenstalt, - 

The contractors shall pay the standard rate of wages to the whole of their 
workpeople, and observe the hours of labour recognised by the local 
organised bodies of workers in the various trades affected in the district 
where the work is being executed. No tender will be accepted from 
any firm which prohibits its workpeople from joining trade societies. 
Should the Corporation have, in their opinion, reasonable grounds for 
believing that the above conditions are not being complied with, the 
contractor shall be required to produce proof (to the satisfaction of 
the Corporation) of his compliance therewith. The contractor shall 
not assign or underlet the contract, or any part of it, or sub-contract, 
except with the consent of the Corporation and upon such conditions 
as they may think fit; but if the tenderer at the time of tendering states 
his desire to sub-let any portions of the work not usually done by 
him, the Corporation will consent provided that the sub-contractor 
is a person approved by them. The principal contractor shall be 
responsible, however, for all work done and for its being carried out 
under the same conditions as if executed by himself. Failure to 
comply with any of these conditions shall leave it within the power of 
the Corporation to cancel the contract. 

Reigate - - 

The contractor shall pay not less than the minimum standard rate 
of wages for the district in which the work is done. 

Richmond, Surrey - 

The contractor shall pay such rates of wages and observe such hours 
of labour as are generally accepted as fair in his trade, and shall not 
sub-contract or underlet the contract or any part thereof without the 
previous consent of the Council. 

Rochester 

The contractor shall pay to his workmen not less than the minimum 
standard rate of wages, and shall observe the recognised hours of 
employment in the district for each class of labour respectively. 
If the contractor fails to comply with this condition he shall be 
liable to pay to the Corporation a penalty of 100/., which sum they 
j may deduct from any moneys due or which may become due to him. 

Rom sky 

I 

j The only condition with regard to the persons employed by the con- 
tractor is that such contractor shall employ skilful and competent 
1 workmen to carry out the works. 
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Name of Local Authority. 

Conditions. 

Councils of Boroughs 
not being County 
Boroughs — cont. 

St. Albans 

There is no standing order as to the insertion in contracts generally 
of a condition referring to wages, but in the last contract the 
following condition was inserted : 

The contractor shall pay the trades union rate of wages now 
current in the district in respect of all such work included in 
the contract to which such rate of wages applies. 

This condition was inserted in pursuance of a resolution of the Council 
applying specially to the contract in question. 

Scarborough - 

No person who may be employed by the contractor in carrying out any 
work under the contract shall be paid less than the rate of wages or 
be obliged to work during longer hours (except as overtime to be 
paid for accordingly) than such wages and hours as shall for the time 
being be customary in the borough of Scarborough in the trade or 
occupation to which such person may belong. 

Shrewsbury 

The wages paid in the execution of the contract shall be those generally 
accepted as current in each trade for competent workmen in the 
district. 

No portion of or share or interest in the contract or in any money 
due or to become due thereunder shall be transferred or assigned 
without the written permission of the Council. Sub-letting, other 
than that which may be customary in the trades concerned, is 
prohibited. 

Smethwick 

The contractor shall pay all workmen and persons engaged upon any 
works, the subject of the contract, the full and usual wages payable 
to persons engaged upon works of a similar nature and only require 
such persons to work the usual hours per day that workmen are 
employed on similar works. If the contractor shall fail to observe 
and carry out this condition the Corporation may from time to 
time deduct from the moneys payable to the contractor such sums 
as they may think necessary to make up the fair and proper wages 
of such workmen and persons, and may themselves apply such 
deductions in payment of such fair and proper wages, and the Cor- 
poration may also, if they think fit, if the contractor shall fail to 
carry out this condition cancel the contract and employ any other 
person or persons to carry out the same and the contractor shall pay 
to the Corporation any loss which they may sustain thereby. 

Southend-on-Sea 

The contractor shall pay for all labour required in connection with the 
works the ordinary standard rate of wages of the locality, and he shall, 
except with a written sanction of the borough engineer to do other- 
wise, carry on the work during the ordinary hours of labour. The 
contractor shall also give preference, as far as possible, to local labour. 

Southport 

All persons submitting tenders are required to declare that they pay 
the recognised standard rate of wages current in their respective 
trades. A tender not containing the necessary declaration would not 
be considered, nor would the tender be accepted unless the statement 
was accurate. 

Stafford 

The wages paid in the execution of a contract shall be those generally 
accepted as current in the trade for competent workmen in the 
district. 

Stockton-on-Tees 

The contractor shall pay the standard rate of wages recognised by the 
trades unions within the borough of Stockton-on-Tees and shall 
observe the recognised rules and customs with respect to working 
hours. 

Stratford-upon-Avon 

No conditions in the smaller contracts, but usually in the larger ones. 

In a contract for sewage works, entered into on the 23rd September 
1904, it was provided : — • 

All work comprised in this contract shall be executed by the 
contractor and his own properly qualified workmen skilled in 
their respective trades or handicrafts, and the contractor must 
undertake not to pay less than the minimum standard rate of 
wages for the district in which the work is done. 

The contractor will also be expected to employ local labour, as far 
as possible, in carrying out the works herein specified under the 
direction and sanction of the engineers, and when in their 
opinion it is advisable to do so. 
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Sotton Coldfield - j The contractor shall observe and cause to he observed the recognised 
customs and conditions as to standard rates of wages and working 
hours which prevail in each particular trade in the borough of 
Sutton Coldfield both as regards materials and labour, otherwise a 
sum of 51. shall in each case of default become payable by the 
contractor as and for liquidated and ascertained damages and not 
by way of penalty, and the Corporation may deduct any amount 
which may become so payable from any moneys due hereunder or 
may sue for the same in any competent Court. 


Swindon 


Ta 


51 WORTH 


TODMORDKN' 


The contractors undertake that in cariying out the contract all work- 
people employed in, on, or in connection with the works shall be paid 
the regular standard rate of wages as recognised by the various trades 
unions and employers’ associations in the district of Swindon or the 
district in which the work is being carried out, as the case may be, 
and that the hours aud conditions of labour as recognised by such 
trades unions and employers’ associations shall be observed. Provided 
always that the contractors shall pay a minimum wage of 1 1. per week 
to every able-bodied workman employed by him in, on, or in connection 
with the works to be carried out under the contract. In case of any 
breach of any of these conditions by the contractors, the Corpor- 
ation reserve the right to refuse to consider any tender sent in by 
the contractor for any class of work which the Corporation require 
to be done. Any question arising as to what are the standard rate of 
wages and hours and conditions of labour, to be settled by the 
particular employers’ and workmen’s associations respectively of the 
particular trade concerned. 

The contractor shall pay to all persons engaged by him in carrying out 
the works mentioned in the specification such wages as are generally 
recognised as the standard rate of wages in each trade for competent 
workmen, and shall from time to time, whenever required so to do, 
produce to the Council sufficient evidence that such wages are paid 
by him. 

The contractor shall pay to the workmen employed by him not less than 
the minimum standard rate of wages in each branch of the trade, and 
shall observe and cause to be observed by such workmen hours of 
labour not greater than the hours of labour fixed by each branch of 
the trade, and shall observe the rules of the trades’ association as 
applicable to the contract. In case of any breach by the contractor 
of these conditions, and notwithstanding the condonation by the 
Council of any prior breach, the Council may, by notice in writing 
under the hand of the town clerk or surveyor of the Council, give 
to the contractor or send through the post addressed to him or 
them at his or their usual or last known place of abode or business, 
determine the contract. 


Torqoay - - | The contractor shall employ only competent workmen in the several 

trades, pay not less than the recognised rate of wages for each class of 
| work, and, consistent with the due efficiency of the work, employ as 
| much local labour as possible. 


Wakefield - - j The contractor or sub-contractor shall pay his workpeople not less than 

| the minimum standard rate of wages paid in the district in which the 

I contract is to be executed, and also observe the recognised hours and 

; conditions of labour in their respective trades. 


Wallsend - - J The contractor shall pay or cause to be paid to all workmen engaged in 

1 the work the usual rate of wages for the like work in the district. 


Widnes 


The contractor shall not sublet or sub-contract any part of the work 
without the authority and consent in writing of the Corporation. 
And in the event of any breach of this condition the contractor shall 
pay to the Corporation the sum of 50Z. as and for liquidated damages 
and not by way of penalty. 

! The contractor, in carrying out his contract, shall pay the rate of wages 
I and observe the hours of labour recognised and agreed upon between 
the trade unions and employers respectively in the borough of Widnes, 
; or such rate of wages and hours as are equivalent or approximate 
| thereto. 
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Name of Local Authority. 

Conditions. 

Councils of Boroughs 


not being County 
Boroughs — cont. 


Winchester 

The contractor shall pay to all persons engaged by him in or about the 
works the standard rate of wages commonly paid to workmen engaged 
in similar work, and shall from time to time whenever required so° to 
do, produce to the town clerk or the Corporation sufficient evidence 
that such wages are and have been paid by him. 

Workington - 

The contractor shall pay to all persons engaged by him in carrying out 
the works mentioned in the specification such wages as are generally 
recognised as the standard rate of wages in each trade for competent 
workmen, and shall from time to time, whenever required so to do, 
produce to the Council sufficient evidence that such wages are paid 
by him, and also that none of the said work is sublet contrary to the 
| provisions in the specification. 

Worthing 

j The contractors shall employ in . the execution of the works such 
number of workmen and labourers as the surveyor may from time to 
time deem necessary, and where in the opinion of the surveyor 
expedition is of importance, shall employ extra workmen and labourers 
and require them to work overtime. The surveyor shall have power 
to remove any one of- more of the workmen or labourers whom he 
may consider incompetent or who may conduct himself or themselves 
improperly, without notice, and any person or persons so dismissed 
shall not again be employed by the contractors on the works without 
the permission of the surveyor. 

The contractors shall pay to the workmen and labourers employed 
by them for the purposes of the contract and during its continuance 
the standard recognised rate of wages paid within the borough to 
workmen and labourers of the like description, or such wa"es as are 
generally accepted as fair in the trade. 

The contractors shall not, under any circumstances, give any gratuity 
or advantage of any kind whatever to any person employed by or on 
behalf of the Corporation. 

Wrexham 

The contractor shall pay not less than the minimum standard rate of 
wages of the district in which the work is produced or done, and 
shall observe the hours and conditions for the time being recognised 
by the different trade societies in the said district, having reference 
to the kind of work contracted for ; and shall not sub-let any portion 
of the contract except upon the like terms and conditions above 
referred to, otherwise a penalty of 20/. will in any and every such 
case be incurred and become payable. 

Councils of Metropoli- 
tan Boroughs. 

Battersea 

The contractor shall pay to every workman employed by him the full 
rate of wages according to the scale prescribed lor the' time being by 
the trade union of which such workman shall be a member, or if he 
be not a member of any trade unioD, by the trade union then existing 
in connection "with the trade or branch of trade in which such 
workman shall be employed. And if, and whenever, the contractor 
shall fail to perform the obligation imposedupon him by this condition, 
he shall on demand pay to the Council in respect of every workman 
paid at a rate lower than the union rate for the time being a sum of 
1/. for every week during such default as ascertained and liquidated 
damages, or the Council may at its option, by notice under the hand 
of the town clerk or other duly authorised officer, determine the 
contract forthwith. 

Bermondsey 

The contractors shall agree to the following conditions respecting wa°"es 
ana hours of labour to be observed in regard to all workmen employed 
iu connection with the contract : — 

(1) The contractor shall pay all workmen (except a reasonable 
number of bound apprentices) in his employ and engaged upon 
the contract or any part thereof, wages and overtime wages at 
rates not less than the rates recognised by associations of employers 
and trade unions in the district where the work is executed, and 
also observe hours of labour and all other conditions similarly 
agreed upon. Unskilled labour in uo case being paid less than 

per hour. 

(2) The contractor shall furnish with the tender full particulars of 
rates of pay and hours of labour of workmen who may be 
employed on the contract, and cause a clearly written or printed 
copy of the same to be displayed in a place convenient for the 
workmen on any works or other place where work for the 
contract is being executed. 

O. ! 90. 

E 
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Councils of Metropoli- j 
tan Boroughs — cont. j 

Bermondsey — cont. j (3) The contractor shall, whenever called upon by the town clerk, 

produce to such officer as the town clerk may direct, the time 
and wages book or sheets of the contractor. 

(4) Should any workman be not paid the rate hereby agreed upon 
the Council may pay to such workman the difference, and deduct 
the amount from any moneys due or to become due to the 
contractor. 

(5) The contractor shall not without the written consent of the 
Council, signed by the town clerk (which consent may be given 
subject to such conditions as the Council may think fit to impose), 
assign, underlet, or make any sub-contract in respect to the 
contract or any part thereof. In the event of the Council 
permitting any such sub-contract, the contractor shall remain 
responsible to the Council for the rigid observance of all the 
foregoing conditions, and the consent of the sub-contractor to 
the same shall be signified in writing. 

(6) In case of any breach by the contractor of any of the aforesaid 
stipulations, it shall be lawful for the Council to determine the 
contract, and the contractor shall be liable for any extra expense 

| involved in obtaining the articles to be supplied under the 

| contract. 

Bethnal iitiicEN - i Any person or firm sending a tender to the Council for the supply of 
goods or materials shall make a declaration that he or they pay such 
rates of wages and observe such hours of labour as are recognised b 
the trades unions in the locality where the work is done. 

Every contract entered into by the Council shall contain a stipulation 
that the contractor shall pay such rates of wages aud observe such 
hours of labour as are recognised by the trades unions in the locality 
where the work is done, and a further stipulation that the con- 
tractor shall not sub-let any portion of the contract without the 
| previous written sanction of the Council, and provide that, in the 
I event of the contractor supplying any goods or materials or acting 
contrary to the stipulations of the contract, the Council shall be at 
; liberty to obtain such goods or materials elsewhere, and any excess of 
l cost arising therefrom shall be paid by the contractor on demand. 

Camberwell - | In a contract entered into in 1905, for the paving of certain roadways, 

J the following conditions were included : — 

The contractor shall at all times during the continuance of this 
contract abide by, perform, observe, fulfil and keep all and 
singular the stipulations following, that is to say : — 

(1) The contractor shall pay all workmen employed by him 
in and about the execution of this contract or any part 
thereof, wages and wages for overtime respectively at 
rates not less than the rates stated or provided for in the 
first schedule* hereto, and for each and every breach by the 
contractor of this stipulation, and, notwithstanding the 
condonation of any prior or other breach, the contractor 
shall, on demand, pay to the said Council, as liquidated 
damages,, and not as a penalty, the sum of 51. 

(2) The contractor shall observe, and cause to be observed by 
such workmen, hours of labour not greater than the hours 
of labour stated or provided for in the said first schedule, 
and for each and every breach by the contractor of this 
stipulation, and notwithstanding the condonation of any 
prior or other breach, the contractor shall, on demand, pay 
to the said Council as liquidated damages, and not as a 
penalty, for each day of week, as the case may be, in which 
any such breach shall be committed and for each workman 
in respect to whom it shall be committed, the sum of 5s. per 
hour for every hour during which, on each day or week, as 
the case may be, each such workman shall be employed 
by the contractor beyond the maximum number of hours 
stated or provided for in the first schedule, provided that 
this stipulation shall not be construed to prohibit overtime, 
if such overtime be in accordance with the rules of the trades 
unions concerned. 

(3) The contractor shall, at all times during the continuance of 
this contract, display and keep displayed upon the site of the 
works and in every factory, workshop or place occupied or 
used by the contractor in or about the execution of this 
contract in a position in which the same may be easily read 

* A schedule .setting out the particulars indicated as regards the various trades was included in the contract. 
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Name of Local Authority. | Conditions. 


Councils of Metropoli- 
tan Boroughs — cont. 


Camberwell — cont . 


by all workmen employed by the contractor in or about the 
execution of this contract, a clearly printed or written copy 
of the said First Schedule hereto, and for each and every 
breach by the contractor of this stipulation, and notwith- 
standing the condonation of any prior or other breach the 
contractor shall on demand pay to the Council as liquidated 
damages, and not as a penalty, for every day during which 
such breach shall be or continue, the sum of 1Z. 


(4) The contractor shall, to the satisfaction of the Council, 
during this contract, provide and keep proper wages and time 
books, in which shall be correctly and promptly entered the 
names of, the wages paidto and the hours of labour observed 
by, all such workmen as aforesaid, and shall, when required, 
produce such books to one or more of the officials of the 
Council appointed by resolution of the Finance Committee, 
or in case of emergency, by the Mayor, to inspect the 
same at all reasonable times on receipt of one day’s notice fn 
writing of such appointment and allow during this contract 
such official or officials to take copies of, or extracts from 
such books, or any of them ; and for each and every breach 
by the contractor of this stipulation, and notwithstanding 
the condonation of any other or prior breach, the contractor 
shall on demand pay to the Council, as liquidated damages, 
and not as a penalty, the sum of 31. 

(5) No such inspection shall be ordered unless and until a 
properly authenticated complaint is received during this 
contract from some or one of the workmen employed by the 
contractor, or on receipt of a complaint of a recognised trade 
union connected with the trade affected, upon the works 
aforesaid in any of the trades enumerated in the schedule 
hereto, shall have been forwarded to the town clerk, signed 
by the persons making the complaint, and stating the actual 
wages paid, the period in respect of which the complaint is 
made, and the names of the persons alleged to have been 
underpaid, and any other alleged breaches of this agreement. 
Before any complaint made by a single workman shall be 
entertained, he shall agree in writing to be bound by these 
conditions, and shall deposit with the town clerk the sum 
of 11., and before any complaint by a combination of two or 
more workmen shall be entertained they shall in like manner 
agree in writing and deposit the sum of 31. with the town 
clerk. And if the Finance Committee shall consider the 
complaint worthy of investigation, the contractor shall then 
deposit with the town clerk a like sum as that deposited by 
the complainant or complainants. If the complaint be sub- 
stantiated to the satisfaction of the Council the amount 
deposited by the complainant or complainants shall be 
returned to him or them, and the amount deposited by the 
contractor shall be forfeited to the Council, and the Council 
shali, out of the sum so forfeited, pay to the complainant or 
complainants such sum as he or they shall in the opinion of 
the Council be entitled to for loss of time, &c., in making 
and substantiating such complaint, but in no case shall the 
amount of such compensation exceed the amount, forfeited by 
the contractor. If the complaint be not substantiated to 
the satisfaction of the Council, the amount deposited by the 
complainant or complainants shall be forfeited, and the 
amount deposited by the contractor shall be returned to 
him, and such compensation for loss of time out of the 
amount deposited as the Council shall consider him entitled 
to, but in no case shall such compensation exceed the amount 
forfeited by the complainant or complainants. 


(6) Should any workman or workmen in the employment of 
the contractor be not paid wages, or wages for overtime in 
accordance with stipulation (1), the Council may pay' to any 
workman Or Workmen who may have been underpaid the 
difference between the amount of wages which he or they 
may have been paid by the contractor, and the amount 
which he or they would have been paid if the said stipula- 
tion had been observed, and may deduct from any moneys 
due or to become due to the contractor under this coutract 
the amount of the said difference so paid to such workman 
E 2 
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Name of Local Authority. 


Councils of Metropoli- 
tan Boroughs — cont. 

Camberwell — cont. ' or workmen, and the Council shall be at liberty to plead this 

contract in any action which may he brought by the com 
tractor against the Council as leave and licence for such 
payment. 

( 7 ) The contractor shall not, without the written consent of 
' the Council, under the hand of the town clerk, which con- 
sent may be given subject to such conditions as the Council 
may think fit to impose, assign or under-let this contract or 
any part thereof or make any sub-contract for the execution 
or performance of the said works or any part thereof, and 
for each and every breach by the contractor of this clause 
the contractor shall, notwithstanding the condonation ol 
any prior or other breach, on demand pay to the Council 
as liquidated damages, and not as a penalty, the sum of 
200 1 . 

Any sum or sums of money which, on breach by the contractor of 
any one or .more of the stipulations aforesaid in Clauses 1 to 7 
(both inclusive), may from time to time become payable by the 
contractor to the Council as liquidated damages, may either 
be recovered by the Council from the contractor by action or 
other legal proceedings, or may be deducted and retained by the 
Council out of any moneys due or to become due from the 
Council to the contractor under this or any other contract, or 
the Council may obtain payment thereof, partly in the one mode 
and partly in the other. In case of any breach by the con- 
tractor of" any one or more of the stipulations aforesaid in 
Clauses 1 to 7 (both inclusive), or of any one or more of the pro - 
visions contained in the first and second* schedules hereto, it shall 
be lawful for the Council, instead of claiming payment to them 
by the contractor of the liquidated damages payable by the 
contractor as aforesaid in respect of such breach, to determine 
this contract, and in such case the said Council shall have 
power to deduct from the sum payable by it under this contract 
any expense which the Council shall incur in having such com- 
pletion as aforesaid effected agreeably with the specification 
referred to in the second schedule hereto annexed. 

If any difference or dispute shall arise between the Council and 
contractor as to the construction of this contract, or as to the 
rights, duties, or liabilities of the contractor or the Council 
thereunder, or as to the due performance of the contract by the 
contractor, or as to any materials or workmanship, or any 
matter or thing arising out of this contract, or in relation thereto, 
the same shall be referred to the award and . decision of the 
borough engineer as sole arbitrator, whose decision shall be final 
and conclusive between the parties, and the borough engineer 
shall have power over the costs of any proceedings under this 
clause. 

The printed tender forms contain a clause as follows : — 

And hereby declare that pay such rates of wages, 

and observe such hours of labour as are generally accepted as fair 
in trade. 

The contractor shall pay such wages and observe such conditions of 
labour as have been agreed upon as fair by the representative organi- 
sations of the employers and of the operatives, and shall observe, fulfil, 
and keep all and singular the stipulations constained in this condition, 
and for each and every breach thereof the contractor shall agree 
to pay to the Council as liquidated damages the sum of 51. The 
Council are hereby empowered to either recover any such sum or 
sums by action or to deduct and retain the same out of any moneys due 
or to become due to the contractor under the contract. 


All workmen employed in and about the execution of the contract 
or any part thereof, shall be paid the recognised trade union rate 
of wages ; if it be an industry with which no trade union is con- 
nected, the recognised current rate of wages shall be paid ; and the 
contractor shall, in no case, sublet any part of the work except to 
those who conform to these conditions. 

* A second schedule, containing particulars as to the mateiials, &c-, to be used in the making of the roads, 
was included in the contract. 


Chelsea - 


Deptford 


Finsbury 
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Name of Local Authority. 

Conditions. 

Councils of Metropoli- 
tan Boroughs — cont. 


Fulham 

The following clauses with reference to the payment of wages to work- 
men or employees by contractors executing work for this Council are 
inserted in every contract entered into by the Council for any work 
whatever : — 

(a) The contractor shall pay all workmen (except a reasonable 
number of his legally bound apprentices) employed by him in 
and about the execution of this contract, or any part thereof, 
wages, and wages for overtime respectively, at rates not less than 
the rates recognised by the trades unions, and in practice obtained 
in London, and for each and every breach by the contractor 
of this stipulation, and notwithstanding the condonation of any 
prior or other breach, the contractor shall, on demand, pay to 

the Council as liquidated damages, and not as a penalty, the sum 
of 51. 


(6) The contractor shall observe, and cause to be observed by 
all such workmen, hours of labour not greater than the hours 
of labour '.recognised by the trade unions, and in practice 
obtained in London, and for each and every breach by the 
contractor of this stipulation, and notwithstanding the con- 
donation of any prior or other breach, the contractor shall 
on demand, pay to the Council as liquidated damages, and not as 
a penalty, for each day on which any such breach shall be com- 
mitted, and for each workman in respect to whom it shall be 
committed, the sum of 5s. per hour for every hour, during which, 
on each day, each such workman shall be employed by the con- 
tractor beyond the maximum number of hours recognised as 
aforesaid, provided that this stipulation shall not be construed to 
prohibit overtime, if such overtime be in accordance with the rules 
of the trade unions concerned. 

(c) The contractor shall at all times during the continuance of 
this contract, display and keep displayed upon the site of the 
works, and in every factory, workshop, or place occupied or used 
by the contractor in or about the execution of this contract, in 
a position in which the same may be easily read by all workmen 
employed by the contractor in or about the execution of this 
contract, a clearly printed or written copy of the rate of wages 
and hours of labour. 

(d) The contractor shall at any time, and from time to time during 
the continuance of this contract, whenever called upon so to do 
by the town clerk, produce to such officer or officers of the 
council as the town clerk may direct, the time and wages books 
and sheets of the contractor in order to show to the satisfaction 
of such officer or officers whether or not the stipulations contained 
in this clause have been and are being complied with. 

(e) Should any workman in the employment of the contractors 
be not paid the said recognised rate of wages, the Council may 
pay to any workman or workmen who may have been underpaid the 
difference between the amount of wages which he may have been 
paid by the contractor arid the amount which he would have 
been paid if the stipulation as to wages had been observed, and 
may deduct from any moneys due or to become due to the con- 
tractor under the contract the amount of the said difference 
so paid to such workman or workmen. 

(/) Any sum or sums of money which on breach by the contractor 
of any one or more of the stipulations aforesaid, may from time 
to time become payable by the contractor to the Council as 
liquidated damages, may either be recovered by the Council from 
the contractor by action or by other legal proceedings, or 
may be deducted and retained by the Council out of any moneys 
due or to become due from the Council to the contractor 
under this contract, or the Council may obtain payment thereof 
partly in the one mode and partly in the other. 

(g) In case of any breach by the contractor of any one or more 
of the stipulations aforesaid, it shall be lawful for the Council 
(and instead of claiming payment to them by the contractor , 
of the liquidated damages, if any, payable by the contractor , 
as aforesaid, in respect of such breach) to forthwith on 
written notice determine this contract which shall forthwith cease 
and determine accordingly. 

Greenwich - - The contractors are required to make a declaration with their tender 

(which forms part of their contract) that they pay such rate of wages 
and observe such hours of labour as are considered just and fair in 
their various trades. 

E 3 
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Councils of Metropoli- 
tan Boroughs — cout. 


ITacknev 


Contracts , Tenders, &,c. ■ 


In the ease of all workmen to be employed by the contractor, the 
contractor shall pay wages at rates not less, and shall observe hours 
of labour not greater, than the hours and rates recognised by the 
trades unions and in practice obtained in the district; the rates 
of wages and hours of labour shall be those in force at the date 
of the Council’s acceptance of the tender. 

In inviting tenders for work to be executed for the Council, the 
advertisements and instructions for tender shall state that in the case 
of all workmen to be employed by the contractor, the contractor shall 
pay wages at rates not less, and shall observe hours of labour not 
greater, than the hours and rates recognised by the trades unions and 
in practice obtained in the district ; the rates of wages and hours of 
labour shall be those in force at the date of the Council’s accept- 
ance of the tender. 

There shall be inserted in every contract a clause prohibiting the 
contractor from entering into any sub-contract without the consent of 
the Council, and in granting such consent the Council shall require 
the contractor to enter into an agreement, which shall secure the 
observance of the following conditions, viz. : — 

That no sub-contract shall operate to relieve the contractor from 
any of his liabilities or obligations, and that the contractor shnll 
be responsible for all the acts, defaults, and neglects of the sub- 
contractor as fully as if they were the acts, defaults, and neglects 
of the contractor, and that there shall be inserted in the sub- 
contract a covenant by the sub-contractor that he will pay all 
workmen employed by him in or about the execution of such 
sub-contract rates of wages not less, and observe and. cause to be 
observed by such workmen hours of labour not more, than the 
rates of wages and hours of labour set out in the schedule 
appended to the original contract. 


Regulations of the Council as to Penalties to be included in 
Conditions of Contracts. 

That the following clauses be inserted in every contract, and that such 
resolutions of the Council be set out at the end of the byelaws : — 

(o') For each breach of the stipulation regarding wages, the 
contractor shall, on demand, pay to the Council as liquidated 
damages, and not as a penalty, the sum of 51. 

(b) For each breach of the stipulation regarding hours of labour, 
and for each workman in respect to whom it shall be committed, 
5s. per hour, as liquidated damages, and not as a penalty, for 
every hour during which on each day such workman shall be 
employed by the contractor beyond the maximum number of 
hours stated in the schedule ; provided that this stipulation shall 
not be construed to prohibit overtime, if such overtime be in 
accordance with the rules of the trades unions concerned. 

For each breach of the stipulation regarding sub-contracting, 
the contractor shall, on demand, pay to the Council as liquidated 
damages, and not as a penalty, the sum of 200/. 


Hammersmith - 


. The contractor shall at all times during the continuance of the contract 
pay to the workmen employed on the work the rates of wages and 
observe the hours of labour and other general conditions of employ- 
ment recognised in the metropolitan area by the trades unions 
concerned. The contractor shall at all times and from time, to time 
during the continuance of the contract, whenever called upon by the 
town clerk, produce as the town clerk may direct the time and wages 
books and sheets of the contractor in order to show whether or not 
the before-mentioned stipulations have been and are being complied 
with. 


Ha 


MPSTEAD 


Where there is an agreement between the London Master Builders’ 
Association and the trade union as to the rate of wa^es or hours of 
labour in any trade, the contractor shall pay to all the workmen 
belonging to such trade directly employed by him in the London 
District, that is to say, within a radius of 12 miles from Charing 
Cross, in or upon the execution of the contract, wages and wages for 
overtime respectively at a rate not less than such agreed rate of 
wages, and shall observe hours of labour not greater than such agreed 
hours of labour, and shall permit the borough engineer to inspect his 
time and labour sheets for the purpose of enabling him to ascertain 
that such rate is being paid and that such hours are being observed ; 
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Name of Local Authority. 

Councils of Metropoli- 
tan Boroughs — eont. 
Hampstead — cont. 


Islington 


Kensington 


Lambeth 


Conditions. 


and for each and every breach by the contractor of these stipulations 
the contractor shall on demand pay to the Council as liquidated 
damages and not as a penalty, for each day on which and for each 
workman in respect of which such breach shall be committed, the 
sum of 5s. 

The contractor shall employ in and about the works only such work- 
men as are competent, and the borough engineer shall have full 
power to dismiss from the works any person employed by the 
contractor in or about the works who shall, in his opinion, misconduct 
himself, or be incompetent, and if the contractor shall fail to remove 
any person or persons so dismissed, the borough engineer shall be 
at liberty to stop the works until such workmen shall be removed, 
and any damages sustained thereby shall be estimated by the borough 
engineer, and may be deducted from any moneys which may then be 
or thereafter become due from the Council to the contractor. 


All employees shall be paid the trade union rate of wages of the 
respective industries as agreed to by the employers’ associations and 
trades unions and as in practice obtains, or where there is np employers’ 
association or trade union, such rate of wages as prevails in the 
particular trade ; and any person or firm tendering for contract with 
the Council shall be required to make a declaration in the subjoined 
form that they do and will continue to pay such rate of wages and 
observe the conditions and hours of labour prevalent in all classes of 
labour, and further, they shall be required to enter into an agreement 
with the Council not to sub-let or assign over such contract. 

Form of declaration : — 

I (or we) of 

do hereby declare that I (or we) do and will during the con- 
tinuance of my (or our) contract for the 

continue to pay the trades union 
rates of wages as agreed to by the employers’ associations and 
trades unions and as in practice obtain, or where there is no 
employers’ association or trade union such rate of wages as shall 
prevail in the particular trade; and I (or we) also undertake to 
observe the conditions and hours of labour prevalent among the 
several classes of labour employed by me (or us) ; and I (or we) 
further agree not to sublet nor assign over my (or our) contract 
nor any part thereof without the written consent of the Council 
previously obtained. 

Dated this day of 

The contractors shall in and about the execution of the works pay such 
rates of wages and observe such hours of labour, as in the district in 
which the work is to be executed are generally obtained and 
recognised by associations of employers and trade unions. If (.he 
contractors shall commit a breach of this condition the contractors 
shall forfeit and pay to the Council for every week during which, 
or any part of which, any person or persons shall be employed at a 
lower rate of wages, or for longer hours than-this condition requires, 
the sum of li. for each person so employed as ascertained and 
liquidated damages. 


The contractor shall pay such wages, and observe such hours and 
conditions of labour as are generally accepted and in practice 
obtained and recognised by associations of employers and trades unions 
in the district, and the contractor shall throughout the execution 
of the contract prominently exhibit a copy of this condition in the 
workshops and where work under the specification is carried on. 

The contractor shall keep proper time books and wages books which 
shall at all limes be open to the inspection of such person or persons 
as may be appointed on behalf of the Council for that purpose. The 
contractor, under the penalty of 50/., shall be bound to make and 
deliver to the Council, whenever required, a statutory declaration that, 
the time and wages set out in the said time and wages books are 
correct, and that he has paid the several sums charged therein. 

The contractor shall not, without the written consent of the Council 
or their committee, assign or sublet the contract or any part thereof, 
but this prohibition shall not refer to the special items referred to 
in the specification as to be done by particular persons or firms or 
to such sub-letting as may be customary in the trades concerned. 

E 4 
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Name of Local Authority. Conditions. 


Councils of Metropoli- 
tan Boroughs — cont. 

Lewisham - - j q’he contractor shall at all times during the continuance of the contract 

abide by, perform, observe, fulfil and keep all and singular the 
stipulations following, that is to say : — 

(1) The contractor shall pay all workmen (except a reasonable 
number of his legally bound apprentices) employed by him in 
and about the execution of the contract, or auy part thereof, 
wages, and wages for overtime respectively, at rates not less than 
the rates prescribed in the schedule hereto*, and for each and 
every breach by the contractor of this stipulation, and not- 
withstanding the condonation of any prior or other breach, the 
contractor shall on demand pay to the Council as liquidated 
damages, and not as a penalty, the sum of 51. 

(2) The contractor shall observe, and cause to be’ observed by all 
such workmen, hours of labour not greater than the hours of 
labour prescribed in the said schedule, and for each and every 
breach by the contractor of this stipulation, and notwithstanding 
the condonation of any prior or other breach, the contractor 
shall on demand pay to the Council as liquidated damages, and 
not as a penalty, for each day on which any such breach shall 

. be committed, and for each workman in respect to whom it 

shall be committed, the sum of 5s. per hour for every hour 
during which on each day each such workman shall be employed 
by the contractor beyond the maximum number of hours 
prescribed in the said schedule, provided that this stipulation 
shall not be construed to prohibit overtime, if such overtime 
he in accordance with the rules of the trades unions concerned. 

(3) The contractor shall at all times during the continuance of 
the contract display and keep displayed upon the site of the 
works and in every factory, workshop or place occupied or used 
by the contractor in or about the execution of the contract, 
in a position in which the same may be easily read by all 
workmen employed by the contractor in or about the execution 
of the contract, a clearly printed or written copy of the said 
schedule hereto. 

(4) The contractor shall at any time and from time to time during 
the continuance of the contract, whenever called upon so to do 
by the clerk for the time being of the Council, produce to such 
officer or officers of the Council, as the clerk may direct, the 
time and wages books and sheets of the contractor in order 
to show to the satisfaction of such officer or officers whether or 
not these stipulations have been and are being complied with. 

(5) Should any workman in the employment of the contractor be 
not paid the scheduled rate of wages, the Council may pay to 
any workman who may have been underpaid the difference 
between the amount of wages which he may have been paid by 
the contractor and the amount which he would have been paid 
if the stipulation as to wages had been observed, and may deduct 
from any moneys due to or to become due to the contractor 
under the contract the amount of the said difference so paid 
to such workman. 


Paddington - 


The contractor shall, in the case of all workmen employed by him, pay- 
wages at not less, and observe hours of labour not greater, than the 
rates and hours recognised by the association of employers and 
employees and in practice obtained in the district where the work is 
to be executed. 


Poplar 


The contractor shall pay to every mechanic, artisan, craftsman, and 
labourer employed by him in performance of the contract, wages at 
the rate of not less than the minimum standard rate of wages in force in 
the district in which the work is done in their several trades at the date 
of his tender, and in case of any breach of this condition the contractor 
shall pay to the Council by way of liquidated damages the sum of live 
shillings per man affected for each day or part of day during which 
the breach of these .conditions is in force, and such sum may be 
deducted by the Council from any moneys that may become payable 
to the contractor under the contract, or may be recovered by them 
by action at law. The contractor shall, with respect to each class of 
labour employed in the performance of the contract, observe the 
recognised hours of labour usual in the district in which the work is 
done in respect of that class, and in case of any breach of this condition 


* A schedule setting out the particulars indicated as regards the various trades is included in the contracts. 
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Name of Local Authority. I 

Councils of Metropoli- | 
tan Boroughs — cont. j 
Poplar — cont. 

St. Pancbas - - ! 

Shoreditch - - I 


Southwark - 
Stepney 


0 . 190 . 
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the contractor shall pay to the Council by way of liquidated damages 
the sum of five shillings per man affected for each day or part of day 
during which the breach of these conditions is in force, and such sum 
may be deducted by the Council from any moneys that may become 
payable to the contractor under the contract, or may be recovered by 
them by action at law. 

The contractor shall pay to all the employees who may do work under 
the contract wages at such rates, and shall observe such conditions of 
employment, as are mutually agreed upon by the associations of 
employers and employees, and as in practice obtain in the respective 
trades and for the description of work covered by the contract. 

The contractor shall pay to the workmen employed by him under or in 
connection with the contract the trades union rate of wages as a 
minimum in force from time to time during the contract, and shall 
observe the usual hours of labour recognised by the trade, and shall 
in any sub-contract made by him with the consent of the Council 
stipulate for and secure the payment and observance by such sub- 
contractor of a like trades union rate of wages and hours of labour, or 
in default the contractor shall pay one pound for each week or part of 
a week in respect, of each workman employed by the contractor or 
sub-contractor contrary to the said provision, which sum shall be 
deemed to be as and for liquidated damages, and may be deducted by 
the Council from any money due to the contractor under the contract, 
or the same shall be recoverable from him after payment of all 
moneys payable under the contract as a simple contract debt. 

The contractor shall indemnify and keep indemnified the Council 
against all claims made under the Workmen’s Compensation Act, 
1897, by workmen employed by the contractor in or about the said 
contract or suffering injury in consequence of work performed under 
the contract whether such claim is made before or after the com- 
pletion of the works. 

The contractor shall insure and keep himself insured during the 
continuance of the contract under the Workmen’s Compensation 
Act, 1897, in some approved insurance company, against all risks 
of damage or accident to workmen employed in or about the 
contract. The contractor shall also, whenever thereunto required by 
the town clerk, produce to him a policy of insurance and a receipt 
for the premium, and in default the Council may effect such insurance 
and recover same from the contractor, or deduct the same from any 
moneys payable under the contract. 

The contractor shall pay all workmen in his employ the current trade 
union rate of wages and observe trade union conditions of labour. 
Failure to comply with this condition shall leave it within the power 
of the Council to cancel the contract, and to finish any work under- 
taken in such manner, and by such means, as shall seem to them fit, 
and no claim for damages shall lie against the Council or hold good 
on account of any contract having been cancelled for such reason. 


The contractor must at all times during the existence of the contract 
pay to his employees the trade union rate of wages as agreed on by 
the employers’ associations and trades unions and as in practice obtain. 
In the event of any breach of this condition, the contractor will be 
required to pay to the Council a sum of 51. per centum on the 
contract price of the particular work or matter in respect of which 
the breach has occurred by way of liquidated damages. 

The contractor must not without the previous written consent of the 
Council under the hand of the town clerk, which consent may be 
given subject to such conditions (if any; as the Council may think 
fit to impose, assign or underlet the contract or any part thereof, or 
make any sub-contract for the execution or performance of the said 
works or the supply of any materials or articles or any part thereof, 
and for each and every breach by the contractor of this clause the 
contractor shall, notwithstanding the condonation of any prior or 
other breach, on demand pay to the Council as liquidated damages, 
and not as a penalty a sum equal to 51. per centum on the total 
value of such part or parts of the contract as may be wrongfully 
assigned, underlet or sub-con'.racted for. 
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Name of Local Authority. 


Conditions. 


Councils of Metropoli- 
tan Boroughs — cont. 


Wandsworth - 


The contractor shall in the case of all workmen employed by him, pay 
wages at not less and observe hours of labour not greater, than 
the rates and hours recognised by the associations of employers 
and employees and in practice obtained in the district where the 
work is to be executed. In (he event of non-compliance with this 
condition the Council may determine the contract upon giving the 
contractor one calendar month’s notice in writing to that effect under 
the hand of the town clerk. 


The contractor shall in the case of all workmen employed by him pay 
wages at not less, and observe hours of labour not greater, than the 
rates and hours recognised by the associations of employers and 
employees and in practice obtained in the district where the work is 
to be executed. 


Woolwich 


(A.) The contractor shall at all times during the continuance of the 
contract abide by, perform, observe, fulfil, and keep all and singular 
the stipulations following, that is to say : — 


Workmen's Wages. 

(1) The contractor shall pay all 1 workmen (except a reasonable 
number of his legally bound apprentices) employed by him in 
and about the execution of the contract, or any part thereof, 
wages, and wages for overtime, respectively, at rates not less 
than the rates stated in the First Schedule* hereto, and for each 
and every breach by the contractor of this stipulation, and 
notwithstanding the condonation of any prior or other breach, 
the contractor shall on demand pay to the Council as liquidated 
damages, and not as a penalty, the sum of 1/. 

Workmen's Hours. 

(2) The contractor shall observe and cause to be observed by all 
such workmen hours of labour not greater than the hours of 
labour stated in. the said First Schedule, and for each and every 
breach by the contractor of this stipulation, and notwithstanding 
the condonation of any prior or other breach, the contractor shall 
on demand pay to the Council as liquidated damages, and not as 
a penalty, for each day on which any such breach shall be 
committed, and for each workman in respect to whom it shall 
be committed, the sum of 5s. per hour for every hour durin 0, 
which, on each day, each such workman shall be employed by 
the contractor beyond the maximum number of hours stated in 
the said First Schedule ; provided that this stipulation shall not 
be construed to prohibit overtime, if such overtime be in 
accordance with the rules of the trades unions concerned. 

Power to Pay Workmen Difference between Amount authorised 
in Schedule and that paid by Contractor. 

(3) Should any workman in the employment of the contractor be 
not paid the scheduled rate of wages, the Council may pay to 
any workman or workmen who may have been underpaid the 
difference between the amount of wages which he may have 
been paid by the contractor and the amount which he would 
have been paid if the stipulation as to wages had been observed, 
and may deduct from any moneys due or to become due to the 
contractor under the contract the amount of the said difference 
so paid to such workman or workmen. 

Assigning or Underletting Contract. 

(B.) The contractor shall not, without the written consent of the 
Council under the hand of the town clerk, which consent may be 
given subject to such conditions (if any) as the Council may think fit 
to impose, assign or underlet the contract or any part thereof, or 
make any sub-contract for the execution or performance of the said 
works or any part thereof, and for each and every breach by the 
contractor of this clause the contractor shall, notwithstanding the con- 
donation of any prior or other breach, on demand, pay to the Council 
as liquidated damages, and' not as a penalty, the sum of 100/. 


* A schedule setting out the particulars indicated, as regards the various trades is included in the contracts. 
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Name of Local Authority. 

Councils of Metropoli- 
tan Boroughs — cont. 
Woolwich — cont. 


Conditions. 


Recovery of Liquidated Damages. 

j (C.) — (1) Auy sum or sums of money which on breach by the con- 
tractor of any one or more of the stipulations aforesaid in clauses (A) 
and (B), may from time to time become payable by the contractor to 
the Council as liquidated damages, may either be recovered by the 
Council from the contractor by action or other legal proceedings, or 
may be deducted and retained by the Council out of any moneys due 
or to become due from the Council to the contractor under the 
contract, or the Council may obtain payment thereof partly in the one 
mode and partly in the other. 

Determination of Contract in Case of Breach by Contractor . 

(2) In case of any breach by the Contractor of any one or more of 
I the stipulations aforesaid in clauses (A) and (B), or of any one or 
more of the provisions contained in the First Schedule hereto, it shall 
j be lawful for the Council — and instead of claiming payment to them 
by the contractor of the liquidated damages, if any, payable by the 
contractor as aforesaid in respect of such breach — to determine this 
| contract in the same manner and to the same extent as they have 

j power to determine the same under the general conditions of the 

' contract, in the events therein mentioned, and if the contract shall 
i be determined under this present power, then all the provisions of 
j those general conditions shall apply as if the contract had been 
| determined under those general conditions. 

Agreement to be Entered into by Contractor in Case of Sub-letting. 

I (D.) No sub-contract shall operate to relieve the contractor from any of 
his liabilities or obligations, and the contractor shall be responsible 
for all the acts, defaults, and neglects of the sub-contractor, as fully 
as if they were the acts, defaults, and neglects of the contractor, and 
there shall be inserted in all such sub-contracts a covenant by the 
sub-contractor that he will pay all workmen employed by him in or 
about the execution of such sub-contract rates of wages not less, and 
observe and cause to be observed by such workmen, hours of labour 
not more, than the rates of wages and hours of labour following, that 
I is to say, as regards all work done upon a site, any part of which is 
1 within a radius of 20 miles measured in a straight line from Charing 

i Cross, the rates "of wages and hours of labour set out in the first 

J schedule hereto as applicable to work done within such radius, and as 
regards all other work such rates of wages and hours of labour as 
at the date of the sub-contract are recognised by associations of 
employers and trades unions and in practice obtained in the several 
districts where the work is done, and such rates of wages and hours 
| of labour shall be inserted in a schedule to the sub-contract, but in no 
case shall such rates of wages be less or hours of labour greater than 
those set out in the wages and hours schedule of the contract between 
the Council and the contractor, and in case of any breach by the sub- 
( contractor of the covenant as regards rates of wages and hours of 
labour to he inserted in any sub-contract (and notwithstanding the 
i connivance of the contractor in or condonation by such contractor 
i of such breach or any prior breach) the contractor shall for every 

j such breach as regards the rates of wages on demand pay to the 

Council as liquidated damages, and not as a penalty, the sum of 1/. 
and shall for every such breach as regards the hours of labour on 
I demand pay to the Council as liquidated damages, and not as a penalty, 
I for each day on which such breach shall be committed, and for each 
workman in respect to whom it shall have been committed, the sum 
of os. per hour for every hour during which such workman shall have 
been employed by the sub-contractor beyond the maximum uumber 
I of hours duriug which under the terms of the said covenant he ought 
| to have been employed. 


7 2 
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Name of Local Authority. ■ Conditions. 


Councils of Urban 
Districts not being 
Boroughs. 


Abkrcarn 


If the Council do not consider that the work of 
the contractor is satisfactory, they may give 
to substitute some other person. 


n person employed by 
the contractor notice 


The wages of all workmen employed by the contractors or sub- 
contractors under them shall be according to the recognised scale 
of wages of their respective trade unions ; and, as far as possible, local 
labour shall be employed in the execution of the work. 


Alsager 


No conditions as to wages; but the Council have power to discharge 
incompetent workmen. 


Altofts 


Annfield Plain 


Addlev 


Aylesbury 


No conditions as to wages ; but the surveyor has power to discharge any 
workmen he may consider incompetent or acting improperly. 

The contractor shall pay his workmen not less than the current or 
standard rate of wages in the district, and shall observe the recognised 
rules and customs with respect to working hours. 

I The contracts provide that, if any workman or other person employed 
1 by a contractor in or about the execution of works shall at any time, 

I in the opinion, of the surveyor, be incompetent or conduct himself 

! improperly, the surveyor shall give notice in writing thereof to the 

I contractor; the contractor shall within 24 hours from the service of 

I such notice discharge from the works such workman or other person, 

! and in default of such discharge it shall be lawful for the said 

surveyor to discharge such workman or other person, and to hire or 
employ any other person in his stead at the expense of the contractor, 
and such expense, if not previously paid, shall be deducted from the 
next payment that may become due to the contractor under his 
contract. 

In a contract dated 9th September 1903, it was provided “ that the 
contractor shall pay the standard rate of wages prevailing in the 
district.” 


Balby - WJ 
THORPE. 


Barking Town 


The contractor shall pay to the men employed by him a fair rate of 
wages, and not below the standard rate paid in the district. 

The contractor shall pay the trade union rate of wages in force in the 
district to all persons engaged by him in carrying out the works 
specified, and observe the recognised hours of labour, and he shall, 
as far as possible, in the execution of the works employ workmen 
resident in the district of Barking. 


The contractor shall pay such rates of wages and observe such hours of 
labour as are generally accepted as fair in his trade, and prevail in the 
district. 


Barry - - The contractors shall at their own expense insure their workmen 

! against accident in some respectable office, and, when thereunto 
required, produce the current year’s receipt for such insurance to the 
clerk of the Council for the time being. 

If any workman or other person employed by the contractors in or 
about the execution of the works shall at any time in the opinion 
| of the surveyor be incompetent or conduct himself improperly, 
and the surveyor shall give notice in writing thereof to the con- 
tractors, the contractors shall within 24 hours from the service 
of such notice discharge from the works such workman or other 
| person and in default of such discharge it shall be lawful for the 

| surveyor to discharge such workman or other person and to hire 

cr employ any other person in his stead at the expense of the 

contractors, and such expense if not previously paid shall be deducted 
I from the next payment that may become due to the contractors under 
the contract. 

The rate of wages to be paid to, and the hours of labour as well as the 
j rules imposed upon, the artificers, workmen and others who shall be 

i engaged or employed in carrying out the contract or any portion 

thereof shall be such as are recognised by the respective trade unions 
; and the employers in the town and district where such contract is to 
i be executed, 
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Name of Local Authority. 

Conditions. 

Councils of Urban i 
Districts not being 
Boroughs — cont . 
Barky — cont. 

If the contractors or any sub-contractor shall be proved to the satisfaction 
of the Council to have committed any infringement of the fore- 
going conditions or stipulations the contractors shall pay to the 
Council the sum of 101. as and for liquidated damages for each 
and every such infringement, such penalty or penalties to be 
deducted from any moneys which may then be or may thereafter 
become due to the contractors or contractor or recoverable from them 
by legal process. 

Beaconsfield - 

- 

The contractor shall at the request of the engineer at once dismiss 
from the works any person employed thereon who may in the 
opinion of the engineer be incompetent or misconduct himself. 

Beckenham 


In all work under the contract, the contractors shall pay to the 
workmen employed thereunder or in connection therewith the 
current rate of wage paid in the Beckenham district for the cluss 
or trade to which such workmen belong. 

Bexi.ry 


The annual contracts entered into by the Council provide that the 
persons employed by the contractor shall be of a certain age, able- 
bodied, and capable of performing the works the subject of the 
contract. No provision is made in any of the contracts entered into 
by the Council as to the rate of wages to be paid by the contractor. 

Bilston - 


Not less than the minimum rate of wages and the hours of labour 
current in the district shall be tespectively paid and observed. 

Birkdalf, r 


The standard rate of wages of the towns of Southport and Birkdale 
shall be paid, and the recognised working rules adhered to, and no 
part of the work shall be sublet to any other person without the 
consent of the Council. 

Bishop Auckla; 


If any workman or other person employed by the contractor in or about 
the execution of the works shall at any time in the opinion of the 
surveyor be incompetent or conduct himself improperly, and the 
surveyor shall give notice in writing thereof to the contractor, 
the contractor shall within 24 hours from the service of such notice 
discharge from the works such workman or other person and in 
default of such discharge it shall be lawful for the surveyor to 
discharge such workman or other person and to hire or employ any 
other person in his stead at the expense of the contractor. And such 
expense if not previously paid shall be deducted from any payment 
that may then be or thereafter may become due to the contractor 
j under the contract. 

Blaydon 


The contractor shall pay his workmen the current rate of wages, and 
observe the hours and labour conditions of employers regulated by 
' the trade societies of the district. 

BOLLINGTON 


1 Preference is given to local labour wherever it is possible with a due 
regard to price. 

Brandon and Bysijot- 
tles. 

: There is a condition as to the discharge of workmen found by the 
surveyor to be incompetent or conducting themselves improperly. 
No condition as to wages. 

• 

Branksohe 


The contractor shall not assign or underlet his contract nor make a sub- 
contract with any workman for the execution of any part of the work 
but shall employ workmen direct, to be paid in wages by the day. 

The contractor shall pay for all labour in connection with the work not 
less than the rate of wages current in the district. 

Bredbury and 

LEY. 

llOMI- 

The contractor, his executors, administrators, or assigns shall pay such 
rate of wages and observe such conditions of employment as are 
generally accepted as current in each trade in the district for com- 
petent workmen. 

Brentford 


Every contract for works contains a clause that the contractor shall 
pay to the workmen employed in the carrying out of the work the 
trade union rate of wages current in the district. 

Brierlf.y Hill 


All contracts of the Council are made subject to the contractors paying 
their workmen the current trade rate of wages in the district. 

f 3 
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Name of Local Authority. 

Conditions. 

Councils of Urban 
Districts not being 
Boroughs — cont. 
Brigg ... 

The contractors shall pay to the workmen employed by them in 
carrying out. the contract the rate of wages and observe the hours 
of labour recognised and agreed upon between the trades unions 
and the employers respectively, for similar work, in the locality in 
which the work of carrying out this contract is to be performed or 
such rate of wages and hours as are equivalent or approximate thereto. 

Burry Port - 

No conditions as to the wages to be paid by the contractor, but the 
Council retain the power to dismiss any workmen for incompetence, 
and misconduct. 

Caerphilly 

In all works executed under the contract, the rates of wages and hours 
of labour shall be such as are generally considered fair iu the trade. 

Carlton - - | 

' ' ! 

The contractor shall pay not less than the minimum standard rate of 
wages for the time being in force within the district. 

Carshalton 

No conditions as a rule. Two recent contracts for road work provided 
that so long as suitable men could be obtained, at least 75 per cent, 
of the -workmen employed should be residents in the district. 

Castleford - 

The contractors shall pay the standard rate of wages current in the 
district. 

Cheadle and Gati.ey - 

There is no condition as to the wages to be paid by the contractor ; 
but there is a condition that every person employed must be of good 
conduct. 

Cheriton 

The only conditions imposed are that the contractors shall employ bon& 
fide Cheriton labour only on the works. 

Ciiislehurst 

: The contractors shall employ skilled workmen in their various trades 
1 and callings, and the engineer shall have power to dismiss any person 

j whom he may consider unfit or incompetent. 

Chiswick 

j The following is a clause which is inserted in all contracts entered 
into by the Council : — 

The contractors agree to pay their workmen whilst engaged on 
the work of the Council within the district of Chiswick, the 
London trade union rate of wages. 

Clay Cross 

The rates of wages to be paid in regard to the various trades are 
specified in the contract. 

COCKERMOUTH - 

No condition as to wages, only as to dismissal on the grounds of 
incompetency or improper conduct. 

Cromer 

1 The contracts entered into by the Council do not specify any 
| conditions as to wages to be paid by the contractor ; but in the 

| last contract (27th March 1905), and in all contracts generally, 

j conditions have been specified that all workmen employed should be 
careful, skilled, and experienced in their various trades and callings, 
and that the engineer should have power to dismiss any person 
employed by the contractor who should, in the opinion of the 
1 engineer, misconduct himself or be incompelent or negligent in the 
due and proper performance of his duties. 

Dartford - 

The contractor shall pay to the workmen engaged in the execution 
of the contract the respective trades union rates of wages as agreed 
by the employers and the trades unions in the district. 

Denton 

The contractors shall pay to the whole of their workpeople (except such 
as may be employed under special provisions agreed upon by the 
; employers and the organised bodies of workers) the standard rate of 
wages in the several districts where their workpeople are actually 
engaged in the execution of work, and shall observe the hours of 
labour, as well as the aforesaid rate of wages, recognised by the 
1 association of employers and the local organised bodies of workers in 
the various trades in the several districts where the work is being 
done, and shall not prohibit their workpeople from joining trade 
| societies or continuing members of such societies. 
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Name of Local Authority. 

Conditions. 

Councils of ■ Urban 
Districts not being 
B oroughs — con t. 


Denton — cont. 

Should the Council have, in their opinion, reasonable grounds for believing 
that the above conditions are not being complied with, the contractor 
shall be required to produce proof (to the satisfaction of the Council) 
of his compliance with the said conditions. 

The contractor shall not assign or underlet the contract, or any part of 
it, or sub-contract, except with the consent of the Council, and upon 
such conditions as they may think fit, but if the tenderer at the time of 
tendering states his desire to sublet any portion of the work not 
usually done by him, the Council will consent, provided that the 
sub-contractor is a person approved by them ; the principal contractor 
shall be responsible, however, for all work done by such sub-contractor, 
and for its being carried out under the same conditions as if executed 
by himself. 

Failure to comply with any of the above conditions shall, at the option 
of the Council, leave it within the power of the Council to cancel the 
contract or to call upon the contractor to pay to the Council the sum 
of 100Z. as liquidated damages. 

Droylsden 

The contractor shall pay all workmen employed by him in carrying out 
the contract not less than the standard rate of wages recognised by the 
trade societies in the district in each branch of trade, and observe their 
recognised hours and proper conditions of labour. For work prepared 
outside the district, but to be used there, he shall pay the minimum 
standard rate of wages and observe the hours and conditions of labour 
recognised by the trade societies of the place where the work is prepared. 
If there be no such standard rate of wages in such place, the district 
rate of wages and conditions of labour shall govern the contract in 
that respect. The same conditions shall apply to sub-contractors. 
The contract shall prescribe, as the liquidated damages to be paid by 
the contractor in case of breach of that condition as to wages, a sum 
of money equal to three times the amount by which the actual rate of 
wages paid by him at any period during the execution of the contract 
for any particular class of work is below the standard rate of wages 
ruling in the district for the same class of work during that period. 

East Barnet Valley 

The contractors shall at all times during the time the works shall 
be in progress employ in the execution thereof suitable persons (if 
they shall apply to the contractors) who at the date of the contract 
are resident within the district, at the current rate of wages. 

East Stonehouse 

Only certain contracts specify conditions as to wages to be paid by the 
contractor. 

The last contract (loth April 1905) contains a condition that the 
contractor shall pay all persons employed by him in the execution 
of the works not less than the standard rate of wages in the 
neighbourhood. 

Edmonton 

The contractors shall pay wages at rates not less, and observe hours 
of labour not greater, than the rates of wages and hours of labour set 
out in the list* of rates of wages and hours of labour annexed to the 
contract. 

The rates of wages and hours of labour are those recognised by the 
London trades unions. 

Emley 

The contractor shall 1 pay the average rate of wages prevailing in the 
district, and he shall 1 base his prices on this understanding. 

Erdington 

The contractor shall pay the standard rate of wages current in the 
district, and in each instance where it is proved to the satisfaction of 
the Council that the contractor has not paid such standard rate of 
■ wages the Council shall' be empowered to enforce a penalty of 51. 
(five pounds), which amount may be deducted from any money due 
to the contractor or recovered from him by legal process. 

Erith - 

Wages and Conditions of Labour. — The contractor shall pay all 
workmen employed by him not less than the standard rates of wages, 
and shall observe the conditions of. labour customary in the district 
where the work is executed. 

Sub-Letting. — The contractor shall not assign or sub-let the whole or 
any part of his contract to any others person or persons without t he 
previously written consent of the Council. 


* A schedule setting out the particulars indicated as regards the various trades is included in the contracts. 
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Name of Local Authority. 

Councils of TJrban 
Districts not being 
Boroughs — cont. 
Erith — cont. 

Farnworth 

Finchley 

Fleetwood 


Gorton 

Gosport and Alver- 
stoke. 

Grasmere 

Grays Thurrock 
Great Berkhampstead 

Hampton Wick 

Hands worth (Staffs.) 


Harwell - 

Harpenden 

Harrow-on-the-Hill 

Heage 
Heanor - 


Conditions. 


Penalties . — If the contractor shall fail to observe any of the conditions 
contained in either of the two preceding clauses, the contractor shall 
in every such case, upon the offence being proved, be mulcted in a 
penalty of 51. for every 100/. value of the contract. 

The contractor shall pay the standard rate of wages obtaining in the 
district. 

The contractor shall pay workmen at a rate of wages not less than the 
current rate of wages in the district. 

The contractor shall, in the execution of the works, observe the 
customs and conditions as to rates of wages and working hours in the 
district that prevail in each particular trade or labour, and the 
contractor shall be prohibited from sub-letting any portion of his 
contract except where the department concerned specifically allows 
the sub-letting of such special portions of the work as would not be 
produced or carried out by the contraclor in the ordinary course of 
his business. 

In case there be any default on the part of the contractor in this respect, 
the contractor shall forfeit and pay to the Council the sum of 50/. 
as liquidated damages for such default, and after notice from the 
Council of any repeated like default a further sum of 50/. for every 
repetition of such default. 

The contractor shall, as far as possible, employ local labour in the 
execution of the works. 

The contractor shall pay to all his workmen the standard rate of wages 
recognised in the district for the time being. 

The contractor agrees with the District Council that he will, during 
the term of the contract, pay all men employed by him under the 
contract the standard rate of wages payable in the district. 

The contractor shall pay the wages of the workmen weekly, and shall 
pay not less than the minimum standard rate of wages recognised in 
each trade employed. 

The trades union rate of wages in the district shall be paid. 

All labour shall be of the best description of the respective kinds, 
j Since 1902 all works executed for the Council have been carried out by 
i direct labour. 

| A condition empowering the Council’s surveyor to object to, and 
J require discharge of, workmen who are incompetent or behave 
improperly. 

| The contractor shall, during the continuance of the contract, pay or 
! cause to be paid to all workmen engaged upon the works not less 
! than the reccgnised standard rate of wages current in the district or 

| districts where such work shall be carried out, and if it shall be 

i proved to the satisfaction of the Council that the contractor has paid 
' less than the minimum standard rate of wages as aforesaid, the 
contractor shall pay to the Council as and for liquidated damages a 
sum of twenty shillings for each and every case in which such 
| underpayment shall be proved, and it shall be lawful for the Council 
| to deduct any such sum or sums from any moneys to become due to 

! the contractor under the contract, or to recover the same from him. 

| The contractor shall pay the whole of the men engaged in the works 
i such rate of wages and observe such hours of labour as are recognised 

j by the workmen’s trade union in the district, and in force at the time 

of signing the contract. 

Competent men shall be employed. 

j The contractor shall pay such rate of wages and observe such hours of 
labour as are generally accepted as fair in the respective trades within 
the district. 

| Parochial labour shall be employed as far as possible. 

1 The contractor shall pay all workmen employed cn the works according 
! to the standard rate of wages payable in the district for work of a 
i similar description. 
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Name of Local Authority, i 

Conditions. 

Councils of Urban 
Districts not being 
Boroughs — cont. 
Hebburn - 

The contractor shall pay to his workmen the trades unioD rate of wages 
payable to workmen for similar work done in the district. 

Hendon - 

■ 

Contracts do not specify any condition as to the wages to be paid by 
contractors. The only condition imposed upon the contractors with 
regard to persons employed by them is that such persons shall be 
skilled in their various callings. 

Herne Bay 

No conditions as to wages to be paid by contractor; but workmen 
employed must be such as are careful and skilled in their various 
trades. 

Hessle - 

In the case of the various kinds of team labour no person or persons 
engaged or employed by the contractors to perform any of the work 
or to assist in performing any of the work specified in the contract 
shall be less than twenty-one years of age. 

Hinckley • 

The standard rate of wages adopted in the district be paid to the workmen 
engaged upon the work. 

IIoole ... 

The contractor shall pay his workmen not less than the minimum 
standard rate of wages paid in the district in which the contract is to 
be executed, and also observe the recognised hours and conditions of 
labour in the respective trades, and that the standard rate of wages 
shall be the rate for the time being agreed upon between employers 
and the representatives of the various trades unions, and that every 
breach of this clause shall subject the contractor to a penalty of one 
pound per day. 

Hlcknalc. Torkard - 

• 

If the contractor at any time does not perform the work to the 
satisfaction of the surveyor, the Council, at any time and from time 
to time, upon the certificate of the surveyor in writing and after 
notice to and at the cost of the contractor may, without determining 
the contract, dismiss inferior workmen, remove inferior materials, 
supply other men and materials, and rectify defective work, and 
revoke the contractor’s licence to use any part of the materials and 
plant. 

Hurst- 

If any workman shall be incompetent or conduct himself improperly 
the surveyor to the Council shall give notice to the contractors and 
they shall have him discharged and appoint another person in his 
stead. 

Ilford ... 

The contractor shall pay to the workmen employed on the works the 
rate or rates of wages payable in the district during the period of 
| the currency of the contract; and shall (as far as possible)* employ 
on the works men resident within the district of Ilford only. 

Ilklby 

If any workman or other person employed by the contractor in or about 
] the execution of the works shall at any time in the opinion of the 
surveyor be incompetent or conduct himself improperly, and the 
| suiveyor shall give notice in writing thereof to the contractor, the 
contractor shall within twenty-four hours from the service of such 
notice discharge from the works such workman or other person, and 
l in default of such discharge it shall be lawful for the surveyor to 
discharge such workman or other person and to hire or employ any 
1 other person in his stead at the expense of the contractor. And such 
expense if not previously paid shall be deducted from the next 
payment that may become due to the contractor under the contract. 

Itciibn 

j The contractor shall pay to the workmen employed by him not less 
than the minimum local standard rate of wages as settled from time 
to time between the masters’ association and trade unions respectively 
in each branch of the trade at the date of the contract. 

Iyybuidge 

If any workman or other person employed by the contractors in or about 
the execution of the works shall at any time in the opinion of the 
surveyor be incompetent or conduct himself improperly, and the 
surveyor shall give notice in writing thereof to the contractors, 
the contractors shall within 24 hours from the service of such 
notice discharge from the works such workman or other person 
and in default of such discharge it shall be lawful for the surveyor 
1 to discharge such workman or other person and to hire or employ 


* Words io parentheses are omitted or insei ted according to the nature of the works, 

0,190. Ox 
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Name of Local Authority. Conditions. 


Councils of Urban 
Districts not being 
Boroughs — con t. 

Ivyb'.udg is- —co»£. any other person iu his stead at the expense of the contractors. And 

such expense if not previously paid shall be deducted from any 
payment that may then be or thereafter may become due to the 
contractors under the contract. 

Kenilworth - - The contractor shall employ as much local labour as possible and shall 

pay therefor the rate of wages current in the district. 

Kettering - - The contractor must pay to his workpeople not less than the standard 

rate of wages, and accept the conditions and hours adopted by the 
I various trade societies of Kettering, or of the town in which he 
I conducts his business. He shall not under any circumstances assign 
| or sublet the contract or any part thereof without the written consent 
of the Council. In the event of any breach of this condition the 
, contractor shall pay to the Council such a sum of money as shall be 
I decided by the majority of the Council, and the Council shall be 
| entitled to deduct such sum from any moneys due to the contractor 
under his contract. 

Kidsguove - - The contracts provide that if any workman or other person employed 

i by a contractor in or about the execution of works shall at any time 
in the opinion of the surveyor be incompetent or conduct himself 
improperly, the surveyor shall give notice in writing thereof to the 
contractor, the contractor shall within 24 hours from the service 
j of such notice discharge from the works such workman or other 
i person and in default of such discharge it shall be lawful for the 
| surveyor to discharge such workman or other person and to hire or 

| employ any other person in his stead at the expense of the contractor, 

and such expense if not previously paid shall be deducted from 
| the next payment that may become due to tlie contractor under his 
contract. 

King's Norton and The contractors shall during the continuance of the contract pay or 
North field. i cause to be paid to all workpeople engaged by them in skilled labour 

a sum for wages of not less than the recognised standard of wages 
in the several trades employed upon the contract for the district 
within which the contract is to be performed and if it shall be 
proved to the satisfaction of the engineer (to the Council) that the 
contractor has either by himself or his authorised sub-contractor 
i paid less than the said standard rate of wages the Council shall be 
entitled to deduct and retain from the moneys payable to the con- 
tractor in respect of the contract such a sum as the engineer shall in 
| his sole discretion think proper. 

KiRKUi -iN-AsHiaELp | The district rate of wages shall be paid by the contractors. 

Leek - - - The contractor shall pay the standard trades union rate of wages as 

| paid in the town of Leek. 

Leyton - ’ ' I con tractor shall not assign over or underlet the contract, or any 

portion thereof, to any other person, but shall employ his own 
I foremen and workmen, who shall be paid wages by the contractor. 

The contractor shall pay to all persons engaged by him in carrying out 
I the works mentioned in the specification such wages as are generally 
| recognised as the standard rate of wages in each trade for competent 
workmen, and shall from time to time, whenever required so to do, 

I produce to the Council sufficient evidence that such wages are paid 

I by him, and also that none of the said work is sublet, contrary to the 

conditions contained in the preceding paragraph. 

I The contractor shall employ only such foremen and workmen, in or 
i about the. execution of any of the works under the contract, as are 

; careful and skilled in their various trades and callings, and the 

surveyor shall be at full liberty to object to or dismiss any person 
who shall be found incompetent, or who shall act in an improper 
; manner. 

j 

Ljtherland » - The contractor shall pay the rate of wages and observe the hours of labour 

I recognised and agreed upon between the trades union and the employers 
respectively in the locality in which the work for carrying out the 
agreement is to be performed or such rate of wages and hours as are 
j equivalent thereto, and the contractor shall not assign or transfer any 
share or interest in the contract without the written consent of the 
Council under the hand of the clerk to the Council. 
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Name of Local Authority. 

Conditions. 

Councils of Urban 
Districts not being 
Boroughs — cont. 
Little Hultgn 

The contractor shall pay all workpeople the regular standard rate of 
wages as recognised by the various trades unions and employers’ 
associations in the district in which the work is carried out, and the 
hours and conditions of labour as recognised by such trade unions and 
employers’ associations shall also be observed. In default of the 
due observance of these conditions he shall forfeit the sum of fifty 
pounds. 

Llandudno 

No condition as to wages; but the men employed by the contractor shall 
be competent persons. 

Ll A N ELLS' 

The contractor shall pay all persons employed by him in the execution 
of the contract wages at the rates current in the district and shall 
observe the hours of labour usual in the district. 

Malvern - * 

The contractor shall pay the standard rate of wages of the various local 
ti-ades unions of Malvern and district. 

Merthtr Tydfil 

The contractor shall pay trades union rates of wages and observe the 
recognised hours of labour prevailing in the district. 

Milnrow 

Contractors shall pay their workpeople at least the standard rate of 

Mountain Ash 

The workmen employed under the contract shall be competent workmen 
for the work they are called upon to do. 

NANTWiGB 

The contractor shall during the continuance of the contract pay or 
cause to be paid to all workmen engaged upon the works (the subject 
of the contract) not less than the standard rate of wages current in 
the district, and if it shall be proved to the satisfaction of the Council 
that the contractor has paid less than the standard rate of wa°-es as 
aforesaid, he shall forthwith pay to the Council, as and for liquidated 
damages, a sum of twenty shillings for each and every case in which 
such under payment shall be proved, and it shall be lawful for the 
Council to deduct any such sum or sums from any moneys due or to 
become due to the contractor under the contract. 

KesTON and Pabkgate 

Agreement in form issued and sanctioned by Royal Institute of British 
Architects. 

Persons employed can be objected to by architect. 

Newton - in - Maker - 

FIELD. 

The Council may insist upon the dismissal of any workman employed 
by the contractor whose conduct is not satisfactory. 

Northwich 

The contracts provide that no person under the age of 18 years shall 
be employed in the execution of works without the sanction of the 
Council. And, further, that if the engineer is of the opinion that auy 
man employed is unsuitable for the work in which he is eno-pwed he 
may require the contractor to discharge the man. 

Oakengates 

The contractor agrees, in carrying out the contract, to pay the rate of 
wages and to observe the hours of labour recognised and agreed 
upon between the trades unions and the employers respectively in 
the locality in which the work for carrying out the contract, is to 
be performed, or such rate of wages and hours as are equivalent or 
approximate thereto. 

Oldbury - 

The contractor shall pay all workmen employed by him the standard 
rate of wages payable in the district for work of a similar character 
and shall employ local labour as far as possible. 

OsWALDTW ISTLE - 

The contractor shall dismiss any workman the surveyor may consider 
unfit to be employed upon the works, and such workman shall not be 
employed again without the consent of the surveyor. 

OystmR'jIol't; i - 

The contractor shall pay to all persons employed by him in carrying 
out contract work Such wages as are generally recognised as the 
standard rate of wages in each particular trade, aud he shall, when- 
ever required, produce sufficient evidence to the Council that such 
wages are paid by him. 

Padiham 

Union rate of wages shall be paid to all workmen employed. 

Q 2 
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Name of Local Authority. 

Conditions. 

| 

Councils of Urban 
Districts not being 
Boroughs — con t. 
Peters field - 

No conditions as to wages to be paid, or as to persons to be employed, 
are inserted in the contracts, but the surveyor of the Council has 
power to discharge any persons found incompetent. 

Pontypridd 

A small proportion of the contracts specify the following conditions as 
to wages and hours of employment. Dismissal by contractor of incom- 
petent workmen ; payment by contractors to workmen of the rates of 
wages recognised by the trades unions in the; district ; employment of 
workmen during hours recognised by such unions.* 

PORTISHEAD 

The engineer shall have full power to discharge any foremen or work- 
men employed by the contractor who shall neglect or disobey his 
orders or those of the clerk of works, or, in the opinion of the 
engineer, conduct themselves improperly, or be unskilled or incom- 
petent, and the contractor shall be bound immediately to replace any 
person or persons so discharged by others approved by the engineer, 
and such workman or workmen shall not again be allowed to be 
employed on the works. 

Radcliffe - - - 1 

The contractor shall pay the standard rate of wages current in the 
district for any class of work required to be executed under the 
contract. 

Ramsbottom - 

The contractor shall pay, or cause to be paid, to all persons employed in 
the execution of the works under the contract, not less than the 
recognised rate of wages for similar employment within the district, 
and shall cause to be observed in such employment the recognised 
hours of labour in the district. Any contract for sub-letting any 
portion of the works shall contain a covenant by the sub-contractor 
1 as to wages and hours of labour similar to the foregoing. 

Rhondda - 

The contractor shall pay all workmen employed by him in carrying out 
the contract not less than the standard rate of wages paid by other 
employers of labour in the district in each branch of trade, and shall 
! observe their recognised hours and conditions of labour. For every 
breach of this condition the contractor shall pay to the Council as 
and by way of liquidated damages, a sum of money equal to three 
times the amount by which the actual rate of wages paid by him, at 
any period during the execution of the contract for any particular 
j class of work, is below the standard rate of wages ruling in the 
district for the same class of work during that period. 

Rhymney 

j The contracts do not specify any conditions as to wages, but they con- 
tain a provision enabling the Council to require the discharge of any 
incompetent workman. 

Rickmansworth 

] Preference shall be given to local labour and materials wherever it is 
j possible, with a due regard to price. 

Risca 

j If the Council do not consider the work of a person employed by the 
contractor satisfactory, the Council may give the contractor notice to 
substitute some other person. 

Rothwell (Yorks) - 

The contractors shall pay to the workmen for the time being employed 
1 in the execution of the contract the average rate of wages for the 
time being prevalent in the district for similar work or work of a 
| like character. 

Rowley Regis - 

i In the case of contracts for works such as would have been entered into 
j by the School Board had that body still been in existence, the Council 
continue to include a clause to the effect that the standard rate 
of wages paid to workmen in the district shall be recognised by the 
contractors. 

Royton 

The contractor shall employ only such foremen and workmen in and 
about the execution of the works under the contract as are careful 
and skilled in their various trades and callings, and the engineer shall 
be at full liberty to object to or dismiss all or any who shall be fouud 
incompetent or who shall act in an improper manner. 

* The Council have pass* c 

[ a resolution directing that these conditions shall be specified in all future contracts. 
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Name of Local Authority. 


Conditions. 


Councils of Urban 
Districts not being 
Boroughs — cont. 


Royton cont. \ The contractors shall pay to their workpeople on or about the works 

j such rate of wages as is in vogue iu the district of Royton. The 
I contractors shall also employ them during such hours as are usual and 
j customary in the district. 


- : The contractor in carrying out the contract shall pay the rate of wages 
1 and observe the hours of labour recognised and agreed upon between 
the trades union and the employers respectively in the locality in 
• which the work for carrying out the contract is to be performed, and 
neglect or failure so to do shall be deemed a breach of these conditions, 
and the Council may by notice in writing determine the contract at 
any time, and whether so determined or not the contractor shall 
; forfeit and pay to the Council the suin of fifty pounds as liquidated 
and ascertained damages for such breach, or the Council may deduct 
the same from any money due or payable by them to the contractor. 


Rushden - - In case the surveyor shall be dissatisfied, on the ground of incompetency 

or misconduct, with any master, foreman, or workman who shall be 
employed by the contractor in the performance of the works, aod 
[ shall give notice in writing to the contractor thereof, the contractor 
I shall, within 24 hours next following, discharge from the works such 
master, foreman, or workman. And if the contractor shall neglect to 
I do so, the surveyor may discharge such master, foreman, or workman 

from being employed on the works, and hire and employ any 

i other person or persons in his or their stead, at the expense of the 

| contractor ; such expense to be deducted out of the next payment due 

| to the contractor, if not" previously paid. 

Rxton - - - | Power to discharge workmen for incompetence or improper conduct. 


Saddleworth - 


# St. Ann e’s-on-tb e-Sea 


| In case the surveyor shall be dissatisfied, on the ground of ineom- 
petency or misconduct, with any master, foreman, or workman who 
shall be employed by the contractor in the performance of the 
works, and shall give notice in writing to the contractor thereof, 
the contractor shall, within twenty-four hours next following, dis- 
charge from the works such master, foreman, or workman. And if 
the contractor shall neglect so to do, the surveyor may discharge 
such master, foreman, or workman from being employed on the 
works, and hire and employ any other person or persons in his or 
, their stead, at the expense of the contractor; such expense to be 
j deducted out of the next payment due to the contractor, if not 
j previously paid. 

i If any workman or other person employed by the contractor in or about 
j the execution of the works shall at any time in the opinion of the 
I surveyor be incompetent or conduct himself improperly, and the 
| surveyor shall give notice in writing thereof to the contractor, 
the contractor shall within 24 hours from the service of such notice 
discharge from the works such workman or other person and in 
I default of such discharge it shall be lawful for the surveyor to dis- 
charge such workman or other person and to hire or employ auy 
! other person in his stead at the expense of the contractor. And such 
j expense if not previously paid shall be deducted from any payment 
that may then be or thereafter may become due to the contractor 
under the contract. 


Sandal Magna - - ■ A condition enabling surveyor to discharge any workmen he may 

consider incompetent or acting improperly. 

Shanklin - . j If any workman or other person employed by the contractor in or about 

the execution of the works shall at any time in the opinion of the 
surveyor be incompetent or conduct himself improperly, and the 
I surveyor shall give notice in writing thereof to the contractor, 

I the contractor shall within 24 hours from the service of such notice 

| discharge from the works such workman or other person, and in 

default of such discharge it shall be lawful for the surveyor to 
discharge such workman or other person and to hire or employ any 
other person in his stead at the expense of the contractor. And such 
expense if not previously paid shall be deducted from any payment 
that may then be or thereafter may become due to the contractor 
! under the contract. 

Shelley - - - The only condition specified by the Council is that the contractor 

j shall employ, as much as possible, local labour. 

G 3 
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Name of Local Authority. I Conditions. 


Councils of Urban 
Districts not being 
Boroughs — cont. 

SsepTon Mallet - If any workman employed by the contractor is, in the opinion of the 
surveyor, incompetent or conducts himself improperly, the contractor 
shall discharge such workman. 

Shildon and East If any workman or other person employed by the contractor in or about 

Thicklev. the, execution of the works shall at any time in the opinion of the 

surveyor be incompetent or conduct himself improperly, and the 
surveyor shall give notice in writing thereof to the contractor, 
the contractor shall within 24 hours from tfye service of such notice 
discharge from the works such workman or other person, and in 

default of such discharge it shall be lawful for the surveyor to 

discharge such workman or other person and to hire or employ any 
other person in his stead at the expense of the contractor. And such 
expense if not previously paid shall be deducted from any payment 
that may then be or thereafter may become due to the contractor 
under the contract. 

Shipley - - - The contractors shall pay to the workmen employed in the execution of 

any contract for the Council such wages as are recognised as current 
J and actually in operation in the district. 

| There shall be no sub-letting of any portion of a contract, except with 
I the written sanction of the Council ; such sanction to be granted 
I only by resolution of the Council. 

(a) In the event of a contravention of the first of the preceding 
clauses, the Council shall be entitled to deduct from the amount 
payable to the contractor such sum as will represent double the 
amount of the difference between the wages actually paid by the 
Contractor and the wages recognised as current in the district, 
provided that any such deduction shall not, in any case, be less 
than 51. ; and the contractor shall bind himself to accept such 
reduced sum, in full satisfaction of his claim on account of the 
contract; and (b) in the event of a breach by the contractor 
of the second of the preceding clauses, the Council shall be 
entitled to deduct 20 per cent, from the amount payable to the 
contractor ; and the contractor shall bind himself to accept such 
reduced Sum, in full satisfaction of his claim on account of the 
contract. 

Slougii - - The contractor shall employ in or about the execution of the several 

| works only such workmen as are careful and skilled in their various 

i trades and callings, and the surveyor shall have full power to object 

! to and dismiss any person employed by the contractor in or about the 

I works who shall in his opinion misconduct himself or be incompetent 

for the due and proper performance of his duties. 

Southall-Noewood - I The contractor shall pay the standard rate of wa^es for the district. * 

South Bank in Noe- ' The trades union rate of wages of the district shall be paid by the 
MaNby. ! contractor. J 

South wick - - ■ The contractor shall, as far as may be practicable, employ men for the 

| execution of the works, the subject of this contract, who were residing 
in the district of the Council prior to the 25th day of December 1904 
| for which purpose a register of unemployed will be kept by the 

! surveyor to whom the contractor shall apply as men are required for 

the said works, but the contractor shall be under no obligation to 
retain any man who may prove inefficient.* 

The wages paid in the execution of the works shall be those generally 
accepted as current in the district for competent workmen. Anv 
dispute between the contractor and the workmen as to the wa-ms 
question shall be referred to the engineer, and his decision shalfbe 
final and binding upon all parties. 

The contractor shall pay such rates Of wages and observe such hours 
of labour as are generally accepted as fair in the district, and shall 
not assign his contract to any other person without the consent 
of the Council, nor shall he underlet the work or make any sub- 
contract without the consent of the Council, nor shall he under any 
circumstances do other than pay day wages to his own immediate 
workmen for the execution of the contract. 

The contractor shall declare that he pays the standard rate of wa^es 
to his workpeople, and. that he will do so to the men engaged upon 
the work under the contract. * 


* These are conditions stated to have been specified in the case of the last contract only (February 19051 in 
new of exceptional distress prevalent at the time. J '' 
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Name of Local Authority. I 


Councils of Urban 
Districts not being 
Boroughs — cont. 
Stgwmakket - 


Swinton (Yorks) 


The contractor shall employ only such workmen as are careful and 
skilled in their various trades, and the surveyor shall be at liberty to 
object to or dismiss any person employed by the contractor. The 
contractor shall employ a competent foreman on the works, who shall 
not be dismissed without the sanction of the surveyor, but may be 
objected to or dismissed by the surveyor. 

The workmen, if incompetent or refusing to carry out instructions, may 
» be dismissed by the Council. 

The contractor covenants and declares, with and to the Council 
that the contractor pays, and will pay during the subsistence of the 
contract, to the whole of the workpeople of the contractor (except 
such as may be employed under special provisions agreed upon by 
I the employers and the organised bodies of workers) the standard rate 
j of wages in the several districts where the workpeople of the con- 
I tractor are actually engaged in the execution of work. And also, 

! that the contractor observes, and will observe during the subsistence 

of the contract, the hours of labour, as well as the aforesaid rate 
| of wages, recognised by the associations of employers and the local 
I organised bodies of workers in the various trades of the several 
I districts where the work is being done. And also, that the contractor 
1 does not and will not prohibit the workpeople of the contractor from 
j joining trade societies or continuing members of such societies. 

; The contractor shall pay not less than the minimum standard rate of 
wages current in the district for all labour required. 


Swinton and Pendle- The contractor undertakes to observe the following conditions in regard 
RUI!Y - j to the rate of wages and hours of labour, <fec. Failing the carrying 

j out of all or any of the said conditions, the Council shall be at liberty 

to cancel any contract which the contractor may enter into with the 
i Council or any tender which may be accepted for the execution of 
work,, and the Council shall have power to finish any work undertaken 
; by the contractor under such contract or tender, as and in such 

I manner as the Council, shall deem fit, and no claim for damages shall 

I be made or hold good on account of the cancelling of such contract 

or tender for the reason hereinbefore given, and the cost of all such 
j work done by the Council may be deducted from the amount of the 
tender of such work 


T m GN MOUTH 


Tipton 


(a) The contractor must pay to his workmen the standard rate of 
wages and observe the hours of labour recognised by agreement 
between the local organised bodies of employers and operatives 
in the trade rules and established trade customs and conditions of 

i the district in which the work is done. 

( b ) Should the Council have, in its opinion, reasonable grounds for 
believing that the above conditions are not being complied with, 
the contractor shall be required to grant facilities to the clerk of 
the Council or his representatives to examine the wage-books or 
wage-sheets showing the wages paid to, and the hours of labour 
observed by, all those employed by the contractor. 

(c) No tender shall be accepted from any firm which prohibits its 
workpeople from joining trade societies organised for mutual 
defence. 

(d) The contractor, or any agent or servant of his acting with his 
authority, knowledge, or consent, shall not on any account be 
permitted to give or offer any gratuity to any officer or servant 
of the Council. 

(e) The contractor shall not assign or underlet the contract, or any 
part of it, or sub-contract, except with the consent of the Council, 
and upon such conditions as the Council may think fit ; but, if 
the tenderer at the time of tendering states his desire to sublet 
any portions of the work not usually done by him, the Council 
will consent provided that the sub-contractor is a person approved 
by it. The principal contractor shall be responsible, however, 
for all work done, and for being carried out under the same 
conditions as if executed by himself. 

j The contractor shall employ local labour as far as possible in carrying out 
j the works, where, in the opinion of the surveyor, it is advisable to do 
so, and he shall pay the standard rate of wages current in the district. 

The contractor shall pay the rate of wages and observe the hours of 
labour recognised and agreed upon between the trade unions and the 
employers respectively in the locality in which the work for carrying 
out the contract is to be performed, or such rate of wages and hours 
as are equivalent or approximate thereto. 


G i 
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Name of Local Authority. I 


Councils of Urban 
Districts not being 
Borou ghs — con t. 
Tottenham 


Twickenham 


Tvr.DESI.EY 

Shakerley. 


Trade union wages are to be paid, and the contractor shall employ the 
unemployed of the district as far as practicable. 

The contractor shall pay to all workmen employed upon the work the 
standard rate of wages paid in the district for such class of work. 

The contractor shall during the progress of the works pay his workmen 
the current rate of wages payable in the district. 

The contractor undertakes that in carrying out the contract all people 
employed shall be paid the regular standard rate of wages as recog- 
nised by the various trades unions and employers’ associations in the 
district, and that the hours and conditions of labour as recognised by 
such trades unions and employers’ associations shall be observed. 
Should the contractor commit a breach of any of these conditions, he 
shall not be asked or allowed to tender again for any work of the 
Council. Any questions arising as to what are the standard rate of 
wages, &c., to be settled between the trades unions and employers’ 
associations. 

Contracts contain no conditions as to wages. The only condition 
affecting workmen is that the contractor shall discharge any workman 
:f ’n the opinion of the Council’s surveyor, he is incompetent. 


Walthamstow 


Wednesfiei.d 


W elling borough 


if, ii 


The contractor undertakes that he, his executors, administrators, or 
assigns or sub-contractors, will pay during the continuance of the 
contract to his or their workmen or other workpeople the minimum 
standard rate of wages obtaining in the urban district or the district 
in which the work is executed, as the case may be, and that he 
and they will observe the trade customs and regulations current 
in the said district; and if it shall be proved to the satisfaction 
of the Council that he or they have paid less than the minimum 
standard rate of wages, or failed to observe the trade customs and 
regulations as aforesaid, the contractor shall pay to the Council as 
and for liquidated damages the sum of 20.?. for each and every case 
| in which such under-payment or non-observance shall be proved, and 
it shall be lawful for the Council to deduct any such sum or sums 
from any moneys due or to become due to the contractor under the 
contract. 

The contractor shall pay to all persons engaged by him such wages 
as are generally accepted as current in each trade for competent 
workmen and shall from time to time whenever required so to do, 
produce to the Council sufficient evidence that he is paying such 
wages, and also that none of the work is sub-let. 

The contractor shall pay the standard rate of wages in force in the 
district in all branches of his work. 

The contractor shall pay all workmen employed upon the works the 
trade union rate of wages, under a penalty of fifty pounds, or under 
pain of forfeiting the contract, at the option of the District Council, 
provided always that where any trade or craft shall not be represented 
by any trades union the men employed shall be paid the rate of 
wages prevailing in the district of the Council. 

To pay the rate of wages and to observe the hours of labour recognised 
and agreed upon between the trades unions and the employers respec- 
I tively in the locality in which the work for carrying out the contract is 

! to be performed, or such rate of wages and hours as are equivalent or 

I approximate thereto. 

j To pay the rate of wages and to observe the hours of labour recognised 
; and agreed upon between the trades unions and the employers respec- 
tively in the locality in which the work for carrying out the contract 
j is to be performed, or such rate of wages and hours as are equivalent 
j or approximate thereto. 

| The contractor shall pay to all men employed upon the works the rate of 
j wages and adopt the hours of labour agreed upon between the 
| employers’ association and the trades union. 

j No conditions as to wages; but as regards persons to be employed, 
I contract gives surveyor power to discharge incompetent workmen. 
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Name of Local Authority. I Conditions. 


Councils of Urban 
Districts not being 
Boroughs — eont. 


Westhoughton - - j The contractor contracts and undertakes to pay all workmen in his 

employ the recognised standard rate of wages applicable to each 
i class of work, and also to observe the usual hours and conditions of 
labour recognised in the town, and also further undertakes that this 
I shall apply to all or any sub-contractors in connection with the 
contract. 

Weston-super-Mare - The contractor shall not, without the written consent of the Council, 

• under the hand of their clerk, which consent maybe given subject 
to such conditions (if any) as the Council may think fit to impose, 
assign or underlet the contract or any part thereof, or make any 
sub-contract for the execution or performance of the work or any 
part thereof or for any piecework ; and for each and every breach by 
the contractor of this conditon the contractor shall, notwithstanding 
the condonation of any prior or other breach, on demand, pay to the 
Council, as liquidated damages, and not as a penalty, the sum of l. 

| Provided that the contractor may, with the consent of the Council, 
i under the band of their clerk, which consent may be given subject 
t.o such conditions (if any) as the Council may think fit to impose, 

I sub-let such portions of the work as would not usually be produced 
or carried out by the contractor in the ordinary course of his business, 
to an approved sub-contractor, the contractor being responsible for 
the work done, under the same conditions as if done by himself. 

The contractor shall strictly observe the recognised rules, customs, 
and conditions as to rates of wages and working hours that prevail 
| in each particular trade in the district ; and for any breach by the 

| contractor of this condition the contractor shall, notwithstanding the 

condonation of any prior or other breach, on demand, pay to the 
Council, as liquidated damages and not as a penalty, the sum of l. 

Wigston Magna - [ No workman shall be employed for unskilled labour other than men 
living within the district, without the written consent of the sur- 
! veyor to the Council.* 


Willesden - - | In the case of building contracts the following clause is inserted ; — 

The contractor shall pay all workmen (except a reasonable number of 
| legally bound apprentices) employed by him in and about the 
execution of this contract, or any part thereof, wages and wages for 
overtime respectively, at rates not less than the rates stated or 
provided for in the schedule hereto, f and for each and every breach 
by the contractor of this stipulation, and notwithstanding the con- 
donation of any prior or other breach, the contractor shall, on 
demand, pay to the Council, as liquidated damages and not as a 
penalty, the sum of 51. 

I In the case of the printing and stationery contract of the Council : — 
j The contractor undertakes i.o pay to all his employees such rate of 
wages and observe such hours of labour as are generally accepted as 
i fair in the trades affected, and for each and every breach of this 

| stipulation, the contractor shall, on demand, pay to the Council as 

liquidated damages the sum of 51., or the same may be recovered in 
j any court of competent jurisdiction. 


WiLLINGTON 

Wimbledon 


Witney 




- 


A condition relative to the workmen found by the surveyor to be 
incompetent or conducting themselves improperly. Ho condition 
as to wages. 

The rates of wages to be paid to, and the hours of labour imposed upon, 
the artificers, workmen, and others who shall be engaged or employed 
in carrying out the contract shall be such as are recognised by the 
respective trade unions and the employers in the town and district 
where such contract is to be executed. The contractor shall at any 
time and from time to time during the continuance of the contract, 
whenever called upon so to do by the clerk for the time being of the 
Council, produce to such person or persons as the clerk on the 
authority of the Council or a committee of the Council may direct 
the time and wages books and sheets of the contractors, in order to 
show to the satisfaction of such person or persons whether or not these 
stipulations have been and are being complied with. 

The contracts do not embody any conditions as to the wages to be 
paid by the contractors. They, however, usually contain a stipula- 
tion for the dismissal by the Council’s engineer forthwith of any 
person employed by the contractor on the works, who appears to be 
incompetent or acts in an improper manner. 


* It is stated that this condition was inserted in a contract entered into in February 1905 because there was a 
large number of men at Wigston out of employment at the time. 

f A schedule setting out the particulars indicated as regards the various trades is included in the contracts. 
0.190. H 
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Name of Local Authority. 


Conditions. 


Councils of Urban 
Districts not being 
Boroughs — cont. 


Womb well 


The contractor shall pay to his workmen, whether artisans or labourers, 
not less than the minimum standard rate of wages paid for the time 
being in each branch of trade in the district in which the work, the 
subject of the contract, is to be done, as accepted by the various 
trades unions, and shall observe the recognised hours and proper con- 
ditions of labour. 


Woodford - - j The contractor shall pay to all workmen of every trade or class 

| employed by him upon any of the works comprised in the con- 
I tract the respective rates of wages which shall at the time of the 
J execution of the contract be usually paid to workmen of that trade 

j or class by other employers of labour in the district, and the rates 

I of wages respectively payable under the contract shall be fixed by 
j a schedule thereof annexed to the bills of quantities. 

Wood Green - - i The contractor shall pay all workmen employed by him in or about the 

I execution of the contract or any part thereof wages at rates not less 
I than the trade union rates, or such wages as are generally recognised 
as the standard in each trade in the district for competent workmen, 
and that the wages, hours, and conditions of employment of those 
workmen engaged by him who are occupied at trades in which agree- 
ments exist between the respective trade unions and associations 
of employers, shall be those set forth in such agreements, and the 
contractor shall, when submitting his tender fill in the schedule 
(attached to the schedule of prices) stating such rates, and for each 
and every breach by the contractor of the above stipulation and 
notwithstanding the condonation of any prior or other breach, the 
contractor shall on demand pay to the Council, as liquidated damages 
and not as a penalty, the sum of 5 1., or the same may be deducted by 

the Council frpm any amount due or to become due to the contractor. 

Worsley - - ! The contractors shall pay to the workmen employed by them the 

standard rate of wages for the time payable in respect of such or 
; the like employment in the district ; and in case there be any 

| default on their part or on the part of any sub-contractor in this 

respect the contractors shall forfeit and pay to the Council the sum 
of 501. as liquidated damages. 

Wrotham - - | Ns conditions as to wages. The surveyor is to have free access at all 

I times to the works, which are to be entirely under his control, and he 
may require the dismissal of any person from the works whom he 
may consider incompetent or who misconducts himself, and the 
contractors shall comply with such requirement forthwith. 

Councils of Rural Dis - j 
tricts. 


Ashby de la Zodch - The contractor shall be subject to a condition, to form part of the 
contract, that he will not pay to his workmen less than the minimum 
standard rate of wages, current in the district in which the work is 
j done. 


Bakewell 


Barnet 

Bridgwater 


Buntingford 


- ; If any workman employed by the contractor is, in the opinion of the 
I engineers or surveyor, incompetent or conducts himself improperly, 
the contractor may be required to discharge such workman within 
24 hours, failing which the engineers may discharge and engage other 
workmen at the contractor’s expense. 

The only condition is that the labour employed shall be suitable. 

" ; No express condition as to the wages to be paid by the contractor, but 
a schedule day work prices is attached to bill of quantities which 
I forms part of the contract. 

! No conditions as to wages to be paid by the contractor. 

If any workman or other person employed by the contractor in or about 
I the execution of the works shall at any time in the opinion of the 
: surveyor be incompetent or conduct himself improperly and the 

1 surveyor shall give notice in writing thereof to the contractor, the 
contractor shall within twenty-four hours from the. service of such 
i notice discharge from the works such workman or other person 

I and in default of such discharge it shall be lawful for the sur- 

| veyor to discharge such workman or other person and to hire or 
| employ any other person in his stead at the expense of the contractor. 
I And such expense if not previously paid shall be deducted from any 
j payment that may then be or thereafter may become due to the 
i contractor under the contract. 
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Name of Local Authority. 

Conditions. 

Councils of Rural Dis- 
tricts — cont. 
Chertsey 

In a contract, dated 1.6 February 1905, for the reconstruction of a 
bridge, it was stipulated that the engineer acting on behalf of the 
Council should have power to dismiss any improper or incompetent 
foremen or workmen, and generally to enforce his orders. 

Chesterfield - 

The contractor shall pay such rate of wages and ohserve such hours of 
labour as are generally accepted as fair in the respective trades within 
the district. 

Cowbridge 

The contractor shall employ in and about the execution of the works 
only such clerks, foremen, superintendents, agents and workmen as 
are careful and skilled in their various trades and callings. Such 
persons to be paid reasonable and proper wages by the contractor. 
The surveyor shall be at full liberty to object to and to require the 
dismissal forthwith of any person employed who shall in his opinion 
misconduct himself or be incompetent or negligent in the performance 
of his duties. 

Hartford - 

The wages of the workmen in the execution of the contract shall 
be those generally accepted as current in each trade for competent 
workmen in the district where the work is carried out. 

Evesham 

The contractor shall pay the usual wages for similar work in the district. 

Foleshill - 

The only condition is that the men shall be experienced in their work. 

Frome - 

No conditions as towages ; but the surveyor may require the contractors 
to dismiss any person in their employ upon the works whom the sur- 
veyor may consider to be incompetent or misconduct himself, and the 
contractors are to forthwith comply with such requirements. 

Guildford 

V 

The contractors shall only employ such workmen in or about the works 
as are careful and skilled in their various trades and callings, and the 
engineer shall be at full liberty to object to or dismiss any person 
whom he shall consider incompetent, or who shall behave in an 
improper manner. 

Hailsham - - I 

The contractor shall give all necessary personal superintendence to the 
execution of the works, and shall keep a proper and competent 
foreman constantly thereon to act as his fully authorised agent for 
the purposes aforesaid in his absence therefrom. The contractor 
shall, if and whenever the engineer shall so direct, discharge any 
foreman or workman, and immediately and permanently exclude him 
from the works and the premises connected therewith. 

Hatfield - - ' 

The contract shall be determinable by the Council in the event of neglect, 
disobedience, misconduct, or other default in the due performance of 
the contract on the part of the contractor or any of the men employed 
by him, but without prejudice on the recovery or deduction by the 
Council of any penalty, forfeiture, or damage thereby, or theretofore 
incurred by the contractor. 

And further, it shall be lawful for the Council on any default and 
without notice to the contractor to employ or hire all necessary men, 
&c., and to deduct the expenses of so doing from the next payment 
which shall become due to the contractor. 

Hat - 

The usual wages paid for similar work in the district shall be paid by 
the contractor. 

Hemsworth 

The only condition with regard to the persons employed by the 
contractor is that if the workmen are incompetent or misconduct 
themselves the contractor is, on notice being given to him to that 
effect, to dismiss such workmen. 

Leeds (Roundhat and | 
Seacroft). 

1 

The contractor shall give all necessary personal superintendence during 
the progress of the works, and shall employ at his own cost and 
charge a competent agent or foreman constantly at the works to 
ensure efficient control and superintendence in his absence, who 
shall, on behalf of the contractor, receive and have charge of all 
drawings, writings, papers, specifications, notices, and other documents 
as may be intended for the contractor, and shall receive, execute, 
and obey all instructions that may be given by the engineer. The 
contractor shall employ such and so many men as the engineer may 
consider necessary to ensure the completion of the works within the 
time specified, and which he may by notice in writing direct to be 

H 2 
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Name of Local Authority. Conditions. 


Councils of Rural Dis- i 
tricts — cont. 

Leeds (Roundhay and employed and provided. The contractor shall only employ in or 

Seaceoft) — cont. about the execution of the works such clerks, agents, foremen, and 

workmen as are careful and skilled in their respective trades’ and 
no person shall be allowed to remain upon the work or any part 
thereof who shall, in the opinion of the. engineer, misconduct himself 
or be incompetent for or negligent in the due and proper performance 
of his duties or any of them. 

Longtown - - The only conditions are that the materials and workmanship are to be 

the best of their respective kinds. 

Malton - - In case the surveyor shall be dissatisfied, on the ground of incom- 

petency or misconduct, with any master, foreman, or workman who 
shall be employed by the contractors in the performance of the 
works, and shall give notice in writing to the contractors thereof, 
the contractors shall, within twenty-four hours next following, dis- 
charge from the works such master, foreman, or workman. And if 
the contractors shall neglect so to do, the surveyor may discharge 
such master, foreman, or workman from being employed on the 
works, and hire and employ any other person or persons in his or 
their stead, at the expense of the contractor ; such expense to be 
deducted out of the next payment due to the contractors, if not 
previously paid. 

Norton (Yorks) • In case the surveyor shall be dissatisfied, on the ground of incom- 
petency or misconduct, with any master, foreman, or workman who 
shall be employed by the contractor in the performance of the 
works, and shall give notice in writing to the contractor thereof, 
the contractor shall, within twenty-four hours next following, dis- 
charge from the works such master, foreman, or workman. And if 
the contractor shall neglect so to do, the surveyor may discharge 
such master, foreman, or workman from being employed on the 
works, and hire and employ any other person or persons in his or 
their stead, at the expense of the contractor ; such expense to be 
deducted out of the next payment due to the contractor, if not 
previously paid. 

Pontefract - - General conditions to the contracts provide for the dismissal of any 

incompetent workmen employed by the contractor. 

Rotherham - - No conditions as to wages. If any workman or other person shall, in 

the opinion of the surveyor be incompetent or conduct himself im- 
properly, and the surveyor shall give notice thereof to the contractor, 
the contractor shall, within 24 hours, discharge such workman or other 
person and in default of such discharge it shall be lawful for the 
surveyor to discharge such workman or other person and employ 
any other person in his stead at the expense of the contractor. Such 
expense to be deducted from any payment that may become due to 
the contractor. 


St. Thomas - - No conditions as to the rate of wages to be paid by the contractor. 

The contractor shall employ on the works a competent foreman 
skilled in each branch of the work, and such foreman shall not be 
changed without the written consent of the engineer. 

Competent workmen shall be employed, and any workman conduct- 
ing himself improperly shall be removed from the work on notice 
being given by the engineer. 

Seisdon - - The contractor shall pay the rate of wages and observe the hours 

of labour recognised and agreed upon between the trades union and 
employers respectively in the locality, or such rate of wages and 
hours as are equivalent or approximate thereto. 

Shepton Mallet - If any workman employed by the coutractor is, in the opinion of the 
surveyor, incompetent or conducts himself improperly, the con- 
tractor shall discharge such workman. 

Skipton - - - The workmen employed by the contractors shall be competent and 

conduct themselves properly. 

South Mimms - - The only condition m that the labour employed shall be suitable. 
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Name of Local Authority. 

Conditions. 

Councils of Rural Dis- 
tricts — cont. 


Stockton 

The contracts contain no clause as to wages to be paid by the contractor, 
but they contain the following clause with regard to persons 
employed by him : — 

In case the said surveyor shall be dissatisfied, on the ground of 
incompetency or misconduct, with any master, foreman, or work- 
man who shall be employed by the contractor in the perform- 
ance of the said works, and shall give notice in writing to the 
contractor thereof, the contractor shall, within 24 hours next 
following, discharge from the works such master, foreman, or 
workman. And if the contractor shall neglect so to do, the said 
surveyor may discharge such master, foreman, or workman from 
being employed on the said works, and hire and employ any other 
person or persons in his or their stead, at the expense of the 
contractor ; such expense to be deducted out of the next payment 
due to the contractor if not previously paid. 

Steood - 

If any workman or other person employed by the contractor, in or about 
the execution of the works, shall at any time, in the opinion of the 
surveyor, be incompetent or conduct himself improperly, and the 
surveyor shall give notice in writing thereof to the contractor, 
the contractor shall, within 24 hours from the service of such notice, 
discharge from the works such workman or other person, and in 
! default of such discharge, it shall be lawful for the surveyor to 
| discharge such workman or other person, and to hire or employ 
any other person in his stead at the expense of the contractor ; and 
i such expense if not previously paid shall be deducted from the next 
| payment that may become due to the contractor under the contract. 

Tavistock 

| Ho conditions as to wages, but the Council reserve to themselves power 
to discharge incompetent workmen, or those who misconduct them- 
I selves. 

Uxbridge - 

No condition as to the wages to be paid by the contractor. 

A condition is usually inserted to the effect that the engineer or sur- 
| veyor, as the case may be, may require the contractor to dismiss any 
person in his employ who may, in the opinion of the engineer, 
- surveyor, or clerk of the works be incompetent or misconduct himself. 

West ward 

If any workman or other person employed by the contractor in or 
about the execution of the works shall at any time, in the opinion of 
the surveyor, be incompetent or conduct himself improperly and the 
surveyor shall give notice in writing thereof to the contractor, the 
contractor shall, within 24 hours from the service of such notice, 
discharge from the works such workman or other person, and in 
default of such discharge it shall be lawful for the surveyor to 
discharge such workman or other person, and to hire or employ auy 
other person in his stead at the expense of the contractor. And such 
expense, if net previously paid, shall be deducted from the next 
payment that may become due to the contractor under the contract. 

Wtcombe - - • 

Any workman who is incompetent or who shall conduct himself im- 
properly may be discharged by the surveyor, and some other workman 
be employed by the surveyor at the contractor’s expense. 

Yardley - - I 

The contractor shall pay his workmen not less than the minimum 
standard rate of wages in the district for each class of labour respec- 
tively, and shall observe the recognised hours and conditions of labour 
generally, and shall forfeit to the District Council the sum of If. for 
each infringement of this condition, and a further sum of If. for each 
day such infringement continues after his attention has been called to it. 

Boards of Guardians. 
Alcester - 

The contractor shall pay not less than the minimum recognised standard 
rate of wages payable in the district. 

Ashton-under-Lyne - 

The contractor shall pay his workmen not less than the minimum 
standard rate of wages of his district for each class of labour respec- 
tively, and shall observe the organised hours and conditions of labour 
generally. 

H 3 
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Boards of Guardians 
— cont.. 

Aston - - 


Bakewell - 
Barnet - 

Barrow-in-Furness - 
Bedwellty 

Bermondsey - 
Birkenhead 


Birmingham - 
Blackburn 
Bradford (Yorks) - j 


Conditions. 


The contractor shall, during the continuance of the- contract, pay or 
cause to be paid to all workmen engaged upon the works not less than 
the recognised standard rate of wages current in the district in which 
such works are to be carried out, and if it shall be proved to the 
satisfaction of the Guardians that the contractor or any sub- 
contractor has paid less than the recognised standard rate of wages 
as aforesaid, the contractor shall pay to the Guardians as and for 
liquidated damages a sum of 10/. for' each and every case in which 
such under-payment shall be so proven, and the Guardians may 
deduct any such sum or sums from any moneys due or to become due 
| to the contractor under the contract. 

If any workman employed by a contractor is, in the opinion of the 
engineers or surveyors, incompetent or conducts himself improperly, 
I the contractor may be required to discharge such workman within 
twenty-four hours, failing which, the engineers may discharge and 
| engage other workmen at the contractor’s expense. 

No conditions except that the labour employed shall be suitable. 

No conditions as to wages, but the surveyor of the Guardians is 
1 empowered to require the discharge of workmen disapproved of. 

i In case the surveyors of the Guardians shall be dissatisfied with any 
master, foreman or workman who shall be employed by the contractor 
| in the performance of the works, and shall give notice in writing 

| to him thereof, the contractor shall within 48 hours discharge from 

i the works such master, foreman or workman. And if the contractor 

shall neglect so to do, it shall be lawful for the surveyors to dis- 
charge such master, foreman or workman, and to employ any other 
| person in his stead at the expense of the contractor. 

| The contractor undertakes to pay all workmen employed by him in 
| the performance of the contract such rates of wages and to observe 

} such hours of labour as at the date of the contract are recognised as 

j fair by the several trade unions of the district where the work is to be 

j done. 

The contractor, in carrying out the contract, shall pay the rate of wages 
and observe the hours of labour recognised and agreed upon between 
the trades unions and the employers in the locality in which the work 
i for carrying out the contract is to be performed, and that the con- 

tractor shall not transfer, assign, or underlet, directly or indirectly, 
j the contract, or any part, share, or interest therein without the 

j written consent of the Guardians under the hand of the clerk, and in 

! case such consent is given the person or firm to whom the contract is 

, transferred, assigned, or underlet, shall enter into a similar under- 

taking before such transfer, assignment, or underletting is made. 

The contractor and any sub-contractor he may employ under the 
contract shall pay the standard rate of wages in force in the parish 
| in all trades. 

| The contractor shall pay all workmen employed by him upon the work 
comprised in the contract the standard rate of wages current for the 
time being in their several trades. 

The contracts contain the following clauses : — 

The contractor hereby gives an assurance that during the three 
months immediately preceding the date of his tender for this 
contract he has paid the whole of his workmen not less than the 
standard rate of wages hereinafter defined, and he undertakes that 
he will continue to pay that rate of wages to all his workmen 
employed thereon during the existence of the present contract ; 
such standard rate of wages to be deemed to be the rate mutually 
agreed upon by the masters’ association and the trade unions 
respectively concerned, or in case there should at any relevant 
time be no such rate as aforesaid, then such rate of wages to be 
deemed to be that last mutually agreed" upon by the masters’ 
association and the trade unions respectively concerned. 
Provided that in the case of engineers, founders, and metal 
workers the rate of wages and conditions of employment last 
agreed upon as between the Federated Engineering Employers 
and the allied trade unions shall be observed. And in the 
event of his assurance aforesaid being false in any particular, 
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Name of Local Authority. 

Conditions. 

Boards of 
— cont. 
Bradford 
cont. 

Guardians 
(Yorks) — 

or in the event of the contractor committing any breach of his 
undertaking aforesaid, the Guardians may, if they think fit, 


after giviDg him notice in writing of their intention so to do, 
i forthwith enter upon and take possession of the works and site 

apd of all such materials and plant upon the site or on any 
ground contiguous thereto intended to be used for the works, 
and all sucji materials thereafter used in or about the completion 
of the said works shall become the property of the Guardians 
absolutely, and the Guardians shall retain and hold all such 
plant until the work shall have been completed under the powers 
hereinafter conferred upon them. And if the Guardians shall 
exercise the above power they may complete the contract them- 
selves by direct labour or engage any other person to complete 
the contract, and may exclude the contractor, his agents, and 
servants from entry upon or having access to the works, the 
Guardians or such other person, as the case may be, using for 
that purpose the plant and materials above mentioned in so far 

as they are suitable and adapted to such use 

For the purpose of ascertaining whether the contractor is or 
has been paying the standard rate of wages, the contractor shall 
whenever called upon by the clerk to the Guardians submit his 
wage-books to such accountant as the clerk shall direct for 
examination at such time or times as the clerk may think fit. 
Provided always that if the completion of the said works shall be 

interrupted by a strike or lock-out of the 

workmen in any particular trade employed thereon by the con- 
tractor, not being a strike or lock-out due directly or indirectly 
to the contractor neglecting or refusing to pay the standard 

rate of wages as defined in the foregoing clause, 

the period (or any portion thereof as the architect in his dis- 
cretion may think reasonable and proper) during which the 
work shall be interrupted by such strike [orj lock- 
out, according to the certificate of the architect, 

shall not be reckoned within the time allowed for completion. 

Brentford - - j The contractors shall pay not less than the recognised minimum stan- 

dard rate of wages payable in the district. 

Bridgend and Cow- The contractor shall pay to his workmen not less than the trades union 
bridge. rate of wages. 

Bbighton - - In a contract dated 10th August 1904, in regard to the “ exterior 

I painting ” of the workhouse, it was stipulated that the contractor 
| should employ skilled labour and pay the current rate of wage as 
I generally adopted in the town, viz., Q^d. per hour. 

In a contract dated 14th March 1905, for works, materials, and general 
repairs required during the year, it was stipulated that all labour should 
be charged at net prices as quoted in the schedule attached to the 
contract. 

Bristol ... The contractor shall pay to all persons employed by him in the execution 
of any works under the contract the recognised rate of wages of the 
particular trade current at the time in Bristol, and shall observe all 
the other conditions of labour recognised in the respective trades in 
Bristol. 

Bury - The contractors are required to pay their workpeople the regular 

standard rate of wages and to observe the recognised hours and 
conditions of labour prevailing in the district, and to provide that, if 
| any portion of their contract be sublet, the sub-contractor shall 
j comply with the same conditions. 

Caistqr - - • The contracts include a schedule of wages to be paid by the contractor. 

Camberwell - - A schedule is included in the contracts setting forth the minimum rate 

of wages to be paid by the contractor to the different classes of 
workmen for ordinary time and for overtime, and also the maximum 
hours of labour to be worked per week. 

Cardiff - - The rates of wages to be paid and the hours of labour, as well as the 

j rules imposed upon the artificers, workmen, and others who shall be 
engaged or employed in carrying out the contract, shall be such as 
| are recognised by the respective trades unions and the employers in 

1 the town and district where such contract is to be executed. 

H 4 
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Name of Local Authority. 


Boards of Guardians 
— cont. 

Chelsea - 


Cheltenham - 


Chipping Norton 


Conditions. 


The contractor shall at all time3 during the continuance of the con- 
tract abide by, perform, observe, fulfil, and keep all and singular 
the stipulations following, that is to say : — 

(1) The contractor shall pay all workmen, except a reasonable 
number of his legally bound apprentices, employed by him iu 
and about the execution of the contract, or any part thereof, 
wages and wages for overtime respectively at rates not less than 
those at the date of tender recognised by the association of 
employers and trades unions and in practice obtained in the 
districts in which the work is to be done, and for each and every 
breach by the contractor of this stipulation, and notwithstanding 
the condonation of any prior or other breach, the contractor 
shall on demand pay to the Guardians as liquidated damages, 
and not as a penalty, the sum of 51. 

(2) The contractor shall observe and cause to be observed by all 
such workmen hours of labour not greater than those at the date 
of the tender recognised by associations of employers and trades 
unions and in practice obtained in the districts in which the 
work is to be done, and for each and every breach by the 
contractor of this stipulation, and notwithstanding the condona- 
tion of any prior or other breach, the contractor shall on demand 
pay to the Guardians as liquidated damages, and not as a penalty, 
for each day on which such breach shall be committed, and for 
each workman iu respect of whom it shall be committed, the 
sum of os. per hour for every hour during which on each day 
each such workman shall be employed by the contractor beyond 
the maximum number of hours as are above stated to be observed ; 
provided that this stipulation shall not be construed to prohibit 
overtime, if such overtime be in accordance with the rules of the 
trades unions concerned. 

(3) The contractor shall at all times during the continuance of the 
contract display and keep displayed upon the site of the works, 
and in every factory, workshop, or place occupied or used by the 
contractor in or about the execution of the contract, in a position 
in which the same may be easily read by all workmen employed 
by the contractor in or about the execution of the contract, a 
clearly printed or written copy of the said rates of wages and 
hours ot labour recognised at the date of the tender by associations 
of employers and trades unions as aforesaid. 

(4) The contractor shall at any time and from time to time during 
the continuance of the contract, whenever called upon so to do 
by the clerk for the time being of the Guardians, produce to such 
officer or officers of the Guardians as the clerk may direct the 
time and wages books and sheets of the contractor, in order to 
show to the satisfaction of such officer or officers whether or not 
these stipulations have been and are being complied with. 

(5) Should any workman in the employment of the contractor be 
not paid the schedule rate of wages, the Guardians may pay to 
any workman or workmen who may have been underpaid the 
difference between the amount of wages which he may have been 
paid by the contractor and the amount which he would have 
been paid if the stipulations as to wages had been observed, and 
may deduct from any moneys due or to become due under 
the contract the amount of the said difference so paid to such 
workman or workmen. 

The contractor, and every sub-contractor under him, shall in the 
execution of the works pay to each of the workmen employed by 
him therein the standard rate of wages for the time being payable 
in respect of such like employment within the town or other place, 
and in case there be any default on the part of the contractor or any 
sub-contractor in this respect, the contractor shall forfeit and pay to 
the Guardians the sum of 51. as liquidated damages for such default, 
and after notice from the Guardians of any repeated like default, 
a further sum of 51. for every repetition of such default. 

No conditions as to wages. The contractor is required, on receiving 
notice in writing from the Guardians or the architects requiring him 
so to do, discharge from the works any workman or labourer on the 
ground of bad workmaosliip, general misconduct, or reasonable 
suspicion thereof, and shall forfeit and pay unto the Guardians by 
way of deduction from any money which may then or thereafter be 
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Name of Local Authority. 

Conditions. 

Boards of Guardians 
— cont. 


Chipping Norton — 

cont. 

due to the contractor in respect of the works the sum of 10s. for 
every day after the receipt of such notice during which such workman 
or labourer may continue to be employed by the contractor upon the 
works. 

Chorlton 

The contractor shall observe such hours of labour, and shall pay the 
workmen engaged by him in carrying out the works such rates of 
wages, as are generally accepted as fair in their respective trades. 
And the contractor shall, when required by the architect, produce 
such evidence and proof as shall satisfy the architect that such rates 
of wages are being paid. 

Coventry - 

The contractors shall pay the rate of wages and observe the hours of 
labour recognised and agreed upon between the trades unions and 
employers respectively in the locality in which the work for carrying 
out the contract is to be performed, or such rate of wages and hours 
as are equivalent or approximate thereto. 

Darlington - 

The contractor is to pay the standard rate of wages and to observe the 
usual conditions relating to the trade in the district. 

Dartford - - - 

In a contract for the execution of works, dated 3rd September 1903, 
no reference was made as to the payment of wages to workmen. 
A condition was, however, inserted in the contract compelling the 
contractor, at a day’s notice from the Guardians’ architect, to discharge 
any workman who might conduct himself improperly or be incom- 
petent, and such person was not to be re-employed without permission 
iu writing from the architect. In the event of the refusal by or delay 
on the part of the contractor to appoint successors to those discharged, 
or to keep a sufficient number of workmen on the job, according to 
the opinion of the architect, the latter was at liberty to appoint such 
persons as he might consider proper. 

Devon port 

The contractor shall pay to his workmen the standard rate of wages. 

Dewsbury 

During the continuance of the contract the contractor shall pay his 
workmen not less than the minimum standard rate of wages in the 
district, and shall also observe the recognised hours and conditions 
of labour. 

Dudley 

The contractors undertake to pay the local standard rate of wages to all 
workmen employed in and about the execution of the works, and to 
comply with the working rules of the district. 

East Stonehouse 

The rate of wages prevailing in the district shall be paid by the 
contractor to artisans of the various classes employed on the works. 

Edmonton 

No condition as to wages. Competent workmen are to be employed. 

Epping - 

The contractors shall, on the request of the architect, immediately 
dismiss from the works any person employed thereon by them who 
may, in the opinion of the architect, be incompetent or" misconduct 
himself, and such persons shall not be again employed on the works 
without the permission of the architect. 

Exeter 

The contractor undertakes to pay his workmen the rate of wages and to 
observe the hours of labour recognised and agreed upon between the 
trades unions, where such exist, and the employers. 

Fro me - - 

The contractor shall provide and keep on the premises where the works 
are to be carried on a good and efficient general foreman. The 
architect shall have full power to dismiss any foreman and also any 
workman for incompetency or misconduct. 

The contractor is to hold the Guardians harmless from all damages by 
reason of any accident to life or limb of any person or persons by 
reason of the works. 

Fulham 

Building Contracts . — The contractor shall undertake to pay not less 
than the minimum rates of wages, and also observe all the conditions 
as to hours of labour, &c., as agreed upon between the Central 
Association of Master Builders of London and the representatives of 
the workmen. 

0.190. 
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Boards of Guardians 
— cont. 

Fulham — cont. Annual Contracts for Supplies. — The contractor shall pay the 

recognised trade union rate of wages to his employees, or, in the case 
of an industry with which no trade uuion is connected, he shall pay 
the current rate of wages in the district where the work is executed. 
The contractor shall not sublet any part of the contract to any person 
not complying with the foregoing conditions. 

Fylde - - - The contractor shall adhere to the standard rate of wages, working 

hours, customs, and conditions agreed.' to by the employers and the 
trade societies of the district. 

Gateshead - - The wages paid in the execution of the contract shall be those generally 

accepted as current in each trade for competent workmen in the 
district where the work is carried out. 

Great Yarmouth - The contractors agree to pay their workmen the current rate of wages. 

Greenwich - - The contractor shall pay the trades union rates of wages and observe the 

hours of labour recognised in the district. 

Guildford - - No conditions as to wages ; but materials and workmanship to be of the 

best of their respective kinds, and workmen to be competent ; otherwise 
architect has power to discharge them. 

Hackney - - The following provisions (extracted from the Guardians’ standing 

orders) are included in all the Guardians’ contracts. 

(«) In inviting tenders for work to be executed for the Board, 
the advertisements and instructions for tender shall state that, in 
the case of all -workmen to be employed by the contractor, he will 
be required to pay wages at rates not less, and to observe hours 
of labour not greater, than the rates of wages and hours of labour 
recognised and in practice obtained by the various trade unions 
in London, Brentwood, or Ongar, as the case may be. 

(b) There shall be inserted in every contract a clause prohibiting 
the contractor from entering into any sub-contract without the 
consent of the Board, and, in granting such consent, the Board 
shall require the contractor to enter into an agreement which 
shall secure the observance of the following conditions, viz. : — 

That .... there shall be inserted in the sub-contract 
a covenant by the sub-contractor that he will pay all work- 
men employed by him in or about the execution of such 
sub-contract rates of wages not less, and observe and cause 
to be observed by such workmen hours of labour not more, 
than the rates of wages and hours of labour recognised and 
in practice obtained by the various trade unions in London, 
Brentwood, or Ongar, as the case may be. 

(c) That the following clauses be inserted in every building 

. contract : — 

(1) For each breach of the stipulation regarding wages, and 
for each workman in respect of whom it shall be committed, 
the contractor shall, on demand, pay to the Board as liquidated 
damages, and not as a penalty, the sum of 51. 

(2) For each breach of the stipulation regarding hours of 
labour, and for each workman in respect to whom it shall be 
committed, 5s. per hour as liquidated damages, and not as a 
penalty, for every hour during which on each day such 
workman shall be employed by the contractor beyond the 
maximum number of hours of labour recognised and in 
practice obtained by the various trade unions in London, 
Brentwood, or Ongar, as the case may be; provided that 
this stipulation shall not be construed to prohibit overtime, if 
such overtime be in accordance with the rules of the trade 
unions concerned. 

(3) For each breach of the stipulation regarding sub- 
contracting, the contractor shall, on demand, pay to the 
board as liquidated damages, and not as a penalty, the sum 
of 200/. 

Hailsham - - The architects may require the contractor to dismiss any foreman or 

workman for incompetence or misconduct and thereupon the con- 
tractor is to do so, and he is not to employ him again on the works 
without the permission of the architect. 
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Name of Local Authority. 

Conditions. 

Boards of Guardians 
— cout. 

Hartlepool 

The contractor shall pay such rates of wages to the workmen employed 
on the works and observe such hours of labour as are generally 
accepted as fair in the various trades in the Hartlepools. 

Hastings 

In a recent contract it was stipulated that the contractor was to pay his 
men the current rate of wages, viz. : — not less than 6|cf. per hour, 
and the architect was empowered to examine contractors’ pay sheets. ’ 

He ms worth 

The only condition with regard to the persons employed by the 
contractor is that if the workmen are incompetent or misconduct 
themselves, the contractor is, on notice being given to him to that 
effect, to dismiss such workmen. 

Hot. BORN 

The contractor must undertake to pay not less than the minimum rates 
of wages and also observe all the conditions as to hours of labour, &c. 
as agreed upon between the Central Association of Master Builders 
of London and the representatives of the workmen. 

Huddersfield - 

No conditions except that the architect is to have power to dismiss the 
foreman or any workman whom he may deem to be incompetent. 

Hunslet 

The contractor shall pay the standard rate of wages and observe the 
conditions of labour applicable to the trade and in force in the district. 

Ipswich 

The contractors shall observe such hours of labour and shall pay the 
workmen engaged by them in carrying out the work such rates of 
wages as are recognised by the trades unions concerned as fair in the 
respective trades. If the contractors fail in this respect the Guardians 
shall immediately become empowered to determine the contract and 
the contractors shall thereupon forfeit all rights, interests, and 
i payments thereunder, but the Guardians may recover from them the 

amount of any loss or damage sustained by them in consequence of 
such determination of the contract. The contractors shall when 
[ required by the architects, produce such evidence and proof as will 
[ satisfy the architects that the rates of wages referred to are bein'* 
paid. 

Islington 

A declaration in the following form is signed by the contractors 

I (or we) of do hereby declare that I (or we) do and 

will during the continuance of my (or our) contract for the 
continue to pay the trades union rate of wages as agreed to by the 
employers’ associations and trades unions and as in practice obtain, 
or where there is no employers’ association or trades union, such 
rate ol' wages as shall prevail in the particular trade ; and I (or we) 
also undertake to observe the conditions and hours of labour 
prevalent among the several classes of labour employed by me (or 
us) and I (or we) further agree not to sub-let nor assign over my 
(or our) contract nor any part thereof, without the written consent 
of the guardians previously obtained. 

King's Lynn 

No conditions except that the work shall be done in a proper and 
workmanlike manner. 

King’s Norton 

The contractor shall undertake that neither he nor any sub -contractor 
will pay less than the minimum standard rate of wages current in the 
district in which the work is executed. 

Kingston (Surrey) - 

r 

The contractor shall pay the fair rate of wages current in the district 
and for this purpose the definition of a fair rate of wages shall mean 
trade union rate. The contractor shall on receiving notice from the 
architect requiring him so to do, discharge from the works any 
workman or labourer on the ground of bad workmanship, general 
misconduct, or reasonable suspicion thereof, and shall forfeit and pay 
unto the Guardians by way of deduction from any money which may 
then or thereafter be due to the contractor in respect of the works, 
after the. receipt of such notice, a specified amount in respect of the 
time during which such workman or labourer may continue to be 
employed by the contractor upon the works. 

Lambeth 

The contractors shall pay not less than the minimum standard rate of 
wages in each, branch of trade, and shall make a statutory declaration 
to that effect if called upon by the Guardians to do so. 

I 2 
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Name of Local Authority. 

Conditions. 

Boards of Guardians 
— cont. 


Leicester - 

The contractor shall pay not less than the current local standard rate of 
wages to all the workmen employed by him in the execution of the 
contract, and if the contractor is permitted to sub-let any portion 
of his contract, he shall impose this condition on, and enforce its 
observance by, his sub-contractors. If the contractor or any sub- 
contractor shall be proved to the satisfaction of the Guardians or a 
committee thereof to have made to any workman employed in the 
completion or maintenance of the works any payment at less than the 
current local standard rate of wages, the contractor shall pay to the 
Guardians a sum of 10/. as and for liquidated damages for each and 
every such payment. 

Liverpool 

It is understood and agreed by and between the parties to the contract 
that in carrying out the same the contractors undertake to pay 
the rate of wages and observe the hours of labour recognised and 
agreed upon between the trades unions and the employers in Liver- 
pool and the district, and further undertake that neither directly nor 
indirectly will they transfer, assign, or sublet the contract or any 
portion thereof without the written consent of the Select Vestry given 
under the hand of the vestry clerk. 

Llanelly - 

The contractor is required to pay such rate of wages and observe such 
hours of labour as are generally accepted as fair in the trade in the 
district. 

Long Ashton - 

In all contracts which the Guardians enter into for the supply of goods 
to the workhouse, the following clause is inserted : — “ The contractor 
shall pay his workmen the rate of wages generally accepted as current 
for a competent workman in his trade.” 

Maidstone 

The contractor shall pay to the workmen the rate of wages recognised 
in the district. 

Medway 

The contractor shall observe the recognised customs and conditions in 
the district respecting the standard rate of wages and working hours. 

Merthyr Tydfil 

The contractor shall pay the trades union rate of wages. 

Middlesbrough 

The contractors are required to pay ail workmen employed, whether 
artisans or labourers, the recognised standard rate of wages in the 
district in their respective trades. 

Mile End Old Town 

The contractor is required at all times during the existence of the 
contract to pay trade union rates of wages as agreed to by the 
employers’ association and trade unions, and as in practice obtain 
and if, and whenever, the contractor fails to perform the obligation 
imposed upon him by this clause, he must, on demand, pay to the 
Guardians in respect of every workman paid at a lower rate than 
the union rate for the time being, a sum of 1/. for every week during 
such default as ascertained, and liquidated damages, or the Guardians 
may at their option by notice under the hand of their clerk or other 
duly authorised officer determine the contract forthwith. 

Newcastle-dpon- 

Tyne. 

The contractor shall pay all persons employed by him in carrying out 
the works wages not lower than the Newcastle and District trades 
union rates of wages during the period of the execution of the works, 
and shall observe the hours of labour usual in that district, and he 
shall not assign or underlet or make a sub-contract of any of the 
works without binding such person or persons to observe similar 
rates of wages and hours of labour. 

Newport (Mon.) - ) 

The contracts include the following clause : — 

The contractor shall and will pay to all persons employed by him in 
carrying out this contract the trades union rate of wages current 
in such persons’ trade, and observe the recognised hours of labour 
prevailing in the district, and will, if required, give satisfactory 
evidence to the Guardians that he pays such wages, and the con- 
tractor shall also require any person with whom he may sub-contract 
for the execution of aDy part of this contract to agree to carry out 
the conditions of this clause, and shall also post up a copy of this 
clause in the place or places where this contract or any part thereof 
is being carried out, and the contractor shall pay to the Guardians 
a sum of 51. as liquidated and ascertained damages for every breach 
of the provisions of this clause, 
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Northampton - 

The contractor is required to pay all workmen engaged by the contractor 
or sub-contractors trades union rate of wages, and observe trades 
union hours of labour. 

Norwich 

The contractors shall in connection with the carrying out of the works 
pay to all the workmen employed by them in such undertaking, 
reasonable, fair and proper wages as the same are understood in the 
trade ; employ competent and capable men in carrying out the works ; 
and observe the hours recognised in each particular trade. 

Nottingham 

The contractor, and every sub-contractor, shall pay the local standard 
rate of wages to all workmen in his, or their, employment and 
conform to the working rules of the Nottingham district applicable 
to the trade. 

Paddington - 

In a contract for the execution of works, dated 10th February 1904, the 
following condition was specified : — 

Trade union rate of wages and hours in force at the date of the 
contract or in cases where there are no agreed trades union rates 
and hours then the usual and fair rate of wages must be observed 
by the contractor or in default he shall pay the sum of 5 1. per 
cent, on the value of the particular work involved which may be 
deducted from any sum due or to accrue due in respect of the 
contract to be entered into. 

Poplar - 

The contractor shall pay to every mechanic, artisan, craftsman and 
labourer, employed by him in the performance of the contract, wages 
at the rate not less than the minimum standard rate of wages in force 
in the district in which the work is done in the several trades at the 
date of his tender, and in case of any breach of this condition, shall 
pay to the Guardians by way of liquidated damages the sum of five 
shillings per man affected for each day. or part of a day during which 
the breach of this condition is in force, and such sum may be deducted 
by the Guardians from any moneys that may become payable to the 
contractor or may be recovered by action. 

The contractor shall with respect to each class of labour employed in 
the performance of the contract, observe the recognised hours of 
labour usual in the district in which the work is done in respect of 
that class, and in case of any breach of this condition the contractor 
shall pay to the Guardians by way of liquidated damages the sum 
of five shillings per man affected for each day or part of a day 
during which the breach of this condition is in force, and such 
sum may be deducted by the Guardians from any moneys that may 
become payable to the contractor under the contract, or may be 
recovered by action. 

Portsmouth 

The contractor shall pay his workmen (other than apprentices) not less 
than the minimum standard rate of wages for each class of labour 
respectively, and shall observe the recognised hours and conditions 
of labour of the district, and for each infringement of this con- 
dition he shall forfeit the sum of 17., and a further sum of 17. for 
each day such infringement continues after his attention has been 
called to it in writing by the clerk to the Guardians ; and further, 
that in case he should continue such infringement after such notice, 
he shall be ineligible to tender upon any other occasions. 

The terms standard rate of wages, recognised hours, and conditions of 
labour, shall at any time be taken to mean the rate of wages, hours, 
and conditions of labour last agreed upon by the master builders’ 
association and the trades union before that time. 

The Guardians may upon the application of the contractor waive this 
stipulation with reference to his proposed employment of any work- 
men, who, by injury received on any work performed for the 
Guardians in the service of his employer is not able-bodied in his 
trade. 

Reading 

The contractor shall observe the hours of labour and pay the rates of 
wages recognised in the several trades as the standard of the district. 

Rochdale 

No conditions as regards wages. Architects empowered to require the 
contractor to dismiss any person in the contractor’s employment found 
incompetent. 

Rotherham . - 

Men employed by the contractor shall be paid the trade union rate of 
wages. 
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Name of Local Authority. 

Conditions. 

Boards of Guardians 
— cont. 

St. George - IN - THE 

East. 

St. Martlebone 

Trades union rate of wages shall be paid. 

The contractor must pay the full rate of wages severally in every trade 
and produce the weekly wages sheet. 

St. Pancrjvs 

The contractor shall pay all workmen employed by him in connection 
with the contract the trades union rate of wages, and observe their 
hours of labour. 

Salford - 

The contractor must pay to all men engaged upon the works the 
standard rate of wages. 

Sculcoates 

The contractor shall pay his workmen not less than the minimum 
standard rate of wages in the district for each class of labour respec- 
tively, and shall observe the recognised hours and conditions of labour 
generally, and shall forfeit the sum of 1 1. for each infringement of 
this condition, and a further sum of 1 1. for each day such infringement 
continues after his attention has been called to it. 

Sheffield 

In all contracts entered into with the Guardians the contractors 
covenant to pay to their workpeople, artisans, or others, who are 
ordinarily able-bodied, not less than the minimum rate of wages 
recognised by the organised trades in Sheffield and district, and 
also observe the usual hours and proper conditions of labour. 
Failing to observe the conditions of the contract, and, unless it is 
proved to the Guardians that the employee is receiving less wages in 
consequence of infirmity from age, or other cause, the contractor shall 
forfeit such a sum as the committee under whom the contract has to 
| be performed may have fixed and determined to be paid by the con- 
tractor as liquidated damages on breach or non-observance of these 
conditions. 

Shepton Mallet - 1 

If any workman employed by the contractor is, in the opinion of the 
architect, incompetent, or conducts himself improperly, the contractor 
shall discharge such workman. 

Shoreditch - - | 

The contractor shall pay trades union rate of wages and observe the 
hours in force at the date of the contract, or in cases where there are 
no agreed trades union rates and hours, then the usual and fair rate 
of wages must be observed by him, or, in default, he shall pay the 
sum of 51. per cent, on the value of the particular work involved, 
which may be deducted from any sum due or to accrue due to the 
contractor in respect of the contract to be entered into. 

Skii-ton - 

The workmen employed by the contractor shall be competent, and 
conduct themselves properly. 

Southampton 

The contractor shall pay the workmen employed by him not less than 
the minimum local standard rate of wages as settled from time to 
time between the masters’ association and trades unions respectively, 
in each branch of the trade at the date of the contract. 

South Shields 

The contractor shall pay his workmen not less than the minimum 
standard rate of wages, and shall observe the recognised hours of 
employment in the district for each class of labour respectively, and 
no contractor shall be allowed to sublet the works to another con- 
tractor in the same line of business without the consent of the 
Guardians, and in default thereof the contractor will be liable to a 
penalty of 101. to be recoverable by the Guardians as liquidated and 
ascertained damages for every separate breach of these conditions. 

South Stoneiiam 

A contractor was required to employ, as far as possible, workmen who 
reside within the limits of the union.* 

Southwark - 

The contractor declares that he pays the trade union rate of wages 
and observes the hours of labour recognised in the several trades 
in the London district. 

* The contract appears 

to have related to special work undertaken to assist unemployed in the union. 
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Name of Local Authority. 


Conditions. 


Boards of Guardians 


— cont. 


The contractor is required to observe the following stipulations, that 
is to say ; — (a) the contractor shall pay all workmen (except a 
reasonable number of his legally bound apprentices) employed by 
him in and about the execution of the contract or any part 
thereof, wages, and wages for overtime respectively at rates not 
less than the trade union rates recognised in the district in which 
the work is done, and for each breach of this stipulation, and 
notwithstanding the condonation of any other breach, the contractor 
shall on demand pay to the Guardians as liquidated damage^ a 
sum of 51. ( b ) The contractor shall observe and cause to be 

observed hours of labour not greater than the hours recognised by 
the trades unions and employers in the several districts in which 
any part of the contract is executed, and for each breach of this 
stipulation, and notwithstanding the condonation of any other breach, 
the contractor shall on demand pay to the Guardians as liquidated 
damages a sum of os. per hour per man for every hour during which 
any workman or workmen shall be employed beyond the said 
recognised hours, (c) The contractor shall when called upon 
produce to the Guardians or their representatives his time and wages 
books and sheets, in order to show to their satisfaction whether or not 
the stipulations contained in this clause have been and are being 
complied with, (d) The contractor shall, on the request of the 
architect, immediately dismiss from the works any person employed 
j thereon by him who may, in the opinion of the architect, be incom- 
petent or misconduct himself and such persons shall not be again 
employed on the works without the permission of the architect, and 
if the contractor shall neglect to do so it shall be lawful for the 
architect to dismiss such person and to hire and employ any other 
person in his stead at the expense of the contractor, such expense, if 
not previously paid by the contractor, to be deducted out of the next 
payment due to him. 


The contractor shall pay the trades union rate of wages and observe the 
trades union number of hours as are usually paid and observed in the 
district. 


S 


UN DERI.AND 


[ If the architects shall at any time consider the number of workmen 
j employed by the contractor insufficient or shall consider any workman 
| unfit or not duly qualified for his work, the contractor shall immediately 
j upon being requested by him so to do provide such additional or fit 
I and duly qualified workmen as the architects shall require, and the 
j architects shall be the sole judges as to the sufficiency of the number 
| of workmen or the fitness of such workmen. 


Swansea - - ! The contractor is required to pay the whole of his workpeople not less 

than the standard rate of wages of the district of each branch of 
trade where the work is performed, and observe the recognised hours 
and conditions of labour, as set forth in the printed rules of each 
respective trade, and mutually agreed upon between masters and men. 

Swindon and High- The contractor shall pay the men employed by him not less than the 
worth. minimum standard rate of wages of the district. 


Ta 


M WORTH 


All contractors in the building and other trades shall pay the standard 
rate of wages current in the district. 


Tktbury 


The architect or his agent is at liberty by writing, to require the con- 
tractor to dismiss any workman whom he shall consider not sober 
or incompetent or misconducting himself, and upon such requisition 
being made without assignment of cause beiug necessary, the contractor 
is thereupon so to do. 


Toijmorden 


' The contractor shall observe the recognised customs and conditions as 
| to rates of wages and working hours which prevail in his particular 

I trade, and shall not sub-let any portion of the contract without the 

written consent of the Guardians, and in all such cases of sub-letting 
the contractor under the Guardians shall be responsible for the 
fulfilment of the conditions contained in this clause as to rates of wages 
and working hours. 


Wandsworth 


The contractor shall not assign or underlet the contract, or make a 
sub-contract with any person or persons whomsoever, for the execution 
of any part of the works, and if he shall commit any breach of this 
condition, he shall forfeit for each offence, a specified amount, which 

I i 
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Name of Local Authority. Conditions. 


Boards of Guardians 
— cont. 

Wandsworth — cont. \ shall be deemed liquidated and ascertained damages, and may be 

recovered by law, or deducted by the Guardians from any sum or 
i sums payable to the contractor under the contract, or the Guardians 
may, at their option, determine the contract forthwith. 

The contractor shall pay to every workman employed by him in any 
manner in relation to the works agreed to be executed under the 
contract, the full trade union rate of wages during the time such 
' workman is engaged or employed in such works, according to the 
I scale prescribed for the time being by the trade union of which such 

j workman is a member ; or if he be not a member of any trade union 

I by the trade union then existing in connection with the trade, or 

! branch of trade, in which such workman is employed ; and if and 

j whenever the contractor shall fail to perform the obligations imposed 
| upon him, he shall, on demand, pay to the Guardians in respect of 

I every workman paid at a rate lower than the trade union rate for 

| the time being a sum of two pounds for every week during such 

1 default as ascertained and liquidated damages, or the Guardians 

may, at their option, by notice under the hand of their clerk, or 
| the person for the time acting as such, determine the contract 
I forthwith. 


Wellingborough 


! The contractor shall pay to all men employed upon the works the rate 
j of wages agreed upon between the builders’ and trades union asso- 
I ciation. 


Wellington (Salop) - I The contractors shall pay to the workmen (other than apprentices) 

1 employed by them in the work such wages as shall be in force in the 
j district under the rules of the Trades Union Society. 

West Bromwich - i The contractor shall, during the continuance of the contract, pay or 
cause to be paid to all workmen engaged upon the works not less, than 
the recognised standard rate of wages current in the district or dis- 
tricts where such work shall be carried out. 


West Derby - • The contractor, in carrying out the contract, shall pay the rate of wages 

j and observe the hours of labour recognised and agreed upon between 

I the trades union and the employers in the locality for which the 

I work for carrying out the contract is to be performed. 


West Ham 


The contractor shall pay to the workmen employed by him such rate of 
wages as are paid to the members of the trades unions respectively 
under the rules in force at the date of the contract. If the contractor 
shall pay any such workman as aforesaid at a lower rate of wages 
than is here stipulated, then, and in every such case, he shall pay 
to the Guardians the sum of 100/. as liquidated and ascertained 
damages. 


Whitechapel - 


That all men employed in carrying out the contract directly or 
indirectly by the contractors shall be paid the recognised rate of 
wages current in the district in the various trades, and accepted 
generally by the representative bodies of employers and employed. 


Willesden 


The contractor is to employ skilled workmen in their respective trades, 
that is to say, all the slaters’ work is to be done by slaters and 
not bricklayers, plumbers’ work by plumbers and not by painters, 
plasterers’ work by plasterers and not by bricklayers, and so forth, 
and the contractor is not to employ boys and labourers in the place of 
skilled workmen. 

The contractor must undertake to pay not less than the minimum rates 
of wages and also observe all the conditions as to hours of labour, 
&c., as agreed upon between the Central Association of Master 
Builders of London and the representatives of the workmen. 


and I The contractor must pay his workmen not less than the standard rate 
i of wages and conform to the recognised trade rules current in the 
| district, and whenever possible preference is to be given to workmen 
j residing in the union. 

Wolverhampton - j The following resolution was passed by the Guardians on the 31st May 
j 1895, and in ail contracts for work entered into by the Guardians, 

| a clause is inserted to give effect thereto : — 

That after the passing of this resolution any person or firm entering 
into contract or contracts with the Guardians of the Poor of the 
* Wolverhampton union shall pay not less than the standard rate 


Woi.stanton 

Burslem. 


Printed image digitised by the University of Southampton Library Digitisation Unit 



CONTRACTS OP LOCAL AUTHORITIES (WAGES) RETURN. 73 


Name of Local Authority. 

Conditions. 

Boards of Guardians 
— cont. 

W OLVE RHAMPTON 

cont. 

of wages for not more than the recognised hours of labour of the 
place in which such work is executed. That no such person or 
firm so contracting shall be permitted to sub-contract all or any 
portion of the work unless the particulars of such sub-contract 
are furnished to the said Guardians and their consent duly 
obtained. On failure or neglect on the part of any contractor to 
comply with the above conditions, the Guardians have power to 
rescind the contract, and thereupon all moneys due to the 
contractor or such part thereof as the Guardians think fit shall 
be forfeited and not be recoverable by the contractor. 

Woolwich 

A contractor agrees to pay to his men the full union rate of wages as 
defined by the trades union for the district and to produce his pay 
sheets, books and vouchers when required, to show that this regu- 
lation of the Guardians is being complied with. 

Wycombe 

A contract entered into by the Guardians provided for a competent 
general foreman being kept on the works. The contractor was 
required at the request of the architect to dismiss any incompetent 
workman or one who misconducts himself. 

Yeovil 

If the surveyor shall be dissatisfied with any master, foreman, or 
workman, who shall be employed by the contractor in the perfor- 
mance of the works, and shail give notice in writing to him thereof, 
the contractor shall, within forty-eight hours next folio wing, discharge 
from the works such master, foreman or workman : and if the con- 
tractor shall neglect so to do, it shall be lawful for the surveyor 
to discharge such master, foremen, or workman, and to hire and 
employ any other person in his stead at the expense of the con- 
tractor ; such expense, if not previously paid by the contractor, to 
be deducted out of the next payment due to him. 

York - 

No work shall be underlet, or let as task work by any of the 
contractors, except the permission of the architects in writing 
shall have been previously obtained, naming the party to whom 
any part of the work may be underlet. 

The contractors for the various departments shall in all cases adhere to 
the trades union hours of labour, and pay or cause to be paid the rate 
of wages as recognised by the said union. 
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ENGLAND AND WALES. 


Part II. 


Local Authorities whose Contracts for the Execution of Works do not 
specify Conditions as to the Wages' to be paid by the Contractor, or 
other Conditions with regard to the Persons employed by him. 


Note. — In cases marked thus (*) the local authority state that they have 
not entered into any recent contract for the execution of works. 

Where the sign (f) appears, it is stated by the Local Authority that 
conditions as to the wages to be paid, or other conditions with 
regard to the persons to be employed, will be inserted in contracts 
hereafter to be entered into by the authority for the execution 
of works. 

The sign (J) indicates cases in which it is stated the local authority 
have entered into no contracts for the execution of works. 


Name of Local Authority, j Name of Local Authority. 


County Coimcils. 
Anglesey. 

Bedford. 

Brecon. 

Buckingham. 


Cardigan. 

Carmarthen. 

Carnarvon. 

Chester. 

Cornwall. 

Cumberland. 

Denbigh. 

Derby. 

Devon. 

Dorset. 

Essex. 

Flint. 

Hereford. 

Kent. 

Leicester. 

Lincoln (parts of Hol- 
land). 

„ (parts of Kes- 

teven). 

„ (parts of Lind- 

sey). 

Merioneth. 

Middlesex. 

Montgomery. 

Norfolk. 

Northumberland. 

Nottingham. 

Oxford. 

Pembroke. 

^Peterborough, Soke of. 
Radnor. 

Rutland. 

Salop. 

Somerset. 

Suffolk, East. 

„ West. 

Sussex, East. 

„ West. 
Warwick. 


County Coimcils — cont. 
Westmorland. 

Wilts. 

Worcester. 

York, East Riding. 

„ North Riding. 


Councils of County 
Boroughs. 
Canterbury. 

Great Yarmouth. 

Hanley. 

Huddersfield. 

St. Helens (Lancs.). 
tWest Bromwich. 


Councils of Boroughs not 
being County Boroughs. 
Abergavenny. 
Abingdon. 

Aldeburgh. 

Andover. 

Appleby. 

*Arundel. 
t Banbury. 

Bangor. 

Barnstaple. 

* Beaumaris. 

Beccles. 

Bedford. 

Berwick-upon-Tweed. 

Beverley. 

Bexhill. 

Bideford. 

*Bishop’s Castle. 
Blandford Forum. 
Bodmin. 

Boston. 

Brackley. 

Brecknock. 

Bridgnorth. 


e of Local Authority ( 


Councils of Boroughs not 
being County Boroughs 
— cont. 

Bridgwater. 

Bridport. 

Buckingham. 

Bury St. Edmunds. 
*Calne. 

Cambridge. 

Cardigan. 

Carmarthen. 

Carnarvon. 

*Chard. 

tChatham. 

Chelmsford. 

Chepping Wycombe. 

Chesterfield. 

Chichester. 

Chipping Norton. 

Christchurch. 

Congleton. 

Conway. 

*Cowbridge. 

Daventry. 

Deal. 

Devizes. 

Doncaster. 

Dorchester. 

Dukinfield. 

Dunstable. 

Ealing. 

Eastbourne. 

East Retford. 

Eye. 

Falmouth. 

Faversham. 

Flint. 

Glastonbury. 

Godmanchester. 

Gravesend. 

Great Torrington. 

Harwich. 

Haverfordwest. 

•Hedon. 

Helston. 

Hemel Hempsted. 
Henley -upon-Thames. 


e of Local Authority. 


Coimcils of Boroughs not 
being County Boroughs 

Hereford. 

Hertford. 

*Higham Ferrers. 
Honiton. 

Huntingdon. 

Hythe. 

Jar row. 

Kendal. 

Kidwelly. 

King’s Lynn. 

Kingston - upon - 
Thames. 

Lampeter. 

Leominster. 

Lewes. 

Lichfield. 

Liskeard. 

Llandovery. 

Llanfyllin. 

Llanidloes. 

fLongton. 

: *Lostwithiel. 

Louth 

Ludlow. 

Luton. 

Lydd. 


Maldon. 

Malmesbury. 

Marlborough. 

Monmouth. 

Montgomery. 

Morpeth. 

*Mo8sley. 

Nelson. 

Newbury. 

Newport (I. of W.). 
New Romney. 

New Sarum (Salis- 
bury) . 

New Windsor. 
Okehampton. 
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Name of Local Authority. 


Name of Local Authority. 


Na 


of local Authority. 


Councils of Boroughs not 
being County Boroughs 


Councils of Urban 
Districts not being 
Boroughs — cont. 


Councils of Urban 
Districts not being 
Boroughs — cont. 


Pembroke. 

Penrhyn. 

Penzance. 

Pontefract. 

Poole. 

Queenbovough. 
Richmond (Yorks.). 
Ripon. 

Royal Leamington 
Spa. 

Ruthin. 

Ryde. 

Rye. 

Saffron Walden. 

*St. Ives (Cornwall). 

„ (Huntingdon). 
Saltash. 

Sandwich. 

Shaftesbury. 

South Molton. 

Southwold. 

Stalybridge. 

Stamford. 

Stoke-upon-Trent. 

Sudbury. 

Taunton. 

*Tenby. 

Tenterden. 

Tewkesbury. 

*Thetford. 

Thornaby-on*Tees. 

Tiverton. 

*Totnes. 

Truro. 

Tunbridge Wells. 

Wallingford. 

Wareham. 

Warwick. 

Wednesbury. 

Wells (Som.), 
^Welshpool. 

Wenlock. 

Weymouth and Mel- 
combe Regis. 
Whitehaven. 

Wilton. 

*Wisbech. 

Wokingham. 

Woodstock. 

Yeovil. 


Councils of 

Metropolitan Boroughs. 
Holborn. 

St. Marylebone. 

Stoke Newington. 


Councils of Urban 
Districts not being 
Boroughs. 
Aberaj'ron. 

Aberdare. 

Abergele and Pensarn. 
fAbersychan. 
Abertillery. 

Abram. 

Adlington. 

Alderley Edge. 
Aldershot. 

Alford. 

fAlfreton. 

Allerton. 

Alnwick. 

* Alton. 

Altrincham. 

Alvaston and Boulton. 
Amble. 

Amblecote. 

Amble side. 

0 . 190 . 


Amlwch. 

Ammanford. 

Ampthill. 

Ardsley. 

Ardsley, .Ease and 
West. 

*Ariecdon and Frizing- 
ton. 

Arnold. 

Ashbourne. 
Ashburton. 
Ashby-de-la-Zouch. 
Ashby Woulds. 
Ashford. 

Ashington. 

Ashton-in-Makerfield 

Ashton-upon-Mersey. 

*Aspatria. 

Aspull. 

Atherton. 

Audenshaw. 

*Awre. 

Baildon. 

Bakeweli. 

*Bala. 

Baldock. 

Bampton. 

Barkisland. 

Barmouth. 

Barnard Castle. 
Barnet. 

Barnoldswick. 
Barrowford. 
Barton-upon-Hnmber. 
Baslow and Bubnell. 
Battle. 

Bedlingtonshire. 

Bedwellty. 

*Beeston. 

Belper. 

Benfieldside. 

*Bethesda. 

*Bettwscoed. 

Bicester. 

Biddulph. 

Biggleswade. 

Billinge. 

Bingley. 

Birkenshaw. 

Birstal. 

Bishop Stortford. 
Bispham with Nor- 
breck. 

Blackrod. 

Blaenavon. 

Blyth. 

Bognor. 

Bolsover. 

Bolton-upon-Dearne. 

Bonsall. 

Bourne. 

Bowdon. 

Bracebridge. 

Bradford-ou-Avon. 

Braintree. 

*B ramp ton and Walton. 
Brentwood. 

Bridgend. 

Brierfield. 

Brightlingsea. 

Briton Ferry. 

Brixham. 

Broadstairs and St. 
Peter’s. 

+Bromborough. 

Bromsgrove. 

Bromyard. 

JBroughton. 

Brownhills. 

Brumby and Froding- 
ham. 

Brynmawr. 

Buckfastlcigh. 


Buckhurst Hill. 
Buckley. 

*Budleigh Salterton. 
Buglawton. 

Builth Weils. 
Bulkingion. 

Burgess Hill. 

Burley-in-Wharfedale. 

Burnham. 

Burnham-on-Crouch. 

Buxton. 

Caerleon. 

Callington. 

Calverley. 

Camborne. 

Cannock. 

*Oarnforth. 

JCaterham. 

Caversham. 

Chadderton. 

Charlton Kings. 
Chatteris. 

Chepstow. 

Chertsey. 

Chesham. 

Cheshnnt. 

JChesterton. 

Childwall. 

Chingford. 

Church. 

Church Stretton. 
Cirencester. 

Clacton. 

Clayton. 

Clayton-le-Moors. 
Clayton West. 

Cleator Moor. 
Cleckheaton. 
Cleethorpe with 
Thrunscoe. 

Clevedon. 

Coalville. 

Coleford. 

Colwyn Bay and Col- 
wyn. 

JCompstall. 

JConnah’s Quay. 
fConsett. 

Coseley. 

Cottingham. 

Cowes. 

Cowpen. 

Cramlington. 

Crediton. 

Crewkerne. 

Criccietn. 

Crompton. 

JCrook. 

*Croston. 

Crowle. 

*Cuckfield. 

Cudworth. 

Dalton-in-Furness. 

Darfield. 

Darlaston. 

Darton. 

Dawley. 

Dawlish. 

Den by and Cumber- 
worth. 

• Denholme. 
*Desborough. 

*Diss. 

Dodworth. 

*Dolgellv. 

Dorking. 

Downham Market. 
Drighlington. 

Dronfield. 

Earsdon. 

East and W est Mole3ey. 
East Cowes. 

East Dereham. 


Name of Local Authority. 


Councils of Urban 
Districts not being 
Boroughs — cont. 
East Grinstead. 
Eastleigh and Bishop- 
stoke. 

# Eastwood. 

Ebbw Vale. 
*Egremont. 

Elland. 

Ellesmere. 

Ellesmere Port and 
Whitby. 

Ely. 

Enfield. 

Epping. 

Epsom. 

Esher and the Dittons. 
Eston. 

Eton. 

Exmouth. 

Failsworth. 

Fairfield. 

Fareham. 

Farnborough. 

Farnham. 

Farnley Tyas. 

Farsi ey. 

Featherstone. 
Felixstowe and Walton. 
Felling. 

Feltham. 

Fenny Stratford. 
Fenton. 

Festiniog. 

Filey. 

Finedon. 

JFleet. 

Flockton. 

JFoot's Cray. 

Friern Barnet. 

Frimley. 

Frinton-on-Sea. 

Frome. 

Fulwood. 

Gainsborough. 

Gildersome. 

Glemsford. 

Glyncorwg. 

Golborne. 

*Golcar. 

Gomersal. 

Gosforth. 

Grange. 

*Greasborough. 

Great Crosby. 

Great Driffield. 

Great Harwood. 
Greenford. 

Greetland. 

Guisborough. 

Guiseley. 

*Gunthwaite and Ing- 
birchworth. 

Hadleigh. 

Hale. 

Halesworth. 

Halstead. - 
*Ham. 
fHampton. 
jHandfortb. 

Handsworth (Yorks.). 
*Har ring ton. 

*Havant. 

^Haverhill. 

Haworth. 

Hay. 

Haydock. 

jHaves. 

Hayle. 

Hayward’s Heath. 
Hazel Grove and Bram- 
hall. 

Heaton Norris. 
Heavitree. 

L 
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Name of Local Authority. 

Name of Local Authority. 

Name of Local Authority. 

Name of Local Authority, 

Councils of Urban 

Councils of Urban 

Councils of Urban 

Councils of Urban > 

Districts not beiny 

Districts not being 

Districts not being 

Districts not being 

Boroughs— cont. 

Boroughs — cont. 

Boroughs— cont. 

B oroughs — cont. 

Hebderi "Rridge. 

•Llangefni. 

Northallerton. 

Saxmundham. 

Heckmon dwike. 

Llangollen. 

Northam. 

Scalby. 

Heston and Isleworth. 

Llanrwst. 

JNorth Bromsgrovo. 

Scammonden. 

Hetton. 

Llantarnam. 

North Darley. 

Scunthorpe. 

Hexham, 

Loftus. 

Northfleet. 

Seaford. 

Heysham. 

Long Eaton. 

•North Walsham. 

Seaham Harbour. 

Highbridge. 

•Longridge. 

Norton. 

Seaton. 

Higher Bebington. 

Long Sutton. 

Nuneaton and Uhilvers 


Hinderwell. 

Looe. 

Coton. 

Seghill. 

Hindley. 

Lough ton. 

Oakwortb . 

Selby. 

Iiipperholme. 

Lower Bebington. 

tOgmore and Gai-w. 

Sevenoaks. 

Hitchin. 

•Luddenden Foot. 

Ormesby. 

Shap. 

Hoddesdon. 

•Ludgvan. 

Ormskirk. 

Sheerness. 

Holbeach. 

Lye and Wollescote. 

Orrol. 

J Shelf. 

Hollingworth. 

Lymm. 

Otley. 

Shepley. 

-'‘■Holme. 

Lynton. 

Ottery. St. Mary. 

Shepshed. 

Holme Cultram. 

Lytham. 

Oulton Broad. 

Sherborne. 

Holmfirth. 

Mablethorpe. 

•Oundle. 

Sheringham. 

Holsworth v. 

Machynlleth. 

Oxenhope. 

Shoeburyness. 

Holyhead. 

Madron. 

Padstow. 

LShortlieath. 

•Holywell. 

Maesteg. 

Paignton. 

Sidmouth. 

Honley. 

Mallwyd. 

Panteg. 

Silsden. 

Horbury. 

•Malton. 

Paul. 

Sittingbourne. 

Horncastle. 

Mansfield Woodhouse. 

Penarth. 


Hornsea. 

•March. 

Penge. 

Skelm anthorpe. 

Horsforth. 

Max-gam. 

Penistone. 


Horsham. 

Market Harborough. 

Penmaenmawr. 


Horwich. 

•Market Basen. 

Pexxrith. 

Skipton. 

H onghton-le-Spring. 

Max-low. 

Perry Bax-r. 

Slaithwaite. 

Hoylake and West 

Marple. 

Phillack. 

Sleaford. 

Kirby. 

Marsden. 

Pickerixxg. 

tSmallthorne. 

Hoyland Nether. 

•Maryport. 

Pocklington. 

Soothill Nether. 

Hoylandswaine. 

Masham. 

Poxxtypool. 

Soothill Upper. 

Hucknall-xxnder-Huth- 

Matlock. 

Porthcawl. 

Southborough. 

waite. 

•Matlock Bath and Scar- 

Portland. 


•Hunsworth, 

thin Nick. 

Portslade-by-Sea. 

South Darley. 

*H uy ton-with-B oby. 

Melksham. 

Poulton-le-Fylde. 

Southgate. 

Ilfracombe. 

Meltharo. 

Preesall-with-Hackiu- 

Southowram. 

Ilminster. 

Melton Mowbray. 

sail. 

Sontixwxek-on- W ear. 

Ince-in-Makerfield. 

Menai Bridge. 

Prescot. 

Sowerby. 


Methley. 

Px-estatyn. 

Soyland. 

Irchlingborough. 

Mexborough. 

Presteign. 

Spalding. 

Kearsley. 

Middlewich. 

Prestwich; 


Kempston. 

Midgley. 

Quarx-y Bank. 

Staines. 

Keswick. 

Midsomer Norton. 

Queensbury. 

Stainland with Old 

Kingsbridge. 

Milford Haven. 

Q.uorndon. 

Lindley. 

Kingsbury. 

Millom. 

Radstock. 

Standish- with- Lang- 

Kingswood. 

Milton-next-Sitting- 

•Rainford. 

tree. 

•Kington. 

bourne. 

•Ramsey. 

Stanhope. 

- Kirkbnrton. 

Minehead. 

Raunds. 

Stanley (Dux-ham). 

Kirkby Lonsdale. 

Mirfield. < 

Ravensbhorpe. 

Stanley (Yox-ks.). 

Kirkham. 

Mold. 

Rawdon. 

Stevenage. 

Kirkheaton. 

Monk Bretton. 

Rawmarsh. 

*Stocksbx-idge. 

Kirklington-cum-Ups- 

Mottram-in-Longden- 

Redcar. 

Stourbridge. 



Redditch. 

•Stourport. 

Knaresborousrh. 

•Much Woolton. 

Redruth. 

*Stow-on-the-Wold. 

•Knighton. 

Mynyddislwyn. 

Rhyl. 

Stratton and Bude. 

Knottingley. 

Mytholmroyd. 

Ripley. 

Stroud. 

Knutsford. 

Nailsworth. 

Rishton. 

Sunbury- on-Tham es. 

Lathom and Burs- 

Nantyglo and Blaina. 

Rishworbh. 

Surbiton. 


JNarberth. 

Romford. 

Sutton. 

Leadgate. 

Netherthong. 

Ross. 

Sutton Bridge. 

Leatherhead. 

N ewbiggin-by-the- Sea. 

Rothbury. 

Sutton-in-Ashfield. 

•Ledbury. 

NewbolS and Dunston. 

Rothwell (Northamp- 

Swadlincote. 

Lees. 

Newburn. 

ton). 

Swaffham. 

Leigh-on-the-Sea. 

Newcastle Emlyn. 

Roxby-cum-Risby. 

Swanage. 

Leighton Buzzard. 

Newhaven. 

Royston (Hertford). 

Tanfield. 

Leiston-eum-Sizewell. 

New Hunstanton. 

Royston (Yorks.). 

Tarporley. 

Lepton. 

Newmarket. 

Rugelev. 

Tavistock. 

Levensliulme. 

New Mill. 

Ruislip-N orthwood. 

Teddington. 

Leyland. 

New Mills. 

Runcox-n. 

*Tetbui-y. 

Linslade. 

Newnham. 

Ruskington. 

Tettenhall. 

Linthwaite. 

Newport (Salop). 

St. Austell. 

Thame. 

Littleborough. 

Newport Pagnell. 

*St. Helen’s (1. of W.). 

The Maidens and 

•Little Crosby. 

New Quay (Cardigan). 

St. Just. 

Coombe. 

Littlehampton. 

•Newquay (Cornwall). 

St. Neots. 

Thornhill. 

Little Lever. 

New Shoreham. 

Salcombe. 


Little Woolton. 

Newton Abbot. 

Sale. 


Liversedge. 

N ewtown and Llanliw- 

. Saltburn-by-the Sea. 


Llandilo. 

chaiarn. 

Sandbaeh. 

Thurstonland. 

•Llandrindod Wells. 

Neyland. 

Sandgate. 

Tickhill. 

Llanfairfechan. 

Norden. 

Sandowxx. 


Llanlrecjifa Upper. 

Nornxanton, 

Sawbridgeworth. 

JTox-point. 
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Name of Local Authority. 


Name of Local Authority. 


Name of Local Authority. 


Councils of Urban 
Districts not being 
Boroughs— coni;. 
Tottington. 

Tow Law. 

Towyn. 

Trawden. 

Tredegar. 

Tring. 

Trowbridge. 

Turton. 

Uckfleld. 

Diversion. 

Upholland. 

Drmston. 

Usk. 

Uttoxeter. 

Dxbridge. 

Wadebridge. 

Walmer. 

Walsofcen. 

Waltham Holy Gross, j 
Walton-le-Dale. 
Walton-upon-Thames. 
Walton-on-the-Naze. ! 
Wanstead. 

Wantage. 

Warblington. 

Wardle. 

Ware. 

Warminster. 

Watehet. 

Waterloo - with - Sea- 
forth. 
fWatford. 

W ath- apon-D earne . 
Weetslade. 

Wellington (Salop). 
Wellington (Som.). 
Wells (Norfolk). 

West; Bridgford. 
Westbury. 

W estbury-on-Severn. 
'-Weybridge. 

Wheatley (Oxford). 
Wheatley (Yorks.). 
Whiokham. 

Whitby. 

Whitchurch (Salop). 
Whitefield. 
tWhitley and Monk- 
sea ton. 

Whitley, Upper. 
Whitstable. 
Whittington. 
Whittlesey. 

Whitwood. 

Whitworth. 

Wigton. 

Willenhall. 

Willington Quay. 
Wilmslow. 

Wimborne. 

* Windermere. 

Winsford. 

Winterton. 

Wirksworth. 

Wioham. 

Withernsea. 

Withnell. 

Wiveliscombe. 

Wivenhoe. 

Woking. 

fWolstanton United. 
Woodbridge. 

Woodhall Spa. 
Worksop. 

Worsborough. 

Yeadon. 

Yeardsley - cum - 
Whaley. 
•Ynyscynhaiarn. 


Name of Local Authority. 


Councils of Rural 
Districts. 
Aberayron. 
Abergavenny. 
Aberystwith. 
Abingdon. 

Aethwy. 

Alcester. 

Alnwick. 

*Alresford. 

Alston- with-Garri gill . 
Alton. 

Amersham. 

Amesbury. 

Ampthill. 

Andover. 

Ashbourne. 

JAshwell. 

Atcham. 

Atherstone 

Auckland. 

Axbridge. 

Axminster. 

Aylesbury. 

Aylsham. 

Aysgarth. 

Banbury. 

Barnack. 

Barnard Castle. 
Barnsley. 

Barnstaple. 
Barrow-upon-Soar. 
Barton -upon-Irwell. 
Basford. 

Basingstoke. 

Bath. 

Battle. 

Beaminster. 

Bedale. 

Bedford. 

Belchamp. 

Belford. 

Bellingham. 

Belper. 

Belvoir. 

Berkhampstead. 

*Beverley. 

Bicester. 

Bideford. 

Biggleswade. 

Billericay. 

Billesdon. 

Bingham. 

Bishopthorpe. 

Blaby. 

Blackburn. 

Blackwell. 

Blandford. 

*Blean. 

Blofield. 

Blore Heath. 

Blyth and Ouckney. 
Blything. 

Bodmin. 

Bootle. 

Bosmere and Claydon. 
Boston. 

Bourne. 

Bowland. 

Brackley. 

Bradfield. 

*Bradford-on-Avon. 

Brailes. 

Braintree. 

*Brampton. 

Brandon. 

Branston. 

Brecknock. 

*Bredwardine. 

Bridge. 

Bridgnorth. 

Bridlington. 

*Bridport. 


Councils of Rural 
Districts — cont. 
•Brixworth. 
Broadwoodwidger. 
*Bromley. 

Bromsgrove. 

Bromyard. 

Buckingham. 

Bucklow. 

Builth. 

Bumpstead. 

Burford. 

Burnley, 

*Bury. 

Caistor. 

Caine. 

Calstock. 

Camelford. 

Campden. 

Cannock. 

Cardigan. 

Carlisle. 

Carmarthen. 

Castle Bromwich. 
*Oastle Donington. 
Castle Ward. 
fCatherington. 

Caxton and Arrington. 
Cerne. 

Chailey. 

(a)Chapel-en ie-Frith. 
Chard. 

Cheadle. 

Chelmsford. 

*Cheltenham. 

Chepstow. 

Chester. 

Chester-] e • Street. 

Chesterton. 

Chippenham. 

Chipping Norton. 
^Chipping Sodbury. | 
Chirbury. 

Chirk. 

Chorley. 

Christchurch. 

Church Stretton. 
Cirencester. 

Clare. 

Claypole. 

Oleobury Mortimer. 
Olitheroe. 

Clown. 

*Clun. 

Clutton. 

Cockermouth. 

Colwyn. 

Congleton. 

Conway. 

JCookham. 

Cosford. 

fCoventry. 

Cranbrook. 

Crediton. 

Crick. 

Crickhowell. 

Cricklade and Wootton 
Bassett. 

TCroft. 

Crowland. 

Crowmarsh. 

Croydon. 

Cuckfield. 

Culham. 

Culmstock. 

Darlington. 

Daventry. 

Depwade. 

Deudraeth. 

Devizes. 

Disley. 

Docking. 

Dolgelly. 


Councils of Rural 
Districts — cont. 
Doncaster. 

Dorchester. 

Dorking. 

Dover. 

Downham. 

Drayton. 

Driffield. 

Droitwich. 

Droxford. 

Dulverton. 

Dunmow. 

Durham. 

Dursley. 

Dwyran. 

Easington. 

Easingwold. 

East and West Plegg. 
East Ashford. 
Eastbourne. 

East Dean and United 
Parishes. 

*Ea3t Elloe. 

East Grinstead. 
Easthampstead. 

East Kerrier. 
Easton-on-the-Hill. 
East Preston. 

JEast Retford. 

Eastry. 

*East Stow. 

East Westmorland. 
Eaton Bray. 

*Eaton Socon. , 

Edeirnion. 

Egham. 

Elham. 

Ellesmere. 

Ely. 

Epping. 

Epsom.’ 

Erpinham. 

Escrick. 

Eton. 

Pareham. 

Faringdon. 

jParnborough. 

Farnham. 

Paversham. 

Peckenham. 

JPlaxton. 

Porden. 

Fordingbridge. 

Porehoe. 

Preebridge Lynn. 
*Pylde. 

Gainsborough. 

Garstang. 

Geirionydd. 

Gelligaer and Rhigos. 
Glanford Brigg. 
Glaslyn. 

Glendale. 

Glossop Dale. 
Gloucester. 

*Gnosall. 

Godstone. 

Goole. 

Gower. 

Grantham. 

Great Ouseburn. 
Gretton. 

Grimsby. 

Guisborough. 

*Gwyrfai. 

Hadbam. 

Halesowen. 

Halifax. 

Hallaton. 

Halstead. 


(a) Ckapel-en-le-Frith. — The council state as follows “ No conditions specified. A request v 
(the) Contractors to employ local labour, which they promised to do as far as practicable.” 
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Name of Local Authority. 

Name of Local Authority. 

Name of Local Authority. 

Name of Local Authority. 

Councils of Rural 

Councils of Rural 

Councils of Rwal 

Councils of Rural 

Districts— cont. 

Districts — cont. • 

Districts — cont. 

Districts — cont. 

Haltwbistle. 

Llantrisant and Llant- 

Oswestry. 

South Molton. 

Hambleden. 

wit Fardre. 

Oundle. 

South Shields. 

Hambledon. 


Overton. 

South Stoneham. 

Hardings tone. 

Lleyn. 

Oxen don. 

Southwell. 

Hartismere. 

Loddon and Clavering. 

Painscastle. 

South Westmorland. 

Hartlepool. 

Long Ashton. 

Pateley Bridge. 

Spalding. 

Hartley Wintney. 

Long Crendon. 

Patrington. 

Spilsby. 

Hartshorns and Seals. 

Loughborough. 

Pebwortli. 

*Stafford. 

Hastings. 

Louth. 

Pembroke. 

Staines. 

+ Havant. 


Penistone. 

Stansted. 

U averfordwest. 

Lunesdale. 

*Penllyn. 

Stapleford. 

Hawarden. 

Luton. 

Penrith. 

Startforth. 

Hayfield. 

Lutterworth. 

Penybont. 

Steyning East. 

Headington. 

Lydney. 

Pershore. 

Steyning West. 

Helmsley. 

Lymington. 

Peterborough. 

Stockbridge. 

Helston. 

Macclesfield. 

Petersfield. 

*Stokesley. 

Hemel Hempstead. 

Machynlleth. 

Petworth. 

*S toke-upon-Trent. 

Hendon. 


Pewsey. 

Stone. 

Henley. 

Maidstone. 

Pickering. 

*Stow-on-the-Wold. 

Henstead. 

Maldon. 

Plomesgate. 

Stratford and Wolver- 

’ Hereford. 

Mailing. 

Plympton Saint Mary. 

ton. 

Hertford. 

Malmesbury. 

*Pocklington. 

Stratford-on-Avon. 

Hexham. 

Malpas. 

Pontardawe. 

Stratton. 

Jdij'hworth. 

Market Bosworth. 

Pontypool. 

Stroud. 

Hinckley. 

Market Harborough. 

Poole. 

Sturminster. 

Hitchin. 

^Marlborough. 

Potterspury. 

J Sudbury. 

Holliugbourn. 

Marshland. 

Preston. 

Sunderland. 

Holsworthy 

Marston Sicca. 

Ramsbury. 

Swaffham. 

Holywell. 

*Martley. 

Redruth. 

Swansea. 


Swavesey. 

Tadcaster. 

Jl'amworth. 

Tarvin. 

Taunton. 

JTeme. 

Tenbury. 

Tendring. 

Tenterden. 

Tetbury. 

Tewkesbury. 

*Thakeham. 

Thame. 

Thedwaatre. 

Thetford. 

Thingoe. 

Thirsk. 

Thombury. 

Thome. 

Thorney. 

Thrapston. 

Ticehurst. 

Tintwistle. 

*Tisbury. 

Tiverton. 

*Todmorden. 

Tonbridge. 

Torrington. 

Totnes. 

Towcester. 

^Tregaron. 

Truro. 

Tutbury. 

Twrcelyn. 

Tynemouth. 

TJckfield. 

Uffington. 

Ulverston. 

Uppingham. 

Upton-upon-Severn. 

Uttoxeter. 

JUwchaled. 

Valley. 

Vaynor and Penderyn. 

Wakefield. 

Wallingford. 

Walsall. 

Walsingham. 

Wangford. 

Wantage. 

Ware. 

Wareham and Purbeck. 
Warminster. 

Warmley. 

Warrington. 


xiomton. 

Hoo. 

Horncastle. 

Horsham. 

Houghton-le-S pring. 
Ilowden. 

Hoxne. 

Hungerford. 

Hunslet. 

Huntingdon. 

Hursley. 

Isle of Axholme. 

Isle of Thanet. 

Isle of Wight. 
Keighley. 

Kettering. 

Ketton. 

Keynsham. 

Kidderminster. 

Kingsbridge. 

Kirigsclere. 

JKings Lynn. 
Kingswinford. 
*Kington. 

Kirby Moorside. 
Kiveton Park. 
Knaresborough . 

J Knighton. 

Lampeter. 

Lancaster. 

Lanchester. 


Lar 


Sport. 


Launceston. 

Leake. 

Ledbury. 

Leek. 

Leigh. 

Leominster. 

Lexden and Winstree. 
*Leyburn. 

Lichfield. 

Limehurst. 

Linton. 

Liskeard. 

Llandaff and Dinas- 

Llandilo Pawr. 

Llandovery. 

Llandyssul. 

Llanelly. 

Llanfyllin. 

Llanfyrnach. 

Llangollen. 

JLlanrwst. 

Llansilin. 


Mayfield. 

jMelbourn. 

Melford. 

Melksham. 

Melton Mowbray. 
Mere. 

Meriden. 
Middlesbrough. 
Middleton Cheney. 
Midhurst. 

Mildenhall. 

Milton. 

Misterton. 

Mitford and Laun - 
ditch. 

Monks Kirby. 
Monmouth. 

Morpeth. 

JMoulton. 

Mutford and Lothing- 
land. 

Nantwicli. 

Narberth. 

*Neath. 

Newark. 

Newbury. 

N ewcastle-in-Emlyn. 
Newcastle - under - 

Newent. 

New Forest. 
Ncwhaven. 
*Newmarket. 

Newport (Salop). 
Newport Pagneil. 

New Radnor. 

Newton Abbot. 
Newtown and Llanid- 
loes. 

New Winchester. 
Norham and Island- 
shires. 

Norman Cross. 
Northallerton. 
Northampton. 
Northleach. 

Northwich. 

North Witchford. 
Norton (Derby). 
Nuneaton. 

Oakham. 

Okehampton. 

Ongar. 

Orsett. 


Reeth. 

Reigate. 

Repton. 

Rhayader. 

Riccall. 

Richmond (Yorks.). 
Ringwood. 

Ripon. 

Rochford. 

Rock. 

Romford. 

Romney Marsh. 
Romsey. 

Rothbury. 

Runcorn. 

Ruthin. 

Rye. 

Saffron Walden. 

*St. Albans. 

St. Asaph (Denbigh). 
St. Asaph (Flint). 

St. Austell. 

St. Ooiumb Major. 

St. Dogmells. 

St. Faith’s. 

St. Germans. 

St. Ives (Huntingdon), 
St. Mellons. 

St. Neots. 

Salisbury. 

*Samford. 

Scarborough. 

Sculcoates. 

Sedbergh. 

Sedgefield. 

Sefton. 

Selby. 

Settle. 

Sevenoaks. 

Shaftesbury. 

Shardlow. 

Sheppey. 

Sherborne. 

Sherburn. 

Shifnal. 

Shipston-on-Stour. 

Sibsey. 

Skegby. 

Skirl augh. 

Sleaford. 

Smallburgh. 

*Solihull. 

Southam. 
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Name of Local Authority. 

_Narae of Local Authority, j 

Name of Local Authority. 

Name of Local Authority. 

Councils of Rural 

Boards of Gua/rdians — 

Boards of Guardians — 

Boards of Guardians — 

Districts — cont. 

cont. 

cont. 

cont. 

Warwick. 

Bala. 

♦Chesterton. 

Gower. 

Watford. 

♦Banbury. 

♦Chichester. 

♦Grantham. 

*Wath. 

Bangor and Beaumaris. 

Chippenham. 

♦Gravesend and Milton. 

Wayland. 

Barnsley. 

Chipping Sodbury. 

Great Ouseburn. 

Weardale. 

Barnstaple. 

Chorley. 

Grimsby. 

W ellingborougb.. 

Barrow-upon-Soar. 

Christchurch. 

Guisborough. 

Wellington (Salop;. 

Barton-upon-Irwell. 

♦Church Stretton. 

Halifax. 

Wellington (Som.). 

Basford. 

Cirencester. 

Halstead. 

Wells (Som.). 

Basingstoke. 

City of London. 

Haltwhistle. 

Welton. 

Bath. 

Cleobury Mortimer. 

Hambledon. 

Welwyn. 

Battle. 

Clitheroe. 

Hammersmith. 

♦Wem. 

Beamiuster. 

♦Clun. 

tHampstead. 

Weobley. 

Bedale. 

Clutton. 

♦Hardingstone. 

West Ashford. 

♦Bedford. 

Cockermouth. 

Hartismere. 

♦Westbourne. 

Belford. 

Colchester. 

Hartley Wintney. 

West bury and Whor- 

Bellingham. 

Congleton. 

Haslingden. 

wellsdown. 

Bel per. 

Conway. 

Hatfield. 

West JJean. 

Berkhampstead. 

Corwen. 

Havant. 

W est Hampnett. 

Berwick-upon-Tweed. 

Cosford. 

♦Haverfordwest. 

West Lancashire. 

Bethnal Green. 

Cranbrook. 

♦Hawarden. 

West Penwith. 

Beverley. 

♦Crediton. 

Hay. 

Wetherby. 

Bicester. 

Oriekhowel. 

Hayfield. 

Weymouth. 

Bideford. 

Cricklade and Wootton 

♦Headington. 

Wharfedale. 

Biggleswade. 

Bassett. 

Heimsley. 

Wheatenhurst. 

♦Billericay. 

Croydon. 

Helston. 

Whiston. 

Billesdon. 

♦Cuckfield. 

Hemel Hempstead. 

Whitby. 

♦Bingham. 

Daventry. 

Hendon. 

Whitchurch (Hereford). 

Bishop Stortford. 

Depwade. 

♦Henley. 

Whitchurch (Salop). 

♦Blabj r . 

Derby. 

Henstead. 

Whitchurch (South- 

♦Blandford. 

Devizes. 

♦Hereford. 

ampton). 

Blean. 

♦Docking. 

Hertford. 

Whitehaven. 

Blofield. 

Dolgelly. 

♦Hexham. 

Whitland. 

Blythmg. 

Doncaster. 

Hinckley. 

Whittlesey. 

Bodmin. 

Dorchester. 

Hitchin. 

Wigan. 

Bolton. 

Dore. 

Holbeach. 

Wigmore. 

♦Bootle. 

Dorking. 

Holbeck. 

Wigton. 

Bosmere and Claydon. 

Dover. 

Hollingbourn. 

Williton. 

♦Boston. 

♦Downham. 

Holsworthy. 

Wilton. 

Bourne. 

♦Drayton. 

Holyhead. 
Holywell . 

Wimbome and Oran- 

♦Brackley. 

Driffield. 


Bradfield. 

♦Droitwich. 

’■'Honiton. 

Wincanton. 

♦Bradford-on- Avon. 


Hoo. 

♦Winchcomb. 

Braintree. 

Dulverton. 

Horncastle. 

Windsor. 

Bramley. 

Dunmow. 

Horsham. 

Wing. 

♦Brampton. 

Durham. 

Houghton-le-Spring. 

Winslow. 

♦Brecknock. 

Dursley. 

Howden. 

Wirral. 

Bridge. 

Easington. 

Hoxne. 

•“Wisbech. 

♦Bridgnorth. 

♦Easingwold. 

Hungerford and Rams- 

Witney. 

Bridgwater. 

East and West Flegg. 

bury. 

Wokingham. 

Bridlington. 

East Ashford. 

Huntingdon. 

Wood bridge. 

Bridport. 

Eastbourne. 

Hursley. 

W oodstock. 

Brix worth. 

East Grinstead. 


Wortley. 

♦Bromley. 

Easthampstead. 

Isle of. Wight. 

Wrexham. 

Bromsgrove. 

East Preston. 

. Keighley. 

Yeovil. 

Bromyard. 

East Retford. 

Kendal. 

Ystradgynlais. 

♦Buckingham. 

♦Eastry. 
♦East Ward. 

Kensington. 

Bucklow. 

fKettering. 


Builth. 

Ecclesall Bierlow. 

♦Keynsham. 

Boards of Guardians. , 

♦Buntingford. 

Burnley. 

Elham. 

Ellesmere. 

Kidderminster. 

Kingsbridge. 

' Aberayron. 

Burton-upon-Trent. 

♦Ely. 

Kingsclere. 

♦Abergavenny. 

Bury St. Edmunds. 

Epsom. 

Kingston-upon-Hull. 

[ Abeiystwith. 

Caine. 

Erpingham. 

Kington. 

Abingdon. 

Cambridge. 

Eton. 

Kirby Moorside. 

♦Alnwick. 

Camelford. 

Evesham. 

Knaresborough. 

♦Alresford. 

Cannock. 

♦Falmouth. 

♦Knighton. 

Alston-with-Garrigill. 

Canterbury. 

Fareham. 

♦Lampeter. 

Alton. 

♦Cardigan. 

Faringdon. 

Lancaster. 


Carlisle. 

Farnham. 

Lanchester. 

Amersham. 

Carmarthen. 

Faversham. 

Langport. 

♦Amesbury. 

Carnarvon. 

♦Festiniog. 

Launceston. 

Ampthill. 

Andover. 

Castle Ward. 

Foleshill. 

Ledbury. 

♦Catherington. 

Forden. 

Leeds. 

Anglesey. 

Caxton and Arrington. 

♦Fordingbridge. 

Leek. 

Ashbourne. 

Cerne. 

Forehoe. 


Ashby-de-la-Zouch. 

Chapel-en-le-Frith. 

Freeb ridge Lynn. 

Leighton Buzzard. 

Atcham. 

Chard. 

Gainsborough. 

♦Leominster. 

Atherstone. 

Cheadle. 

Garstang. 

Lewes. 


Chelmsford. 

Glanford Brigg. 

Lewisham. 

Axbridge. 

Chepstow. 

Glendale. 

Lexden and Winstree. 

Axminster. 

Chertsey. 

♦Glossop. 

♦Loybum. 

Aylesbury. 

Chester. 

Gloucester. 

Lichfield. 


Chesterfield. 

Godstone. 

Lincoln. 

Aysgarth. 

Chester-le- Street. 

Goole. 

Linton. 


L 3 
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*Liskeard. 

Llandilo Fawr. 
Llandovery. 

Llanfyllin. 

*Llanrwsfc. 

Loddon and Clavering. 

Longtown. 

Loughborough. 

Louth. 

Ludlow. 

Lunesdale. 

Luton. 

Lutterworth. 

Lymington. 

Macclesfield. 

Machynlleth. 

Madeley. 

Maidenhead. 

Maldon. 

Mailing. 

Malmesbury. 

Malton. 

(a) Manchester. 

Mansfield. 

Market Bosworth. 
Market Harborough. 
^Marlborough. 

*Martley. 

Melton Mowbray. 

Mere. 

Meriden. 

*Midhnrst. 

Mildenhall. 

Milton. 

Mitford and Laun- 
ditch. 

Monmouth. 

Morpeth. 

Mutford and Lothing-i 
land. 

Nantwich. 

Narberth. 

*Neath. 

Newark. 

*Newbury. 
Newcasile-in-Emlyn. 
Newcastle - under - 
Lyme. 

Newent. 

New Fijrest. 

Newhaven. 

Newmarket. 

Newport (Salop). 
Newport Pagnell. 
Newton Abbot. 
Newtown and Llanid-| 
loes. 

Northallerton. 

North Bierley. 
Northleaeh. 

*Northwich. 

*North Witohford. 
Nuneaton. 

Oakham. 

*Okehampton. 

Oldham. 

# Ongar. 

Ormskirk. 


Boards of Guardians — 
cont. 

Orsett. 

Oswestry. 

Oundle. 

Oxford. 

*Pateley Bridge. 
Pati’ington. 
Pembroke. 

Penistone. 

Penrith. 

Penzance. 

Pershore. 

Peterborough. 

*Petersfiela. 

Petworth. 

Pewsey. 

Pickering. 

*Plomesgate. 

fPlymouth. 

Plympton St. Mary. 
*Poeklington. 
*Pontardawe. 
Pontefract. 

Pontypool. 

Pontypridd. 

Poole. 

Potterspury. 

Prescot. 

Preston. 

Prestwich. 

Pwllheli. 

Redruth. 

Reeth. 

Reigate. 

Rhayader. 

Richmond (Surrey). 
Richmond (Yorks). 
Ringwood. 

Ripon. 

Risbridge. 

Rochford. 

Romford. 

Romney Marsh. 
Romsey. 

Ross. 

Rothbury. 

. Royston. 

I fRugby. 

Runcorn. 

Ruthin. 

*Rye. 

Saddleworth. 

*Saffron Walden. 

St. Alban’s. 

St. Asaph. 

St. Austell. 

St. Oolumb Major. 

St. Faith’s. • 

St. George’s. 

St. Germans. 

St. Giles and St. 

George, Bloomsbury. 
St. Ives. 

St. Neots. 

St. Thomas. 

Salisbury. 

*'Samford. 

Scarborough. 

Sedbergh. 


Bocwds of Guardians— 
cont. 

Sedgefield. 

*Seisdon. 

Selby. 

Settle. 

Sevenoaks. 

Shaftesbury. 

Shardlow. 

Sheppey. 

Sherborne. ' 

Shifnal. 

*Shipston-on- Stour. 
*Skir)augh. 

Sleaford. 

Sm allburgh. 

Solihull. 

*Southam. 

*South Molton. 
Southwell. 

*Spalding. 

Spilsby. 

Stafford. 

Staines. 

Stamford. 

Steyning. 

*Stockbridge. 

Stockton. 

Stokesley. 

Stoke-upon-Trent. 

Stone. 

Stourbridge. 

Stow. 

Stow-on-the-Wold. 

Strand. 

Stratford-on-Avon. 

Stratton. 

Strood. 

Stroud. 

Sturminster. 

Sudbury. 


Tadcaster. 

Tarvin. 

Taunton. 

Tavistock. 

Teesdale. 

*Tenbury. 

Tendring. 

*Tenterden. 

^Tewkesbury. 

# Thakeham. 

'Thame. 

Thetford. 

Thingoe. 

Thirsk. 

Thornbury. 

Thorne. 

Thrapston. 

Tieehurst. . * 
*Tisbury. 

Tiverton. 

*Tonbridge. 

*Torrington. 

Totnes. 

Towcester. 

Toxteth Park. 
Tregaron. 

Trowbridge And Melk- 
sham. 


Truro. 

Tynemouth. 

TJckfield. 

*Ulverston. 

Uppingham. 

Upton-upon-Severn. 

Uttoxeter. 

Uxbridge. 

fWakefield. 

Wallingford. 

Walsall. 

Walsingham. 

Wangford. 

Wantage. 

Ware. 

*Wareham and Pur- 
beck. 

Warminster. 

Warrington. 

Warwick. 

Watford. 

Wayland. 

Weardaie. 

W ellington' (Somerset) . 
Wells (Somerset). 
Welwyn. 

*Wem, 

Weobley. 

West Ashford. 
*Westbourne. 

Westbury and Whor- 
wellsdown. 

W estbury-o n- Severn. 
West Hampnett. 
Westminster. 

West Ward. 


*Weymouth. 

*Wharfedale. 

Wheatenhurst. 

Whitby. 

Whitchurch (Salop). 
Whitchurch (South- 
• ampton). 
Whitehaven. 

Whittles ev. 

Wigan. 

Wigton. 

Williton. 

*Wilton. 

Wimborne and Oran* 
borne. 

Wincanton. 

Winchcomb. 

Winchester. 

Windsor. 

Winslow. 

Wirrall. 

Wisbech. 

Witney. 

Wokingham. 

Woodbridge. 

Woodstock. 

Worcester. 

Worksop. 

Woroley. 

tWrexham. 


00 Manchester.— Although no conditions with regard to the persons to be employed are specified in the eon 
traets entered .it. ly th. gwdian., ft. graditm Java agreed ,l»t yh.o i«„ tag lh „ 

preference, as far as practicable, to persons who pay the standard rate of wages to their workmen. ° 


Local Government Board, 
October , 1905. 


S. B. Provis, 

Secretary. 
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SCOTLAND. 


Part I, 

Counties, Burgiis, Parish Councils and District Committees in which the 
Contracts entered into by the Local Authority for the Execution of 
Works specify any Conditions as to the Wages to be raid by the 
Contractor or other Conditions with regard to the Persons employed 

BY HIM AND THE CONDITIONS SO SPECIFIED. 


Local Authority. 

Conditions as to Wages to be 
Paid by Contractor. 

Other Conditions with regard 
to Persons employed by 
Contractor. 

Remarks. 

Counties. 

Argyll 

Nil - 

Nil - 

For works carried out 

Caithness - 

No condition attached to 

In the latter class of eon- 

under the provi- 
sions of the West- 
ern Highlands and 
Islands (Scotland) 
_ Works Act, 1891, 
the form of con- 
tract prescribed by 
the Scottish Office 
has been used con- 
taining a provision 
for the payment 
of “ fair ” wages. 
No such provision 
is inserted in other 
contracts entered 
into by the County 
Council. 

Ross and Cromarty 

contracts except in the 
case where assistance 
from Government is got 
by way of grants. In 
such eases a clause is 
inserted that a fair wage 
will be paid, and, in the 
event of a dispute, the 
engineer is arbiter to 
decide as to a fair wage. 

In the case of works under- 

tracts referred to in 
column 2, a stipulation 
is also added that, as far 
as possible, local labour 
employed. 

In contracts for works 



taken under the Western 

under the Western High- 



Highlands and Islands 
(Scotland) Works Act, 
contractors are taken 
bound “ to pay fair wages 
“ to tbeir workmen, and 
“ in the event of any 
“ question or dispute 
* ‘ arising under this head 

lands and Islands Act, 
the contractor is bound 
to employ local labour as 
much as possible. In 
other contracts no pro- 
vision is made with 
regard to persons em- 
ployed by contractors. 


Sutherland 

“ it shall be referred to 
“ the engineer of the 
“ works or such other per- 
“ sou as may be appoint- 
“ ed by the County- Coun- 
“ oil in his place,” In 
other contracts no provi- 
sion is made as to wages. 

The following clause in- 

Special provision to the 

These conditions 


serted in contracts : — 

eflect that contractors 

only inserted in 


“ The second party shall 

shall be bound to utilise 

contracts for piers 


' 1 conf orm in all respects 

local labour as far as 

and roads partly 


“ to the following resolu- 

possible in connection 

constructed out oL : 


“ tion passed by the 

with the construction of 

grants received 


“ House of Commons on 

the works. 

from the Con- 


“ the 13th February 
“ 1891, aiid renewed on 
“ 21st March 1893. 
“ ‘Resolved that in Ihe 


gested Districts 
Board. 


opinion of this House 

it is the duty of the Government in all Government contracts to make 
provision against the evils recently disclosed before the Sweating Com- 
mittee, to insert such conditions as may prevent the abuse arising from 
sub-letting, and to make every effort to secure the payment of such 
wages as are generally accepted as current in eaqh trade for competent 
workmen,’ ” 

hi 
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Scotland — conti/nned. 


Conditions as to Wages to be Other Conditions with regard 


The successful offerer shall 

be bound to pay the 
workmen employed by 
him not less than the 
standard rate of wages 
relating to the particular 
| trade to which the con- 
' tract applies. 

The contractor is bound 

to pay to the whole of 
the workmen employed 
in all departments of the 
work executed under his 
contract the standard 
recognised rate of wages, 
or such wages as are 
generally accepted as 
fair in the various trades. 

First hand, 10s. per week - With board and lodgings. 

Second hand, 9s. per week With board and lodgings. 

The contractor must pay No other conditions except 
the standard rate of such as may be appli- 

wages current in the cable to the special 

locality. subject of contract. 


That all parties obtaining 
work under contract 
from the Town Council 
shall pay their workmen 
the regular trade union 
rate of wages recognised 
j in this district. 

The current rate of wages 
be paid to the tailors 
employed, and that the 
! clothing be made on the 
contractor’s premises. 

That standard rate of 
wages be paid. 

All workmen employed by 
the contractor shall be 
paid by him at a rate per 
hour not less than the 
recognised standard rate 
of wages in the trade or 
trades to which the said 
workmen belong, and 
the contractor shall also 
observe the terms of any 
agreement which may 
have been mutually 
arranged between em- 
ployers and workmen. 


The condition as to 
payment of stan- 
dard rate of wages 
has been in force 
for a good few 
years back, pro- 
bably six to eight. 
No difficulty has 
arisen through it, 
but in one depart, 
ment — viz., uni- 
form police cloth- 
ing — the compe- 
tition has been 
less, i.e., fewer 
tenders are re- 
ceived. Local con- 
tractors are always 
employed where 
suitable. 
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S cotl and — continued. 


Local Authority. 

Conditions as to Wages to be 
Paid by Contractor. 

Other Conditions with regard 
to Persons employed by 
Contractor. 

Remarks. 

Burghs — cont. 




Edinburgh - 

The following is a copy of 
the clause as to wages, 
embodied in all contracts 
with this burgh : — “ And 
“ the second party ( i.e ., 
“ the contractor) binds 
“ and obliges himself 
“ and his foresaids to 
“ pay to the workmen 
“ employed by him in 
“ the executiou of this 
“ contract the standard 
“ recognised rate of 
“ wages, or such wages 
“ as are generally ac- 
“ cepted as fair in the 
“ trade.” 

Contracts with this burgh 
usually contain a provi- 
sion to the following 
effect : — 

“ Each contractor 
must have on the pre- 
mises at all times while 
the work of his depart- 
ment is in progress a | 
competent foreman with | 
authority to act for him , 
in his absence, and pro- 
perly qualified journey- 
men to the: satisfaction 
of the architect, engineer, 
or surveyor are to be 
employed.” 


Falkirk 

Contractors must pay the 
standard rate of wages 
of the district. 

— 

— 

Fort William 

Nil - 

Where skilled labour neces- | 
sary, competent trades- 
men must be employed. 

— 

Glasgow - 

1. Only firms paying the 
standard rate of wages 
or piece prices to all 
competent workers for 
all classes of work, 
whether contract or 
otherwise, shall be 
eligible to estimate for 
and receive corpora- 
tion contracts. The 
contractor shall pay to 
all competent work- 
people employed by 
him not less than the 
minimum standard 

rate of wages or piece j 
prices in each branch 1 

The contractor shall not 1 
assign this contract or \ 
sub-let the same, or make 
any sub- contract with 
any person or persons ■ 
for the execution of any j 
portion of the works 
(except such works as i 
are in the schedule and 
specification provided to 
be executed by particular 1 
tradesmen), without the 1 
consent in writing of the 
committee interested ! 

being first obtained. 



of the trade, or, where 

no such standard rate of wages or piece prices exist, such wages or piece 
prices as are generally recognised as lair in the trade. In districts or 
places where the Glasgow scale of wages or piece prices do not apply, the 
contractor shall pay the said workpeople employed by him not less than 
the minimum standard rate of wages or piece prices paid in such districts 
or places, or, where no such standard rate or piece prices exist, such wages 
or piece prices as are generally recognised as fair in the trade in such 
district or places I Standing Order £4). " 

2. The contractor shall, to the satisfaction of the corporation, provide and keep 
proper books, in which shall be correctly and promptly entered, from time 
to time, the names of, the wages paid to, and the hours of labour observed 
by all workpeople employed by him in or abont the execution of this 
contract, and shall, from time to time, when required by notice, in writing, 
under the hand of the town clerk, produce the same, . r any of them, to 
him, or any person appointed by him, who shall be at liberty to inspect 
and take copies of or extracts therefrom. 



“ The contractor shall pay 
all workmen, except 
apprentices, employed 
in the execution of this 
contract not less than 
the rate of wages or 
piece prices recognised 
by associations of em- 
ployers and trades 
unions, and if there be 
no such rate recognised 
then the rate or price 
generally recognised 
as fair in practice in 
the trade.” 



M 
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Scotland — continued. 


Local Authority. 

I Conditions as to Wages to be 
Paid by Contractor. 

Other Conditions with regard 
to Persons employed by 
Contractor. 

Remarks. 

Burghs — eonfc. 




Greenock - 

In clothing contracts a 

No article is to be made by 

It is desirable that 


condition is inserted that 

any person residing in a 

the indefinite 


the contractor shall pay, 

house in which there has 

phrase “ standard 


1 for the making of the 

been infections disease 

rate of wages ” 


several classes of ar ticl es. 

within one month, and 

should be defined, 


! the “ standard rate of 

the contractor is taken 

and that municipal 


I wages ” applicable to his 

bound to have the articles 

bodies should be 


district. 

made up in a workshop 

specially autho- 


In all offers the offerer 

possessing satisfactory 

rised by statute to 


is asked to state if he 
[ pays the standard rate of 
wages for workmen in 
his district. 

sanitary arrangements. 

make conditions 
as to wages, other- 
wise these condi- 
tions may be held 
as ultra vires in a 
court of law. 

Hamilton 

No conditions, but standard 
rate of wages are paid by 
all local contractors. 

To employ local labour as 
far as practicable. 

— 

Hawick - 

To pay standard rate - 

Nil. 

— 

Inverness - 

Building, &c. contracts : — 
No “ fair wage ” or other 
clause of the kind is 
put in these contracts. 

Printing contracts : — 
Clause entered in these 
binding the contractor 
to pay his workmen the 
standard rate of wages 
current at the time for 
all work executed under 
the contract. 

Nil. 


Johnstone - 

Nil - 

No other except in regard 
to police clothing, which 
must be made in the 
town by some local tailor. 

— 

Keith 

Nil - 

That contractor employ 
local unskilled labour 
where available. 

— 

Kilmarnock 

Standard recognised rate 
of wages, or such wages 
as are generally accepted 
as fair in the trade- 

Nil. 


Kinning Park 

Union rate of wages all 

Nil. 

— 

Leith - 

Standard rate of wages 
prevailing in the district. 

Nil. 

— 

Lochmajsen 

Nil 

To employ local labour 
where possible. 

— 

Lossiemouth 

Nil - - - 

In contracts for Drainage 
Scheme and Water 
Scheme now being car- 
ried out, the Town 
Council’s engineers or 
inspectors entitled to 
dismiss unskilled or dis- 
obedient workmen in 
employment of con- 
tractors. 


Motherwell - j 

Standard rate of wages to 
be paid. 

Nil. 

— 

Paisley - - | 

The following is resolution 
adopted by the Town 
Council : — 

“ That the following 
clause be inserted in ail 
municipal contracts, viz., 

‘ We hereby declare that 
‘ in the execution of this 
‘ contract we will pay the 
‘ standard recognised rate | 
‘ of wages, or such wages 
1 as are generally accep- 1 
‘ ted as fair in the trade.’ ” | 

Nil 
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Scotland- 

—continued. 


Local Authority. 

| Conditions as to Wages to be 
Paid by Contractor. 

Other Conditions with regard 
to Persons employed by 
Contractor. 

Remarks. 

Burghs — cont. 
Partick - 

The contractor to pay his j 
workmen, whether arti- | 
mans or labourers, not j 
less than the minimum 1 
standard rate of wages 
of the district in each j 
branch of trade where ; 
the work is performed, j 
and to observe the recog- . 
nised hours and con- 
ditions of labour in each 
respective trade. 

The contractor to have the 
work carried out by 
proper workmen, and a 
competent foreman to be 
employed in charge of 
the work, who shall be 
authorised to receive and 
carryout the instructions 
of the burgh surveyor 
or his inspector without | 
delay. 


Penicuik 

Nil | 

None other than the in- J 
surance of workmen and 
the dismissal of inconi- 1 
petent workmen. 



A clause is inserted in speci- 
fications of works for the ; 
Town Council that the ; 
contractor shall pay to 
his employees not less 1 
than the standard rate of ' 
wages. 

Nil. 


Peterhead - - , 

That the contractor shall | 
pay workmen the stan- j 
dard rate of wages. 

Nil. 

— 

POLLOKSIIAWS - | 

In all contracts it is stipu- 
lated that the contractor 
is to pay his workmen | 
the standard rate of | 
wages ruling at the time 
in their respective trades. j 

Nil. 


Port Glasgow 

Nil - 

Practical tradesmen to be 
employed. 

— 

Prestwick - 

The contractor is taken 
bound to pay “ the j 
“ standard recognised 
“ rate of wages, or such | 
“ wages as are generally i 
“ accepted as fair in the 
“ various trades.” 

The contractor is taken 
bound to have a qualified j 
manager or foreman on j 
the work, and the en- | 
gineer has the right ! 
to cause the contractor 
to dismiss incompetent 
workmen, or those who 
conduct themselves im- 
properly. 


Rothesay - - 1 

None, except in Printing- 
Contract, where stipu- - 
lated that standard rate 1 
! of wages be paid by con- 
1 tractor during whole ! 
currency of contract. 

Nil. 


Turriff 

1 Nil - - - - j 

Nil | 

All works are carried 
out by the Town 
Council’s own ser- 
vants. When re- 
quired, assistance 
is procured and 
wages paid accord- 
ing to the ordinary 
rates of the dis- 
trict. 

Wisuaw - - | 

Not less than minimum I 
standard rate of wages 
payable to competent 
workmen. 

1 


. 


M 2 
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Scotland — continued. 


Local Authority. 

Conditions as to Wages to be 
Paid by Contractor. 

Other Conditions with regard 
to Persons employed by 
Contractor. 

| Remarks. 

Parish Councils. 
Aberdalgie - 
Aberdeen - 

The standard rate of wages 
for the district. 

Standing Order, No. 

XXXIV. : 

“ In connection with 
all contracts, it shall be 
expressly stipulated and 
declared that the success- 
ful offerer shall be bound 
to pay to all his workmen 
the standard rate of 
wages, and shall be bound 
to observe all other con- 
ditions of employment as 
understood and agreed to 
between the employers’ 
association and the work- 
men’s union.” 

Nil. 

_ 

— 

Alytj: ... 

Nil .... 

That they make good work 
in terms of specification 
or agreement. 

If there is much to 
be done an archi- 
tect is employed 
to take in con- 
tracts and see the 
work done, with- 
out asking a con- 
tractor about his 
men or their 
wages. If by day’s 
wages the men are 
paid the current 
rate of the district. 




Masons, 9$«Z. per 
hour. 

Labourers, 6c?. 
per hour. 

Applecross 

Nil 

That the workmen are 
skilled in the work they 
have to do. 

— 

Akbirlot 

General rate of the district 

Nil. 



Blantyre - 

Standing Order, No. 
XXVIII. : 

“No contracts shall 
be entered into with any 
tradesmen other than 
those who pay trades 
unions rates of wages.” 

Nil. 


CoNTIN - 

Employ no contractors ex- 
cept for occasional slight 
repairs on houses, when 
they are paid by the day 
of 10 hours at the current 
rate of wages. 

Nil. 


Creich (Suther- 
land). 

Nil - 

Responsibility thrown upon 
contractor. 

— 

Dundee 

The following is the reso- 
lution came to by the 
Parish Council, and is 
acted upon in all con- 
tracts : 

“ That work done for 
the Parish Council be 
done only by employers 
who pay the standard rate 
of wages, and who recog- 
nise and act upon any 
agreement that may have 
been come to between 
employers and employees 
in any par tie alar trade for 
their mutual benefit.” 

1 

Nil. 

1 
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Scotland 

— continued. 


Local Authority. 

Conditions as to W: ages to be 
Paid by Contractor. 

Other Conditions with regard 
to Persons employed by 
Contractor. 

Remarks. 

Parish Councils — 
continued. 




Edinburgh 

Recognised standard rate of 
wages. 

Nil. 

— 

Falkirk 

Standard rate of wages 

Nil 

In reference to the 
erection of a poor- 
house for Falkirk 
parish. 

GaLSTON - 

Trade union wages are paid 
by contractors for boots 
and clothing, except suits 
for boys which are factory 
made, and the rate paid 
is not known. 

Nil. 


Glasgow 

Standard rate of wages pre- 
vailing in the Glasgow 
district. 

Nil. 

— 

Govan Combina- 
tion. 

“ In the execution of any 
work done for, or by the 
council, trades’ union 
rate of wages shall be 
paid to all workmen em- 
ployed, and that this 
clause be inserted in all 
schedules issued to con- 
tractors.” 

Nil. 


Greenock - 

‘ 1 That a clause be inserted 
in all contracts emana- 
ting from this Council 
binding the contractors 
to observe trade union 
wages, and conditions of 
labour current in the 
district.” 

Nil - 

This motion was 
carried by the 
Council in 1895, 
and has been 
earned out in all 
contracts since 

then. 

Kilpatrick, Old - 

Trades union wages - 

Trades union conditions. 

— 

Kincardine (Boss) 

Nil .... 

Responsibility in every in- 
stance as to accidents, 
&c., thrown upon con- 
tractors. 

— 

Leith - 

New poorhouse buildings. 
The contractors for the 
work will be required to 
pay all workmen em- 
ployed on the Council’s 
work the recognised 
trade union rate of wages. 

Nil. 


Luss 

Current rate of wages 

Nil. 

— 

Paisley 

Nil 

Stationery contract. Print- 
ing to be executed within 
the premises of the con- 
tractors. 

— 

Wemyss - 

Nil - 

Nil - 

This Council has very 
little work that is 
contracted for. 

The trades unions 
see that the men 
are paid a standard 
rate of wages, and 
control to a certain 
extent the condi- 
tions under which 
the men arc em- 
ployed. 


M 3 
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Scotland- 

-continued. 


Local Authority. 

Conditions as to Wanes to be 
Paid by Contractor. 

Other Conditions with regard 
to Persons employed by 
Contractor. 

Remarks. 

District Committees. 
Aberdeen 

Nil - 

. 

Contractors are taken 
bound to epiploy a suffi- 
cient number of work- 
men and competent fore- 
men to ensure proper 
management and efficient 
control, and if any fore- 
man or workman is 
objected to as incompe- 
tent by the engineers or 
inspector of works, the 
contractor is taken 
bound to discharge him. 


Kilmarnock (Ayr) 

Nil 

That contractor shall re- 
lieve Committee of and 
ensure Committee against 
all claims by workmen 
under Employers Lia- 
bility Acts, Workmen’s 
Compensation Acts, or 
at Common Law. 

The Committee’s engineer 
shall have power to regu- 
late the number of work- 
men employed on the 
contract works, if dis- 
satisfied with the number 
actually employed. 


Annan (Dumfries) 

The following condition is 
inserted in contracts for 
the supply of metal for 
roads : — “ The contrac- 
“ tor shall pay the men 
on the works at least 
“ monthly; and if he 
“ neglects or refuses to 
“ do so, the District 
“ Committee may, after 
“ due notice, do so out 
“ of the contract price, 
“ and such payment 
“ shall be deducted from 
“ the next instalment.” 

In the same contract there 
is also this condition : — 
“ The contractor shall 
be bound to dismiss any 
man objected to by the 
surveyor” employed by 
the District Committee. 


Dumfries 

Nil 

They must be competent 
and able bodied, and any 
man not fulfilling these 
conditions must be dis- 
missed if objected to by 
the surveyor. 

The only contract 
woi'k is in con- 
nection with the 
supplying and 
breaking of road 
metal, and in 
the building of 
bridges, &c. 

Do. (as Local 
Authority under 
Public Health 
Acts). 

Nil - 

Nil 

The only contracts 
are for water 
supplies or drain- 
age, and these 
are usually let to 
the lowest tender. 

Kirkcaldy (Fife) 

Nil - 

The District Committee 
shall insure the contrac- 
tor’s workmen against 
accidents in connection 
with the work of the 
contract; and the con- 
tractor shall refund the 
cost of insurance pre- 
mium to the District 
Committee. 

This condition to be 
inserted in the 
contracts made 
for the year 1905- 
1906, for quarry- 
ing, breaking, 
and carting road 
metal. 

Forfar 

Nil - 

Work to be done to the 
satisfaction of the sur- 
veyor. 

— 
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Scotland — continued. 


Local Authority. 


Conditions as to Wages to 
Paid by Contractor. 


be 


District Committees | 

— continued . ' 

Lower Ward Nil - 
(Lanark). 


Other Conditions with regard 
to Persons employed by 1 

Remarks. 

Contractor. 



Nil. 

The following condition 
is, however, contained 
in the contract for the 

supply of road metal J 

and carting work 

“ The contractors for metal and carting 
work respectively shall undertake all liability 
whatsoever, and free and relieve the District 
Committee and their officers of liability for 
all accidents or damage done to passengers, 
horses, carts, carriages, or otherwise, by or 
in connection with their operations, or by 
placing or breaking metal, or allowing the 
same to lie broken or unbroken, so as to 
interfere with the traffic, endanger the 
passengers, or interfere with the thorough- 
fare upon the road ; and the contractors 'for 
the supply of metal shall be liable to the 
District Committee in a penalty of one 
pound sterling for every heap or portion of 
metal which shall be found in such situation. 
It being special ly declared that contractors 
shall have no claim against the District 
Committee for any damage sustained by 
themselves, their men, horses, or plant, 
however arising, while engaged on their 
contract." 


Upper District , Nil - - . Nil. 

(Renfrew). The following condition 

is, however, contained 
in the contract for the 
supply of road metal, 

“The contractors shall undertake all 
liability whatsoever, and free and relieve the 
District Committee and their officers of 
liability for any accidents or damage done 
to passengers, horses, carts, carriages, or 
otherwise, by or in connection with their 
operations, or by placing or breaking metal, 
or allowing the same to lie broken or un- 
broken, so as to interfere with the traffic or 
endanger the passengers, or interfere with 
the thoroughfare upon the road : and the 
contractors shall be liable to the District 
Committee in a penalty of one pound ster- 
ling for every heap or portion of metal 
which shall be found in such situation. It 
being specially declared that contractors 
shall have no claim against the District 
Committee for any damage sustained by 
themselves, their men, horses, or plant, 
however arising, while engaged on them 
contract.” 
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Scotland — continued. 

Part II. 

Counties, Burghs, Parish Councils, and District Committees in which 
the Contracts entered into by the Local Authority for the Execution 
of Works do not specify any Conditions at to the Wages to be paid 


by the Contractor, 

EMPLOYED BY HIM, OR 


Local Authority. 


Aberdeen. 

Avr. 

Banff. 

Berwick. 

Bute. 

Clackmannan, 

Dumbarton. 

Dumfries. 

Edinburgh. 

Elgin. 


Aberchirder. 

Aberfeldy. 

Aberlour. 

Abernethy. 

Airdrie. 

Alloa. 

Alva. 

Alyth. 

Annan. 

Anstruther, Easter. 
Anstruther, Wester. 
Arbroath. 

Ardrossan. 

Armadale. 

Auchterarcler. 

Auchtermuchty. 

Ballater. 

Banchory. 

Banff. 

Barrhead. 

Bathgate. 

Biggar. 

Blairgowrie. 

Bo’ness. 

Bridge of Allan. 

Broughty Ferry. 
Buckhaven, Methil and 
Innerleven. 

Buckie. 

Burgbead. 

Burntisland. 

Callander. 

Campbeltown. 

Carnoustie. 

Castle Douglas. 

Coatbridge. 

Cockenzie and Port Seton. 
Coldstream. 

Coupar-Angus. 

Cove and Kilcreggan. 
Cowdenbeath. 

Crail. 

Crieff 

Cromarty. 


or other Conditions witi 
in which Contracts have 

Counties. 


Local Authority. 


Fife. 

Forfar. 

Haddington. 

Inverness. 

Kincardine. 

Kinross. 

Kirkcudbright. 

Lanark. 

Linlithgow. 

Nairn. 


Burghs. 


Cullen. 

Culross. 

Cumnock and Holmhead. 
Cupar. 

Dalbeattie. 

Dalkeith. 

Darvel. 

Deuny and Dunipace. 
Dingwall. 

Dollar. 

Dornoch. 

Doune. 

Dufftown. 

Dunbar. 

Dunblane. 

Dunfermline. 

Dunoon. 

Duns. 

Dysart. 

Earlsferry. 

East Linton. 

Elgin. 

Elie. 

Ellon. 

Eyemouth. 

Falkland, 

Forfar. 

Forres. 

Fortrose. 

Fraserburgh. 

Galashiels. 

Galston. 

Gatehouse. 

Girvan. 

Gourock, 

Grangemouth. 

Grantown. 

Haddington. 

Helensburgh. 

Huntly. 

Innerleithen. 

Inveraray. 

Inverbervie. 

Invergordon. 


RESPECT TO THE PERSONS 
NOT BEEN ENTERED INTO. 


Local Authority. 


Orkney. 

Peebles. 

Perth. 

Renfrew. 

Roxburgh. 

Selkirk. 

Stirling. 

Wigtown. 

Zetland. 


Inverkei thing. 

Inverurie. 

Irvine. 

Jedburgh. 

Kelso. 

Kilrenny. 

Kilsyth. 

Kilwinning. 

Kinghorn. 

Kingussie. 

Kinross. 

Kin tore. 

Kirkcaldy. 

Kirkcudbright. 

Kirkintilloch. 

Kirkwall. 

Kirriemuir. 

Ladybank. 

Lanark. 

Langholm. 

Largs. 

Lasswade. 

Lauder. 

Laurencekirk. 

Lerwick. 

Leslie. 

Leven. 

Linlithgow. 

Loanhead. 

Lochgelly. 

Lochgilphead. 

Lockerbie. 

Macduff. 

Markinch. 

Maxwelltown. 

Maybole. 

Melrose. 

Millport. 

Milngavie. 

Moffat. 

Monifietk. 

Montrose. 

Musselburgh. 

Nairn. 
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Scotland — continued. 

Burghs — continued . 


Local Authority. 

Local Authority. 

Local Authority. 

Newburgh. 

Rattray. 

Stranraer. 

New Galloway. 

Renfrew. 


Newmilns and Greenholm. 

Rosehearty. 


Newport. 

Rothes. 


N e w ton - Ste wart. 

Rutherglen. 


North Berwick. 

St. Andrews. 


Oban. 

Saltcoats. 


Old Meldrum. 

Sanquhar. 


Peebles. 

Selkirk. 


Pittenweem. 

Stewarton. 


Portsoy. 

Stirling. 


Prestonpans. 

Stonehaven. 


Queensferry. 

Stornoway. 

Wigtown. 


Parish Councils. 


Abbey St. Bathans. 

Auchtertool. 


Abdie. 

Auldearn. 

Bressay. 

Abercorn. 

Avoch. 


Aberdour (Aberdeen). 

Avondale. 


Aberdour (Fife). 

Ayr. 


Aberfoyle. 

Ayton. 


Aberlady. 

Balderuock. 


Aberlemno. 

Balfron. 


Aberlour. 

Ballantrae. 


Abernethy (Inverness). 

Ballingry. 


Abernethy (Perth). 

Balmaclellan. 


Abernyte. 

Balmaghie. 

Cairney. 

Aboyne. 

Balmerino. 


Airlie. 

Balquhidder. 


Airth. 

Banchory-Deveniek. 


Alford. 

Banchory-Ternan. 

Cambuslang. 

Alloa. 

Banff. 

Cambusnethan. 

Alness. 

Barr. 

Cameron. 

Alva. 

Barra. 

Campbeltown. 

Alvah. 

Barry. 

Cainpsie. 

Alves. 

Barvas. 

Canisbay. 

Alvie. 

Bathgate. 


Anerum. 

Beath. 


Annan. 

Bedrule. 


Anstruther, Easter. 

Beith. 


Anstruther, Wester. 

Belhelvie. 

Cargill. 

Anwoth. 

Bellie. 


Applegarth. 

Bendochy. 


Arbroath and St. Vigeans. 

Benholm. 


Arbuthnott. 

Bervie. 


Ardchattan and Muckairn. 

Biggar. 


Ardclach. 

Biruie. 


Ardersier. 

Birsay and Harray. 

Carnwath. 

Ardgour. 

Birse. 


Ardnamurchan. 

Blackford. 


Ardoch. 

Blair- Atholl. 


Ardrossan. 

Blairgowrie. 


Arisaig and Moidart. 

Boharni. 


Arngask 

Boleskine and Abertarff. 


Arrochar. 

Bolton. 


Ashkirk. 

Bo’ness and Carriden. 


Assynt. 

Bonhill. 


Athelstaneford. 

Borgue. 


Auchindoir. 

Borthwick. 


Auchinleck. 

Both well. 


Auchterarder. 

Botriphnie. 


Auchterderran. 

Bourtie. 


Auchtergaven. 

Bowden. 


Auchterhouse. 

Bower. 


Auchterless. 

Boyndie. 

Cluny. 

Auchtermucbty. 

Bracadale. 

Clyne. 
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Scotland — contvrmed. 

Parish Councils — continued. 


Local Authority. 


Cockburnspath. 

Cockpen. 

Coldingliam. 

Coldstream. 

Colinton. 

Coll. 

Collace. 

Collessie. 

Colmonell. 

Colonsay and Oronsay. 
Colvend. 

Comrie. 

Corstorpliine. 

Cortachy. 

Coull. 

Coupar Angus. 

Covington. 

Coylton. 

Craig. 

Craigie. 

Ci'aignish. 

Crail. 

Crailing. 

Cramond. 

Cranshaws. 

Cranston. 

Cratliie and Braemar. 
Crawford. 

Ci'awfordjohn. 

Creich (Fife). 

Crichton. 

Crieff. 

Crimond. 

Cromarty. 

Cromdale. 

Cross, Burness, and North 
Ronaldshay. 

Crossmichael. 

Croy. 

Cruden. 

Cullen. 

Culross. 

Culsalmond. 

Culter. 

Cults. 

Cumbernauld. 

Cumbraes. 

Cummertrees. 

Cumnock, New. 

Cumnock, Old. 

Cupar. 

Currie. 

Dailly. 

Dairsie. 

Dalgety. 

Dalkeith. 

Dallas. 

Dalmellington. 

Dalmeny. 

Dairy (Ayr). 

Dairy (Kirkcudbright). 
Dalrymple. 

Dalserf. 

Dalton. 

Dalziel. 

Daviot (Aberdeen). 

Daviot (Inverness). 

Deer, New. 

Deer, Old. 

Delting. 


Local Authority. 


Deskford. 

Dingwall. 

Dirleton. 

Dollar. 

Dolphinton. 

Dores. 

Dornoch. 

Dornock. 

Douglas. 

Drainie. 

Dreghorn. 

Dr on. 

Drumblade. 

Drumelzier. 

Drumoak. 

Dryfesdale. 

Dry men. 

Duff us. 

Duirinish. 

Dull. 

Dumbarton. 

Dumfries. 

Dun. 

Dunbar. 

Dunbarney. 

Dunblane and Lecropt. 
Dunbog. 

Dundonald. 

Dunfermline. 

Duuino. 

Dunipace. 

Dunkeld and Dowally. 
Dunkeld, Little. 

Dunlop. 

Duunet. 

Dunnichen. 

Dunning. 

Dunoon and Kilmun. 
Dunnottar. 

Dunrossness. 

Duns. 

Dunscore. 

Dunsyre. 

Durness. 

Durris. 

Durrisdeer. 

Duthil and Rothiemurchus 
Dyce. 

Dyke and Moy. 
Eaglesham. 

Earlston. 

Eassie and Nevay. 
Eastwood. 

Eccles. 

Ecclesmachan. 

Eeht. 

Eckford. 

Eday. 

Edderton. 

Eddleston. 

Eddrachillis. 

Edinkillie. 

Ednam. 

Edrom. 

Edzell. 

Elgin. 

Elie. 

Ellon. 

Errol. 


Local Authority. 


Erskino. 

Eskdalemuir. 

Ettrick. 

Evie and Rendall. 
Ewes. 

Eyemouth. 

Fala and Soutra. 
Falkland. 

Farneil. 

Farr. 

Fearu. 

Fenwick. 

Fern. 

Ferry-Port-on-Craig . 
Fetlar. 

Fettercairn. 

Fetteresso. 

Findo-Gask. 

Fintray. 

Fintry. 

Firth. 

Flisk. 

Fodderty. 

Fogo. 

Fordoun. 

Fordyce. 

Forfar. 

Forgan. 

Forgandenny. 

Forglen. 

Forgue. 

Forres. 

Forteviot. 

Fortingall. 

Fossoway. 

Foulden. 

Foveran. 

Fowlis, Easter. 

Fowlis, Wester. 
Fraserburgh. 

Fyvie. 

Gairloch. 

Galashiels. 

Gamrie. 

Gargunnock. 

Gartly. 

Garvald. 

Garvock. 

Gigha and Cara. 

Girth on. 

Girvan. 

Gladsmuir. 

Glamis. 

Glass. 

Glassary. 

Glasserton. 

Glassford. 

Glenbervie. 

Glenbuchat. 

Glencairn. 

Glencorse. 

Glendevon. 

Glenelg. 

Glenisla. 

Glenmuick. 

Glenorchy and Inishail. 
Glenshiel. 

Golspie. 

Gordon. 

Grange. 
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Scotland-^- contwmed. 

Parish Councils — continued. 


Local Authority. 

Local Authority. 

Local Authority. 

Grangemouth. 

Kilfinan. 

Kirkmaiden. 

Greenlaw. 

Kilfiniehen. 

Kirkmichael (Ayr). 

Gretna. 

Killarrow. 

Kirkmichael (Banff). 

Guthrie. 

Killean and Kilchenzie. 

Kirkmichael (Perth). 

Haddington. 

Killearn. 

Kirkmichael (Dumfries). 

Half-Morton. 

Killearnan. 

Kirknewton. 

Halkirk. 

Killin. 

Kirkoswald. 

Hamilton. 

Kilmadock. 

Kirkpatrick (Durham). 

Harris. 

Kilmalcolm. 

Kirkpatrick (Fleming). 

Hawick. 

Kilmallie. 

Kirknatrick (Irongray). 

Heriot. 

Kilmany. 

Kirkpatrick (Juxta). 

Hobkirk. 

Kilmarnock. 

Kirkurd. 

Hoddam. 

Kilmaronock. 

Kirkwall. 

Holm. 

Kilmartin. 

Kirriemuir. 

Holywood. 

Kilmaurs. 

Knapdale, North . 

Houston. 

Kilmodan. 

Knapdiile, South. 

Hownam. 

Kilmonivaig. 

Knockando. 

Hoy and Graemsay. 

Kilmorack. 

Knockbain. 

Humbie. 

Kilmore and Kilbride. 

Lady. 

Hume. 

Kilmory. 

Ladykirk. 

Huntly. 

Kilmuir, Easter, 

Laggan. 

Hutton (Berwick). 

Kilmuir, Skye. 

Lairg. 

Hutton (Dumfries). 

Kilninian and Kilmore. 

Lanark. 

Inch. 

Kilninver and Kilmelford. 

Langholm. 

Inchinnan. 

Kilpatrick, New. 

Langton. 

Inchture. 

Kilrenny. 

Larbert. 

Innerkip. 

Kilspindie. 

Largo. 

Innerleithen. 

Kilsyth. 

Lares. 

Innerwick. 

Kiltar'lity. 

Lasswade. 

Insch. 

Kiltearn. 

Lathe ron. 

Inveraray. 

Kilwinning. 

Lauder. 

Inverarity. 

Kincardine (Perth). 

Laurencekirk. 

Inveravon. 

Kincardine O’Neil. 

Legerwood. 

Inverchaolain. 

Kinclaven. 

Leochel-Cushnie. 

Inveresk. 

Kinfauns. 

Lerwick. 

Inverkeillor. 

Kingarth. 

Leslie (Aberdeen). 

Inverkeithing. 

King Edward. 

Leslie (Fife)- 

Inverkeithny. 

Kinghorn. 

Lesmahagow. 

Inverness. 

Kinglassie. 

Leswalt. 

Inverurie. 

Kingoldrum. 

Lethendy. 

Irvine. 

Kingsbarns. 

Lethnot. 

Jedburgh. 

Kingussie. 

Leuchars. 

Johnstone. 

Kinloeh. 

Libber ton. 

Jura. 

Kinloss. 

Liberton. 

Keig. 

Kinnai'rd. 

Liff and Benvie. 

KqIT 1 

Kinneff and Caterline. 

Lilliesleaf. 

Keith. 

Kinnell. 

Linlithgow. 

Keithhall. 

Kinnellar. 

Linton. 

Kells. 

Kinnethmont. 

Linton, West. 


Kinnettles. 

Lintrathen. 

Kelton. 

Kinnoull. 

Lismore and Appin. 

Kemback. 

Kinross. 

Livingstone. 

Kemnay. 

Kintail. 

Lochalsh. 

Kenmore. 

Kin tore. 

Lochbroom. 

Kennoway. 

Kippen. 

Lochcarron. 

Kettins. 

Kirkbean. 

Lochgoilhead and Kilmorich. 

Kettle. 

Kirkcaldy and Dysart. 

Lochlee. 

Kilbarchan. 

Kirkeolm. 

Lochmaben. 

Kilbirnie. 

Kirkconnel. 

Loehrutton. 

Kilbrandon. 

Kirkcowan. 

Lochs. 

Kilbride (Arran). 

Kirkcudbright. 

Loehwinnoch. 

Kilbride, East. 

Kirkden. 

Logie (Fife). 

Kilbride, West. 

Kirkgunzeon. 

Logie (Stirling). 

Kilcalmonell. 

Kirkhill. 

Logie- Almond. 

Kilchoman. 

Kirkhope. 

Logie-Buchan. 

Kilchrennan and Dalavich. 

Kirkinner. 

Logie-Coldstone. 

Kileonquhar. 

Kirkintilloch. 

Logie-Easter. 

Kildalton. 

Kirkliston. 

Logie-Pert. 

Kildonan. 

Kirkmabreck. 

Logierait. 

Kildrummy. 

Kirkmahoe. 

Longforgan. 


N 2 
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Scotland — contmued. 

Parish Councils — continued. 


Local Authority. 


Longformacus. 

Longside. 

Lonmay. 

Loth. 

Loudoun. 

Luce, New. 

Luce, Old. 

Lumphanan. 

Lunan. 

Lundie. 

Lyne. 

Machar, New. 

Machar, Old. 

Madderty. 

Mains and Strathmartine. 
Makerstoun. 

Manor. 

Markinch. 

Marnocn. 

Maryculter. 

Marykirk. 

Maryton. 

Mauchline. 

Max ton. 

Maybole. 

Mearns. 

Meigle. 

Meldrum. 

Melrose. 

Menmuir. 

Mertoun. 

Methlic. 

Methven. 

Middlebie. 

Midmar. 

Minnigaff. 

Minto. 

Mocbrum. 

Moffat. 

Moneydie. 

Monifieth. 

Monikie. 

Monimail. 

Monivaird. 

Monkland, New. 

Monkland, Old. 

Monktown and Prestwick. 
Monquhitter. 

Montrose. 

Monymusk. 

Moonzie. 

Morebattle. 

Mordington. 

Morham. 

Mortlach. 

Morton. 

Morven. 

Moulin. 

Mouswald. 

Moy and Dalarossie. 
Muckhart. 

Muiravonside. 

Muirkirk. 

Murroes. 

Muthill. 

Nairn. 

Neilston. 

Nenthorn. 

Nesting, Lunnasting,Whalsay, 
and Skerries. 


Local Authority. 


New Abbey. 

Newbattle. 

Newburgh. 

Newburn. 

Newhills. 

Newlands: 

New Spynie. 

Newton. 

Newtyle. 

Nigg (Kincardine). 

Nigg (Boss). 

North Berwick. 

North Bute. 

North Mavine. 

Oathlaw. 

Ochiltree. 

Oldhamstocks. 

Olrig. 

Ordiquhill. 

Ormiston. 

Orphir. 

Orwell. 

Oxnain. 

Oyne. 

Panbride. 

Papa Westray. 

Parton. 

Peebles. 

Pencaitland. 

Penicuik. 

Penninghame. 

Penpont. 

Perth. 

Peterculter. 

Peterhead. 

Pettinain. 

Petty. 

Pitsligo. 

Pittenween. 

Polwarth. 

Port Glasgow. 

Portmoak. 

Port of Monteith. 

Port Patrick. 

Portree. 

Premnay. 

Prestonkirk. 

Prestonpans. 

Rafford. 

Rathen. 

Ratho. 

Rathven. 

Rattray. 

Rayne. 

Reay. 

Redgorton. 

Renfrew, 

Rerriclc. 

Rescobie. 

Resolis. 

Rhynd. 

Rhynie. 

Riccarton. 

Roberton. 

Rogart. 

Ronaldshay, South, and 
Burray. 

Rosemarkie. 

Roseneath. 

Rosskeen. 


Local Authority. 


Rothes. 

Rothesay. 

Rothiemay. 

Rousay and Egilshay. 

Row. 

Roxburgh. 

Rutherglen. 

Ruthven. 

Ruthwell. 

St. Andrews and Deerness. 

St. Andrews-Lhanbryd. 

St. Andrews and St. Leonards. 
St. Boswells. 

St. Cyrus. 

St. Fergus. 

St. Madoes. 

St. Martins. 

St. Monance. 

St. Mungo. 

St. Ninians. 

Saddell and Skipness. 

Saline. 

Salt on. 

Sandsting. 

Sandwick. 

Sanquhar. 

Scone. 

Seoonie. 

Selkirk. 

Shapinshay. 

Shotts. 

Skene. 

Skirling. 

Slain s. 

Siamannan. 

Sleat. 

Smailholm. 

Small Isles. 

Snizort. 

Sorbie. 

Sorn. 

Southdean. 

Southend. 

Speymouth. 

Spott. 

Sprouston. 

Stair. 

Stenniss. 

Stenton. 

Stevenston. 

Stewarton. 

Stirling. 

Stitehel. 

Stobo. 

Stonebouse. 

Stoneykirk. 

Stornoway. 

Stow. 

Stracatbro. 

Strachan. 

Strachur. 

Stvalachlan. 

Straiton. 

Stranraer. 

Strath. 

Strathblane. 

Strathdou. 

Strathmiglo. 

Strichen. 

Stromness. 
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Scotland — contmued. 

Parish Councils — continued. 


Local Authority. 

Local Authority. 

Local Authority. 

Stronsay. 

Tough. 

Walls and Flotta (Flotta 

Swinton. 

Towie. 

District). 

Symington (Ayr). 

Tranent. 

Walls and Flotta (Walls Dis- 

Symington (Lanark). 

Traquair. 

trict). 

Tain. 


Walls and Sandness. 

Tannadice. 

Troqueei - . 

Walston. 

Tarbat. 

Wamphray. 

Tarbolton. 

Tullynessle and Forbes. 

Wandell and Lamington. 


Tundergarth. 



Turriff. 


Temple, 

Terregles. 

Tweedsmuir. 

Twynholm. 

Westray. 

Teviothead. 

Tynron. 

Whitburn. 

Thurso. 


Whitekirk and Tynning- 

Tibbermuir. 


hame. 

Tillicoultry. 

Uig. 

Uist, North. 

Whithorn. 

Tinwald. 

Uist, South. 

Whittinghame. 




Tongland. 

Tongue. 

Uphall. 

Urquhart (Elgin), 

Wigtown. 

Wiston and Roberton. 

Torosay. 

Urquhart (lioss). 

Yarrow. 

Torphichen. 

Urquhart and Glenmoriston. 

Yell. 

Torryburn. 

Urr. 

Yester. 

Torthorwald. 

Urray. 

Yetholm. 


District Committees. 

Aberdeen County Districts : — 

Clackmannan County : — 

Inverness County Districts : — 

Alford. 

No Districts. 

First, or Inverness. 

Deer. 


Second, or Aird. 

Deeside. 

Dumbarton County Dis- j 

Third, or Badenoch. 

Ellon. 

tricts : — 

Fourth, or Lochaber. 

Garioch. 

Eastern. 

Fifth, or Skye. 

Huntly. 

Western. 

Sixth, or Harris. 

Turriff. 


Seventh, or North Uist. 

Argyll County Districts : — 

Dumfries Cou nty Districts : — 
Langholm. 

Eighth, or South Uist. 

Ardnamurchan. 

Lockerbie. 

Kincardine County Dis- 

Cowal. 

Thornhill. 

tricts : — 

Islay. 


Laurencekirk. 

Kintyre. 

Edinburgh County Dis- 

Lower Deeside. 

Lorn. 

tricts : — 

St. Cyrus. 

Mid Argyll. 

Calder. 

Stonehaven. 

Mull. 

Gala Water. 

Upper Deeside. 

Ayr County Districts : — 
Ayr. 

Lass wade. 
Suburban. 

Kinross County : — 
No Districts. 

Carrick. 

Northern. 

Elgin County : — 

Kirkcudbright County Dis- 

No Districts. 

tricts : — 

Banff County Districts : — 
First, or Banff. 

Second, or Keith. 

Fife County Districts ; — 
Cupar. 

Dunfermline. 

Eastern, 

Northern. 

Southern. 

Western. 

Berwick County Districts : — 
East. 

St. Andrews. 

Lanark County Districts : — 

Middle. 

West. 

Forfar County Districts : — 
Arbroath. 

Middle Ward. 
Upper Ward. 

Bute County Districts : — 
Arran. 

Brechin. 

Dundee. 

Linlithgow County Dis- 
tricts : — 

Bute. 

Cumbrae. 

Haddington County Dis- 
tricts : — 

Bathgate. 

Linlithgow. 

Caithness County : — 

Eastern. 

Nairn County ; — 

No Districts. 

Western. 

No Districts. 


N 3 
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Scotland — contvtmed. 

District Committees — continued. 


Local Authority. 


Local Authority. 


Local Authority. 


Orkney County Districts : — 
Mainland. 

North Isles. 

South Ronaldshay. 

Walls. 

Peebles County : — 

No Districts. 

Perth County Districts : — 
Eastern. 

Central. 

Highland. 

Perth. 

Western. 

Renfrew County Districts : — 
Second, or Lower. 


Ross and Cromarty Dis- 
tricts : — 

Black Isle. 

Easter Ross. 

Lewis. 

Mid-Ross. 

South Western. 
Western, 

Roxburgh County Dis- 
tricts : — 

Hawick. 

Jedburgh. 

Kelso. 

Liddesdale. 

Melrose. 


Selkirk County: — 

No Districts. 

Stirling County Districts : — 
First, or Central. 

Second, or Eastern. 

Third, or Western. 

Sutherland County : — 

No Districts. 

Wigtown County Districts : — 
Lower. 

Upper. 

Zetland County Districts : — 
Mainland. 

North Isles. 
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IRELAND. 


Part I. 


Local Authorities whose Contracts for the Execution of Works specify 
Conditions as to the Wages to be paid by the Contractor, or other 
Conditions with regard to the Persons employed by him ; and the 
Conditions specified in those Cases. 


Name of Local Authority. 

Conditions. 

(a.) — County Councils. 
Antrim 

Maintenance of road contracts : Contractors are to pay surfacemen at 
a certain rate per day — paid weekly — from Is. 10<Z. to 2s. 6<Z. 
Contractors are to pay an overseer when required. 

Armagh 

Unless the man .appointed is a member of his own family, the con- 
tractor shall pay the surfaceman weekly at 2s. a day. The surface- 
men are to do surface work only. 

There are no conditions attached to contractors carrying on special 
works. 

Donegal 

£So conditions, except with regard to printing contracts. In printing 
contracts the Council require the contractor whose tender is 
accepted to pay not less than the minimum standard rate of wages 
at the rate paid in district, and to observe the hours and conditions 
now recognised as proper there, and that in every contract proper 
penalties shall be provided in case the contractor shall violate con- 
ditions, or shall sub-let any portion of his contract without consent 
in writing previously obtained. That it be made a condition of all 
Corporate contracts that regular tradesmen only be employed to 
perform tradesmen’s work. 

Down - 

As regards road maintenance contracts, there is fixed a minimum 
wage, varying from 12s. to 16s. weekly for surface labourers. 

In one iarge harbour contract the condition was inserted that the con- 
tractor shall pay his workmen the wages usually deemed fair in the 
trades to which they belong, in cash, at least once a fortnight. 

As regards other conditions, the foremen and workmen are to be 
thoroughly skilled in their various trades and callings. 

Kerry 

In contracts for the repair of public works other than roads, and also 
for the execution of all new works, Surveyor has power to order 
removal of incompetent workmen or of those who misconduct 
themselves. 

Limerick 

In case of special technical skill being required in contracts the County 
Surveyor usually reserves the right of appointing such specially 
skilled men, and names their wages. 

Londonderry 

The majority of the contracts make no provision as to wages to be 
paid by the contractor. A very few specify a minimum wage of 
12s. a week to be paid road surfacemen. 

The following is an extract from specification : — “ The number of 
“ surfacemen mentioned . . . are to be employed in addition to 
“ what other help the contractor may require to carry out the pro- 
“ visions of this contract. These men are to be constantly employed 
“ at all reasonable working hours, mending and dressing roadway. 
“ The Surveyor may order the dismissal of any surfaceman at any 
“ time upon assigning a reason therefor. The County Surveyor 
“ may fine the contractor 1Z. for each man found absent. . . . 
“ Capable and skilful surfacemen are to be employed, and when the 
“ rate of wages is specified for surfacemen, they shall be paid by 
“ contractor at least at that rate.” 


N 4 
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Ireland — contimied. 


Name of Local Authority. 


(a.) — County Councils 
— continued. 


Sligo 


A clause to the following effect is inserted in all tenders in use by the 
County Council : — 

The contractor agrees to pay not less than the minimum 
standard rate of wages at the rate paid in Sligo Town and County, 
and to observe the hours and conditions now recognised as proper 
there, and he shall not sub-let any portion of the said work 
without the consent in writing, approved by and obtained from 
the County Surveyor, and he shall employ only regular tradesmen 
to perform tradesmen’s work. 


(b.) — Town Councils. 
Belfast 


The following is a copy of Standing Order with regard to contracts : — 

“76. Contractors tendering for or excuting work under this 
Council must be paying to the whole of their workpeople (except 
such as may be employed under special provisions agreed upon by 
the employers and the organised bodies of workers) the standard 
rate of wages in the several districts where their workpeople are 
actually engaged in the execution of work, and must also be 
observing the hours of labour as well as the aforesaid rate of 
wages recognised by the associations of employers and the local 
organised bodies of workers in the various trades in the several 
districts where the work is being done, and must not prohibit 
their workpeople from joining trade societies, or continuing 
members of such societies. 

“ Should the Council have, in its opinion, reasonable grounds 
for believing that these conditions are not complied with, the 
contractor shall be required to produce proof (to the satisfaction 
of the Council) of his compliance with the said conditions. 

“ The contractor shall not assign or underlet the contract, or 
any part of it, or sub-contract, except with the consent of the 
Council, and upon such conditions as it may think fit ; but if the 
tenderer at the time of tendering states his desire to sub-let any 
portions of the work not usually done by him, the Council will 
consent, provided that the sub-contractor is a person approved by 
it ; the principal contractor shall be responsible, however, for all 
work done by such sub-contractor, and for its being carried out 
under the same conditions as if executed by himself. 

“ Clauses embodying the various points herein named shall be 
inserted in all contracts for work, and contractors shall be 
required to signify their assent to them in writing. Failure to 
comply with any of the conditions set forth in such clauses shall, 
at the option of the Council, leave . it within the power of the 
Council to cancel the contract, or to call upon the contractor to 
pay to the Council the sum of 100£. as liquidated damages.” 

In the contract for the reconstruction of the Belfast tramways (1st 
November 1904), the following clauses were inserted in connection 
with the trackwork section : — 

“ The minimum rate of wages to labourers shall be not less 
than 18s. 6 d. per week. 

“ The contractor in carrying out the work shall give a 
preference to local labour.” 


Clonmel 


Cork. - 


All skilled and unskilled labour shall be hired locally if possible, or so 
far as may be consistent with the quality of the work and the due 
carrying out thereof within the specified time, and such wages shall 
be paid as are generally accepted as current in the district for 
competent workmen. 

The form of contract in use by the Council provides that the 
contractor shall pay all workmen, including tradesmen and labourers, 
not less than the current rate of wages recognised by the Trades 
Unions in the several trades in the district, and for each breach of 
this undertaking the contractor shall pay the sum of 10s. and the 
Council may terminate the contract. 

The contract further provides that the contractor shall not sub-let the 
contract. 


Drogheda 


The “ Standard Bate of Wages ” clause of the House of Commons is in 
operation with regard to contracts for works. 
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Ireland — continued. 


Name of Local Authority. 

Conditions. 

(b.) — Town Councils — 


continued. 


Dublin 

The following clauses are inserted in all contracts entered into by 
the Council, viz. : — 

“ The contractor shall pay to those employed on the work 
under his contract not less than the minimum standard rate of 
wages paid in Dublin and district, and shall employ regular 
tradesmen to perform tradesmen’s work and observe the hours 
and conditions of employment now recognised as proper there ” ; 
and 

“ The contractor shall be bound, as far as possible, to employ 
local labour in the execution of his contract.” 

Kilkenny 

The contractor is bound to pay the standard rate of wages to his 
tradesmen employed. 

Limerick 

The following is a copy of Standing Order of the Council : — 

“The Council will require the contractor or contractors 
whose tender may be accepted to pay not less than the 
minimum standard rate of wages at the rate paid in Limerick, 
and to observe the hours and conditions recognised as proper in 
the City ; and penalties shall be provided in case the contractor 
or contractors shall violate the above conditions, or shall sub-let 
any portion of his or their contracts, without the consent, in 
writing, of the Council previously obtained. The following 
conditions must also be observed, viz. : — That regular tradesmen 
only be employed to perform tradesmen’s work, and local labour 
| be availed of to the fullest extent, and materials of local or Irish 

manufacture used, where practicable.” 

Londonderry 

All contracts entered into have the following clause : — 

“The persons tendering must satisfy the Corporation that 
the wages paid their workmen are such as are generally accepted 
as current in the trade connected with the Department where the 
work is being performed by competent workmen.” 

Sligo - 

The contracts entered into provide for the payment of wages in 
accordance with the Fair Wages Resolution of the House of 
Commons. 

Wexford 

The contractor is required to pay not less than the minimum standard 
rate of wages paid in Wexford district. 

The contractor must have all his employees insured against accident 
in an approved insurance company, and recognised artisans must be 
employed to do artisans’ work. If this latter condition is not 
complied with, a small penalty is enforced in proportion to the 
amount of the contract. 

(c.) — Other Urban j 

District Councils. | 


Bangor - - 

It is provided that the contractor shall undertake in carrying out his 
contract to pay the rate of wages and observe the hours of labour 
recognised in the district. 

Blackrocic - - | 

In building contracts the following clause is inserted in the advertise- 
ment for such : — 

“ The contractors are to pay the standard rate of wages and to 
observe the usual hours of labour which are in operation in the 
district : 

“ There shall be no sub-letting of contracts without the 
consent of the Urban Council.” 

In scavenging and horse hire contracts the contractor is required to 
pay not less than 17s. per man per week. 

Bray - - 

Most works are not executed by contract, but by the Council’s 
workmen at local trade rates. 

Dundalk 

No tender will be entertained for any contract which does not contain 
a clause to pay to the different artisans and labourers employed the 
current rate pf wages in the district. 

0.190. 

0 
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Irelan b—Gontinu&di 


Name of Local Authority. 

Conditions. 

(o.) — Other Urban 
District Councils — 
continued. 


Killiney and Bax.lt- 

BRACKl 

In building contracts the conditions issued by the Institute of 
Architects are embodied in contract. 

Nbnagh - - ! 

It is provided that the contractor is to employ none but competent 
tradesmen, and ertgineer shall have power to order the dismissal of 
any tradesman whom he shall deem incompetent to perform the 
work. 

Newry 

All contractors carrying out any contract for the Council must pay the 
standard wages in each trade. 

Wicklow 

It is provided that the contractor shall pay the standard rate of wages 
and that the contractor shall employ local workmen as far as 
possible. 

(p.)— Rural District 
Odtinbils. 


Aghalee - - j 

No conditions specified except in case of road maintenance contracts 
where the Wages to be paid the surfacemen are fixed by the Council. 

BallyiAbna - - 

• 

The Contracts provide that the buiider sliall not, unless with the 
consent of the architect in writing, employ a sub-contractor for the 
execution of the Works or any part thereof, but shall personally 
superintend the same. The architect may discharge or may require 
the builder to discharge any foreman or workman such architect 
may consider incompetent or as acting improperly, and the builder 
shall forthwith comply with any such requirement. 

Ballymoney - - 1 

With regard to surfiiceineii bu roads, the payment of Is. 10tf. a day to 
each surfaceman is specified for. 

Belfast - - - 

| The contracts provide that the contractor shall pay to bis workmen 
the rate of wages current in the ideality during the continuance of 
the contract. The other conditions are : — Should the engineers or 
clerk of works consider at any time any of the workmen employed 
to he unsuitable, they shall give to the contractor notice, and the 
contractor shall forthwith have another man or other men placed in 
his or their place or places. 

Castlereagh - 

; The contracts provide that the contractor shall pay to his workmen the 
rate of wages current in the locality during the continuance of the 
contract. The other conditions are : — Should the engineers or clerk 
of works consider at any time any of the workmen employed to be 
unsuitable, they shall give to the contractor notice, and the con- 
tractor shall forthwith have another man of other men placed in his 
or their place or places. 

CLt>J?iifrGOWAN - - 

Contracts fbr building labbtirefs’ Cbttagfes specify : — 

“ That in base the clerk of works of the Council shall be of opinion 
that any of thfe workmen employed by the contractor are unskilful 
or objectionable, the contractor shall at the written request of the 
said clerk of Works, forthwith discharge any such Workman or 
workmen, and shall supply their place to the satisfaction of the 
said clerk of works.” 

Downpatrick 

: The contracts specify that surfacemen working on county roads are 

to he paid 2s. 2d. a day. 

Dromore, West 

In contracts for maintenance of roads and new and other miscellaneous 

works of a similar nature the following conditions are specified : 

The contractor agrees to pay not less than the minimum 
standard rate of wages at the rate paid in Sligo Town and Couuty 
and to observe the hours and conditions how recognised as proper 
there. 

The contractor shall employ only regular tradesmen to 
perform tradesmen’s work. 
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I reland -rr-eontmued. 

Name of Local Authority. 

Conditions. 

(i >.) — Rural District 
Councils — cont. 


Dublin, North 

The standard rate of wages is specified in contracts respecting each 
trade prevailing in the district. 

In this rural district the above is understood to be the wages prevail- 
ing in the City of Dublin, and as such it is generally observed by 
contractors. 

The rural council, however, have adopted np resolution relative to this 
owing to the difficulty in obtaining local skilled labour in districts 
far distant from the City of Dublin. 

The contracts provide that all work is to be done by day’s labour in 
contractor’s workshop and on the works, and that no sub-letting 
will be allowed except on thp written permission of the Rural 
District Council. 

Dublin, Sooth - 

The contracts provide that wages are to be paid at rates not less than 
the rates recognised by local associations and usual in the district 
in which the work tendered for is to be executed. Hours of labour 
are to be observed not greater than the hours recognised by local 
associations and usual in the district ip which (he work tendered fpr 
is tfi b.e execntecj . 

Ddnhanway - 

Conditipps as to wages specified only in the ease where a clerk of 
works is to be employed, and the sum to be paid varies, the county 
surveyor fixing the amount. 

Enniscortiiy r 7 

The contracts provide that the contractor must hold himself responsible 
for any accident to workmen during the progress of the work. 

Inisuowen - 

Important contracts contain conditions to the effect that the contractor 
shall comply with the Pair Wages Resolution of the House of 
Commons. 

Killarney 

The contracts prpvide that skilled tradesmen are to be employed. 

Kilrush 

In the cgse of contracts fop the building of labourers’ cottages, it is 
provided that the contractors shall employ none but regular trades- 
men, apd the ppyper is reserved to the Council’s engineer of 
dismissing any tradesmen whom he may consider incompetent. 

Kinsale - 

The contracts provide that any workman or workmen objected to by 
the engineer shall be immediately dismissed. 

Larne 

In the contracts entered into fpr ypad maintenance and repair it is 
provided that each surfaceman employed is to be paid at the rate of 
2 s. 4 d- a day. 

Limavady t 

Some of the roa,d mpinfenappe contracts provide that surfacemen are 
to receive specified wages. 

Mountmelick - 

*• 

Contracts for building labourers’ cottages specify : — 

_ “ That in case the clerk of works of the Council shall be of 
opinion that any of the workmen employed by the contractor are 
unskilful or objectionable, the contractor shall, at the written 
request of the said clerk pf works, forthwith discharge any such 
workman or workmen, and shall supply their place to the 
satisfaction of the said clerk of works.” 

Mullingar - - 

The Council require the contractor whp.se tender may be accepted to 
pay not less than the minimum rate of wages paid in Mullinoar and 
district, and to employ regular tradesmen to do tradesmen’s work. 

Newtownards 

It is specified that the contractor pay not less than at the rate of 14.?. 
per week to surfacemen for keeping rpads in repair. 

Slxqo r n 

: 

Contractors are required to pay not less than the minimum standard 
rate of wages at the rate paid in Sligo Town and County, and 
to observe the hours anil conditions now recognised as proper 
there. • 

Only regular tradesmen to be employed to perform the contracts. 

Tralee - - j 

1 

In the contracts entered into the specifications contain clauses providing 
that none but competent men in their various trades shall be 
employed by the contractors. 
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Ireland — continued , 


Name of Local Authority. 

Conditions. 

(d.) — Rural District 
Councils — cont. 


'Waterford, No. 1 

The following is an extract from the specification for erection of 
labourers’ cottages by the Council under authority of the Labourers’ 
(Ireland) Acts : — 

“ No workman to be employed at buildings of co Wages but 
| skilled hands, proper masons, slaters, and carpenters, each in his 

own department of the trade.” 

Waterford, No. 2 - 

The following is an extract from the specification for erection of 
labourers’ cottages by the Council under authority of the Labourers’ 
(Ireland) Acts : — 

“ No workman to be employed at buildings of cottages but 
skilled hands, proper masons, slaters, and carpenters, each in his 
own department of the trade.” 

(e.) — Boards of 
Guardians. 


Belfast - 

It is provided that the contractor shall pay to his workmen the rate 
of wages current in the locality during the continuance of the 
contract. 

Other conditions are : — Should the engineers or clerk of works 
consider at any time any of the workmen employed to be unsuitable 
they shall give to the contractor notice, and the contractor shall 
forthwith have another man or other men placed in his or their 
place or places. 

Dublin, North 

The standard rate of wages prevailing in the Dublin district is specified 
to be paid to the respective trades, for skilled and unskilled labour. 
The hours of labour are also specified, namely, that recognised by 
the various Trades’ bodies. 

Other conditions are that no work is to be sub-let by the contractor, 
but that all labour is to be performed by the day, carried out in the 
contractor’s workshops, or on the works by his own tradesmen. 
Any departure from this rule to be made only by the written 
permission of the Guardians. 

Dublin, South - 

Contractors are to comply with the Fair Wages Resolution of the 
House of Commons. 

Enniscorthy - 

The contractor must hold himself responsible for any accident to 
workmen during the progress of the work. 

Killarney 

It is provided that skilled tradesmen are to be employed. 

Kinsale 

It is provided that any workman or workmen objected to by the 
engineer shall be immediately dismissed. 

Limerick 

Wages to be paid by contractor in accordance with Fair Wages Resolu- 
tion, adopted some years ago by the Guardians. 

Mullingar - - | 

That the Guardians will require the contractor whose tender may be 
accepted to pay not less than the minimum* rate of wages in 
Mullingar and district, and that regular tradesmen be employed to 
do tradesmen’s work. 

Sligo - - 

' 

Contractors to pay not less than the minimum standard rate of wages 
at the rate paid in Dublin and district, and to observe the hours and 
conditions now recognised as proper there. Regular tradesmen only 
to be employed to perform tradesmen’s work. 

Tralee . . I 

In the contracts entered into, the specifications contain clauses pro- 
viding that none but competent men in their various trades shall be 
employed by the contractors. 

Waterford 

In March 1903 the Guardians passed a resolution to the effect that the 
Fair Wages Resolution should be adopted in all their public 
contracts and to give a preference to local employers and employees. 
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Ireland — continued. 


Part II. 


Local Authorities whose Contracts for the Execution of Works do not 
specif? Conditions as to the Wages to be paid by the Contractor, or 
other Conditions with regard, to the Persons employed by him. 


Name of Local Authority. 


(a.) County Councils. 

Carlow. 

Cavan. 

Clare. 

Cork. 

Dublin. 

Fermanagh. 

Galway. 

Kildare. 

Kilkenny. 

King’s. 

Leitrim. 

Longford. 

Louth. 

Mayo. 

Meath. 

Monaghan. 

Queen’s. 

Roscommon. 

Tipperary, North Riding. 
Tipperary, South Riding. 
Tyrone. 

Waterford. 

Westmeath. 

Wexford. 

Wicklow. 


(b.) Town Council. 
Waterford. 


(c.) 'Other Urban District 
Councils. 

Armagh. 

Athlone. 

Athy. 

Ballina. 

Ballinasloe. 

Ballymena. 

Ballymoney. 

Banbridge. 

Belturbet. 

Bin-. 

Carlow. 

Carrickfergus. 

Carrickmacross. 

Carrick-on-Suir. 

Cashel. 

Castlebar. 

Castleblayney. 

Cavan. 

Clonakilty.. 

Clones. 


Name of Local Authority. 


(c.) — Other Urban District 
Councils — continued. 
Coleraine. 

Cookstown. 

Cootehill. 

Dalkey. 

Dromore. 

Dungannon. 

Dungarvan. 

Ennis. 

Enniscorthy. 

Enniskillen. 

Fermoy. 

Galway. 

Granard. 

Holywood. 

Keady. 

Kells. 

Killarney. 

Kilrush. 

Kingstown. 

Kinsale. 

Lame. 

Letterkenny. 

Limavady. 

Lisburn. 

Listowel. 

Longford. 

Lurgan. 

Macroom. 

Mallow. 

Midleton. 

Monaghan. 

Naas. 

Navan. 

New Ross. 

Newtownards. 

Omagh. 

Pembroke. 

Portadown. 

Portrush. 

Queenstown. 

Rathmines and Rathgar. 
Skibbereen. 

Strabane. 

Tanderagee. 

Templemore. 

Thurles. 

Tipperary. 

Tralee. 

Trim. 

Tullamore. 

Warrenpoint. 

Westport. 

Youghal. 


Name of Local Authority 


(i >.) — Rural District 
Councils. 

Abbeyleix. 

Antrim. 

Ardee, No. 1. 

Ardee, No. 2. 

Armagh. 

Athlone, No. 1. 

Athlone, No. 2. 

Athy, No. 1. 

Athy, No. 2. 

Bailieborough. 

Ballina. 

Ballinamore. 

Ballinasloe, No. 1. 
Ballinasloe, No. 2. 

B allinrobe. 

Ballycastle. 

Ballymahon. 

Ballymore. 

Ballyshannon. 

Bally vaghan. 

Balrothery. 

Baltinglass, No. 1. 
Baltinglass, No. 2. 
Baltinglass, No. 3. 
Banbridge. 

Bandon. 

Bantry. 

Bawnboy. 

Belleek. 

Belmullet. 

Birr, No. 1. 

Birr, No. 2. 

Borrisokane. 

Boyle, No. 1. 

Boyle, No. 2. 

Caherciveen. 

Callan. 

Carlow. 

Carrickmacross. 
Carrick-on-Shannon, No. 1. 
Carrick-on-Shannon, No. 2. 
Carrick-on-Suir, No. 1. 
Carrick-on-Suir, No. 2. 
Carrick-on-Suir, No. 3. 
Cashel. 

Castlebar. 

Castleblayney. 

Castlecomer. 

Castlederg. 

Castlerahan. 

Castlerea. 

Castletown. 

Cavan. 

Celbridge, No. 1. 

Celbridge, No. 2. 
Charleville. 

O 3 
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Name of Local Authority. 


(d.) — Rural District 
Councils — continued. 

Clareraorris. 

Clifden. 

Clogheen. 

Clogher. 

Clonakilty. 

Clones, No. L 
Clones, No. 2. 

Clonmel, No. 1. 

Clonmel, No. 2. 

Coleraine. 

Cookstown, 

Code. 

Cootehill, No. 1. 
Cootehill, No. 2. 

Cork. 

Corrofin. 

Croom. 

Crossmaglen. 

Delvin. 

Dingle. 

Donegal. 

Dundalk. 

Dunfanaghy. 

Dungannon. 

Dungarvan. 

Dunshauglilin, 

Edenderry, No. 1. 
Edenderry, No. 2. 
Edenderry, No. 3- 
Ennis. 

Enniskillen. 

Enniskillen, No.. 2. 
Ennistymon. 

Fermoy. 

Galway. 

Glennamaddy. 

Glenties. 

Glin. 

Gorey. 

Gort. 

Gortnahoe. 

Granard, No. 1. 
Hillsborough. 

Ida. 

Idrone. 

Irvinestown. 

Kanturk. 

Kells. 

Kenmare. 

Kilbeggan. 

Kilkeel. 

Kilkenny. 

Killadysert. 

Killala. 

Kilm acth omas. 

KilmaJIoek. 

Kinlough. 

Letterkenny. 

Limerick, No. 1 . 

Limerick, No. 2. 

Lisburn. 

Lismore. 

Lisnaskea. 

Lis towel. 

Londonderry, No. 1. 
Londonderry, No. 2. 
Longford. 

Loughrea. 


Name of Local Authority. 


(d.) — Rural District 
Councils — continued. 
Louth. 

Lurgan. 

Maproom. 

Magherafelt. 

Mallow. 

Manprhamjlton, 

Meath. 

Midleton. 

Milford. 

Millstreef. 

Mitchelstown, No. 1, 
Mitchelstown, No. 2. 
Mohill. 

Moira. 

Monaghan. 

Mount Bellew. 
Mullaghoran. 

Naas, No. 1. 

Naas, No. 2. 

Navan. 

Nenagh. 

Newcastle. 

New Ross. 

Newry, No. 1. 

Newry, No. 2. 

Oldcastle. 

Omagh. 

Oughterard. 

Portumna. 

Rathdown, No. 1. 
Rathdown, No. 2. 
Rathdrum. 

Rathkeale. 

Roscommon. 

Roscrea, No. 1. 

Roscrea, No. 2. 

Roscrea, No. 3. 

Scariff. 

Shillelagh. 

Skibbereen. 

Skull. 

Slievardagh. 

Slievemargy. 

Strabane, No. 1. 

Strabane, No. 2. 
Stranorlar. 

Strokestown. 

Swineford. 

Tanderagee. 

Thomastown. 

Thurles. 

Tipperary, No. 1. 
Tipperary, No. 2. 
Tobercurry. 

Trillick. 

Trim. 

Tuam. 

Tulla. 

Tullamore. 

Urlingford, No. 1 . 
Westport. 

Wexford. 

Tough al, No. 1. 

Youghal, No. 2. 


Name of Local Authority. 


(e.) — Boards of Guardians. 

Abbey lejx, 

Antrim. 

Ardee. 

Armagh. 

Athlone. 

Athy. 

Bailieborough, 

Ballina. 

Ballinasloe. 

Ballinrobe. 

Ballyeastle. 

Ballymahon. 

Ballymena. 

Ballymoney. 

Ballyshannon. 

Bally vaghan. 

Balrothery. 

Baiting lass. 

Banbridge. 

Bandon. 

Bantry. 

Bawnboy. 

Belmullet. 

Birr. 

Borrisokane. 

Boyle. 

Caherciveen. 

Callan. 

Carlow. 

Carrickmacross. 

Carrick-on-Shannon. 

Carrick-on-Suir. 

Cashel. 

Castlebar. 

Castleblayney. 

Castlecomer. 

Castlederg. 

Castlerea. 

Castletown. 

Cavan. 

Celbridge. 

Claremorris. 

Clifden. 

Clogheen. 

Clogher. 

Clonakilty. 

Clones. 

Clonmel. 

Coleraine. 

Cookstown. 

Cootehill. 

Cork. 

Corrofin. 

Croom. 

Delvin. 

Dingle. 

Donegal. 

Downpatrick. 

Drogheda. 

Dromore, West. 

Dundalk. 

Dunfanaghy. 

Dungannon. 

Dungarvan. 

Dunmanway. 

Dunshaughlin. 

Edenderry. 

Ennis. 

Enniskillen. 
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Ireland — continued. 


Name of Local Authority. 

Name of Local Authority. 

Name of Local Authority. 

(e.1 — Boards of Guardians 

(e.) — Boards of Guardians 

(b.)— B oards of Guardians 

— continued. 

— continued. 

— continued. 

Ennistymon. 

Londonderry. 

Portumna. 

Fermoy. 

Longford. 

Rathdown. 

Galway. 

Loughrea. 

Rathdrum. 

Glentliuriaddy. 

Lurghn. 

Rathkeale. 

Gleflties. 

Macroom. 

Roscommon. 

Gorhy. 

Magberafelt. 

Roscrea. 

Gort. 

Mallow. 

Scariff. 

Granard. 

Manorhamilton. 

Shillelagh. 

Inishowen. 

Midleton. 

Skibbereen. 

Irvinestown. 

Milford. 

Skull. 

KantUtk. 

Millstreet. 

Strabane. 

Kells. 

Mitclielstown. 

Stranorlar. 

Kenmare. 

Mobill. 

Strokestown. 

Kilkeel. 

Monaghan. 

Swineford. 

Kilkenny. 

Mount Bellew. 

Thomas town. 

Killadysert. 

Mountmellick. 

Thurles. 

Killala. 

Naas. 

Tipperary. 

Kilmaethoirias. 

Navan. 

Tobereurry. 

Trim. 

Killinallock. 

Nenagh. 

Kilrush. 

Newcastle. 

Tuam. 

Larne. 

New Ross. 

Tulla. 

Letterkenny. 

Newry. 

Tullamore. 

Limavady. 

Newtownards. 

Urlingford. 

Lisburn. 

Oldcastle. 

Westport. 

Lismore. 

Omagh. 

Wexford. 

Lisnaskea. 

Listowel. 

Oughterard. 

Youghal. 
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RETURN showing (1) for England and Wales as 
regards each Coonty Council, Town Council 
Metropolitan Borough Council, Urban and 
Rural District Council, and Board of Guab- 
dians; (2) for Scotland, as regards each Countv 
Council, Town Council, Parish Council, and 
District Committee; and (3) for Ireland, as 
regards each County Council, Town Council 
Urban District Council (not being a Tows 
Council), Rural District Council, and Board of 
Guardians ; whether the Contracts entered into by 
the Authority for the execution of works specify 
any conditions as to the Wages to be paid by the 
Contractor, or other conditions with regard to the 
Persons employed by him ; and, if so, what arc the 
conditions so specified. 



(Sir Charles Dilke.) 


Ordered, by the House of Commons, to be Printed 
7 August 1905. 


[Price lid.] 
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